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AIA 


Document A141" - 2014 


Standard Form of Agreement Between Owner and Design-Builder 


AGREEMENT made as of the twenty-third day ofNovember in the year two thousand 
fifteen (2015). 

(In words, indicate day, month and year.) 


ADDITIONS AND DELETIONS: 


BETWEEN the Owner: 

(Name, legal status, address and other information) 

Horry County Schools, South Carolina, a political subdivision of the State of South 
Carolina. 

335 Four Mile Rd | PO Box 260005 

Conway, SC 29528 

District Office Phone 843.488.6700 

and the Design-Builder: 

(Name, legal status, address and other information) 

FIRSTFLOOR ENERGY POSITIVE LLC, 

333 Fayetteville St., Suite 225 
Raleigh, NC 27601 

for the following Project: 

(Name, location and detailed description) 


The author of this document has 
added information needed for its 
completion. The author may also 
have revised the text of the original 
AIA standard form. An Additions and 
Daletions Report that notes added 
information as well as revisions to 
the standard form text is available 
from the author and should be 
reviewed. A vertical line in the left 
margin of this document indicates 
where the author has added 
necessary information and where 
the author has added to or deleted 
from the original AIA text. 

This document has important legal 
consequences. Consultation with an 
attorney is encouraged with respect 
to its completion or modification. 


New Carolina Forest Middle School 

(per Owner’s Request for Proposals No. 1415-91) 

Note: references to Owner’s Request for Proposals No. 1415-91 include its addenda. 


Consultation with an attorney is also 
encouraged with respect to 
professional licensing requirements 
in the jurisdiction where the Project 
is located. 


The Owner and Design-Builder agree as follows. 
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ARTICLE 1 GENERAL PROVISIONS 
§ 1.1 Owner’s Criteria 

This Agreement is based on the Owner’s Criteria set forth in this Section 1.1. 

(Note th e disp osition for the following items by insertin g the requested information or a statement such as "not 
applicable" or "unknown at time of execution." If the Owner intends to provide a set of design documents, and the 
requested information is contained in the design documents, identify the design documents and insert "see Owner’s 
design documents" where appropriate.) 

§ 1.1.1 The Owner's program for the Project: 

(Set forth the program, identify documentation in which the program is set forth, or state the manner in which the 
program will be developed.) 

Per "Design Requirements" published for Solicitation No. 1415-91and , Design-Builder’s Proposal to Owner 
pursuant to Solicitation No, 1415-91 selected by the Horry County Board of Education on November 2, 2015. 
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§ 1,1,2 The Owner’s design requirements for the Project and related documentation: 

(Identify below, or in an attached exhibit, the documentation that contains the Owner's design requirements, 
including any performance specifications for the Project.) 

Per "Design Requirements" published for Solicitation No, 1415-91 and Design-Builder’s Proposal to Owner 
pursuant to Solicitation No. 1415-9 selected by the Horry County Board of Education on November 2, 2015. 1. 

§ 1.1.3 The Project’s physical characteristics: 

(Identify or describe, if appropriate, size, location, dimensions, or other pertinent information, such as geotechnical 
reports; site, boundary and topographic surveys; traffic and utility studies; availability of public and private utilities 
and services; legal description of the site; etc.) 

Per "Design Requirements" published for Solicitation No. 1415-91 and Design-Builder’s Proposal to Owner 
pursuant to Solicitation No. 1415-91 selected by the Horry County Board of Education on November 2, 2015.. 

§ 1.1.4 The Owner’s anticipated Sustainable Objective for the Project, if any: 

(Identify the Owner’s Sustainable Objective for the Project such as Sustainability Certification, benefit to the 
environment, enhancement to the health and well-being of building occupants, or improvement of energy efficiency. 
If the Owner identifies a Sustainable Objective, incoi-porate AIA Document A141'™-2014, Exhibit C, Sustainable 
Projects, into this Agreement to define the terms, conditions and Work related to the Owner’s Sustainable 
Objective.) 

Per "Design Requirements" published for Solicitation No, 1415-91 and Design-Builder’s Proposal to Owner 
pursuant to Solicitation No.1415-91 selected by the Horry County Board of Education on November 2, 2015.. 

§ 1.1.5 

Number not used. 

§ 1.1.6 The Owner’s budget for the Work to be provided by the Design-Builder is set forth below: 

(Provide total for Owner’s budget, and if known, a line item breakdown of costs.) 

Per "Design Requirements" published for Solicitation No. 1415-91 as amended through the Board of Education’s 
action November 2, 2015. 

§ 1.1.7 The Owner’s design and construction milestone dates: 

(Paragraphs deleted) 

Per "Design Requirements" published for Solicitation No. 1415-91 

§ 1.1.8 The Owner requires the Design-Builder to retain the following Architect, Consultants and Contractors at the 
Design-Builder’s cost: 

.1 Architect 

SFL+A Architects, P.A. 333 Fayetteville Street Suite 225, Raleigh, NC 27601. 


,2 Consultants 

Per Design-Builder’s Proposal to Owner pursuantto Solicitation No,1415-91, 

.3 Contractors 

Per Design-Builder’s Proposal to Owner pursuantto Solicitation No. 1415-91. 

§ 1.1.9 Additional Owner’s Criteria upon which the Agreement is based: 

(Identify special characteristics or needs of the Project not identified elsewhere, such as historic preservation 
requirements.) 
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Per "Design Requirements" published for Solicitation No. 1415-91 (Summary of Services Required, Article 3) 
including all post-occupancy requirements published in the solicitation as amended by addenda. 

§ 1.1.10 The Design-Builder shall confirm that the information included in the Owner’s Criteria complies with 
applicable laws, statutes, ordinances, codes, rules and regulations, or lawful orders of public authorities. 

§ 1.1.10.1 Ifthe Owner’s Criteria conflicts with applicable laws, statutes, ordinances, codes, rules and regulations, 
or lawful orders of public authorities, the Design-Builder shall notify the Owner of the conflict. 

§ 1.1.11 If there is a change in the Owner’s Criteria, the Owner and the Design-Builder shall execute a Modification 
in accordance with Article 6. 

§ 1.1.12 If the Owner and Design-Builder intend to transmit Instruments of Service or any other information or 
documentation in digital form, they shall endeavor to establish necessary protocols governing such transmissions. 
Unless otherwise agreed, the parties will use ALA Document E203™-2013 to establish the protocols for the 
development, use, transmission, and exchange of digital data 

§ 1.2 Project Team 

§ 1.2.1 The Owner identifies the following representative in accordance with 

Executive Director of Facilities (or a designee identified in writing by the 
Horry County Schools 
Facilities Department, 1160 E Highway 50 
Conway, SC 29526 
843.488.6965 

§ 1.2,2 The persons or entities, in addition to the Owner’s representative, who are required to review the 
Design-Builder’s Submittals are as follows: 

(List name, address and other information.) 

| Owner may utilize third party project management which will also receive submittals. 

§ 1.2.3 The Owner will retain the following consultants and separate contractors: 

(List discipline, scope of work, and, if known, identify by name and address.) 

| To be determined by Owner. If retained, such consultants will be identified promptly.. 

§ 1.2.4 The Design-Builder identifies the following representative in accordance with Section 3,1.2: 

(List name, address and other information.) 

Robbie Ferris, S.C. AR.6106 
FIRSTFLOOR ENERGY POSITIVE LLCj 
333 Fayetteville St., Suite 225, Raleigh, NC 27601 
919-573-6350 


§ 1.2.5 Neither the Owner’s nor the Design-Builder’s representative shall be changed without ten days’ written 
notice to the other party. 

§ 1.3 Binding Dispute Resolution 

For any Claim subject to, but not resolved by, mediation pursuant to Section 14.3, the method of binding dispute 
resolution shall be the following: 



[ X ] Litigation in a court of competent 
(Paragraphs deleted) 

jurisdiction, nonjury before a circuit judge in Horry County, SC. 
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§ 1,4 Definitions 

§ 1,4.1 Design-Build Documents. The Design-Build Documents consist of this Agreement between Owner and 
Design-Builder and its attached Exhibits (hereinafter, the "Agreement"); other documents listed in this Agreement; 
and Modifications issued after execution of this Agreement. A Modification is (1) a written amendment to the 
Contract signed by both parties, including the Design-Build Amendment, (2) a Change Order, or (3) a Change 
Directive. 

§ 1.4.2 The Contract. The Design-Build Documents form the Contract. The Contract represents the entire and 
integrated agreement between the parties and supersedes prior negotiations, representations or agreements, either 
written or oral. The Contract may be amended or modified only by a Modification. The Design-Build Documents 
shall not be construed to create a contractual relationship of any kind between any persons or entities other than the 
Owner and the Design-Builder. 

§ 1.4.3 The Work, The term "Work" means the design, construction and related services required to fulfill the 
Design-Builder’s obligations under the Design-Build Documents, whether completed or partially completed, and 
includes all labor, materials, equipment and services provided or to be provided by the Design-Builder. The Work 
may constitute the whole or a part of the Project. 

§ 1.4.4 The Project. The Project is the total design and construction of which the Work performed under the 
Design-Build Documents may be the whole or a part, and may include design and construction by the Owner and by 
separate contractors. 

§ 1.4.5 Instruments of Service. Instruments of Service are representations, in any medium of expression now 
known or later developed, of the tangible and intangible creative work performed by the Design-Builder, 
Contractor(s), Architect, and Consultant(s) under their respective agreements. Instruments of Service may include, 
without limitation, studies, surveys, models, sketches, drawings, specifications, digital models and other similar 
materials. 

§ 1.4.6 Submittal. A Submittal is any submission to the Owner for review and approval demonstrating how the 
Design-Builder proposes to conform to the Design-Build Documents for those portions of the Work for which the 
Design-Build Documents require Submittals. Submittals include, but are not limited to, shop drawings, product data, 
and samples. Submittals are not Design-Build Documents unless incorporated into a Modification. 

§ 1.4.7 Owner. The Owner is the entity identified as such in the Agreement and is referred to throughout the 
Design-Build Documents as if singular in number. The term "Owner" means the Owner or the Owner’s authorized 
representative. The Owner may have employees that are design professionals or otherwise skilled in construction 
or construction management, and such employees may, from time to time, perform various tasks or duties for or on 
behalf of the Owner under this Agreement. However, it is specifically understood that the Owner (including these 
agents and employees) has no obligation or duty to apply specialty or professional knowledge and skill, and shall not 
be held to have undertaken to provide or perform any aspect of the Owner’s performance of this Agreement as a 
design professional or specially skilled and knowledgeable construction industry member or construction manager, 
and this principle applies regardless of the Owner’s position titles or office division titles as may be applicable to 
such employees. 

§ 1.4.8 Design-Builder. The Design-Builder is the person or entity identified as such in the Agreement and is 
referred to throughout the Design-Build Documents as if singular in number. The term "Design-Builder" means the 
Design-Builder or the Design-Builder’s authorized representative. 

§ 1.4.9 Consultant. A Consultant is a person or entity providing professional services for the Design-Builder for all 
or a portion of the Work, and is referred to throughout the Design-Build Documents as if singular in number. To the 
extent required by the relevant jurisdiction, the Consultant shall be lawfully licensed to provide the required 
professional services. 
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§ 1.4.10 Architect. The Architect is a person or entity providing design services for the Design-Builder for all or a 
portion of the Work, and is lawfully licensed to practice architecture in the applicable jurisdiction. The Architect is 
referred to throughout the Design-Build Documents as if singular in number. 

§ 1.4.11 Contractor. A Contractor is a person or entity performing all or a portion of the construction, required in 
connection with the Work, for the Design-Builder. The Contractor shall be lawfully licensed, ifrequired in the 
jurisdiction where the Project is located. The Contractor is referred to throughout the Design-Build Documents as if 
singular in number and means a Contractor or an authorized representative of the Contractor. 

§ 1.4,12 Confidential Information. Confidential Information is information containing confidential or business 
proprietary information that is clearly marked as "confidential." 

§ 1.4.13 Contract Time. Unless otherwise provided, Contract Time is the period of time, including authorized 
adjustments, as set forth in the Design-Build Amendment for Substantial Completion of the Work. 

§ 1.4.14 Day. The term "day" as used in the Design-Build Documents shall mean calendar day unless otherwise 
specifically defined. 

§ 1.4,15 Contract Sum. The Contract Sum is the amount to be paid to the Design-Builder for performance of the 
Work after execution of the Design-Build Amendment, as identified in Article A.l of the Design-Build Amendment. 

ARTICLE 2 COMPENSATION AND PROGRESS PAYMENTS 
§ 2.1 Compensation for Work Performed Prior To Execution of Design-Build Amendment 
§ 2.1.1 Unless otherwise agreed, payments for Work performed prior to Execution of the Design-Build Amendment 
shall be made monthly. For the Design-Builder’s performance of Work prior to the execution of the Design-Build 
Amendment, the Owner shall compensate the Design-Builder as follows: 

(Insert amount of, or basis for, compensation, including compensation for any Sustainability Services, or indicate 
the exhibit in which the information is provided. If there will be a limit on the total amount of compensation for 
Work performed prior to the execution of the Design-Build Amendment, state the amount of the limit.) 

The Design-Builder may invoice the owner for $1,118,043. for its design work performed prior to the execution 
of the Design-Build Amendment. This amount is within and part of the price agreed in the Design-Build 
Amendment. . 

(Paragraphs deleted) 

§2.1 number not used] 

(Paragraphs deleted) 

(Table deleted) 

§ 2.1.4 Payments to the Design-Builder Prior To Execution of Design-Build Amendment 
§ 2.1.4.1 Payments are due and payable upon presentation of the Design-Builder’s invoice. 

(Paragraphs deleted) 

The Owner will not pay interest on unpaid sums. This is a specific waiver of requirements of S.C. Code Ann. §§ 

29-6-30 and 29-6-50. 

| (Paragraph deleted) 

§ 2.2 Contract Sum and Payment for Work Performed After Execution o f Des ign-Build Amend ment _ 

For the Design-Builder’s performance of the Work after execution of the Design-Build Amendment, the Owner 
shall pay to the Design-Builder the Contract Sum in current funds as agreed in the Design-Build Amendment. 

ARTICLE 3 GENERAL REQUIREMENTS OF THE WORK OF THE DESIGN-BUILD CONTRACT 
§ 3.1 General 

§ 3.1.1 The Design-Builder shall comply with any applicable licensing requirements in the jurisdiction where the 
Project is located. 

Building Permit and Other Permits and Fees: No general building permit is required in accordance with § 

6-9-110 of the South Carolina Code of Laws; however, the Contractor shall be required to provide mechanical, 
electrical, plumbing and other such permits which may be required for purposes of inspection at no additional 
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cost to the District. Except for permits and fees which are the responsibility of the Contractor in the Contract 
Documents, the District shall secure and pay for necessary approvals, easements, assessments, utility impact 
fees, permits, and such charges required for the successful completion of the work. For each day (not counting 
Saturdays and Sundays, and not counting the day the Design-Builder submits its completed application to the 
authority) beyond five (5) days that a jurisdictional authority takes to respond to a permit application or similar 
permit request that is on the project’s critical path, the Design Builder may claim one (1) additional day for the 
achievement of Substantial Completion. 

§ 3.1.2 The Design-Builder shall designate in writing a representative who is authorized to act on the 
Design-Builder’s behalf with respect to the Project. 

§ 3.1.3 The Design-Builder shall perform the Work in accordance with the Design-Build Documents. The 
Design-Builder shall not be relieved of the obligation to perform the Work in accordance with the Design-Build 
Documents by the activities, tests, inspections or approvals of the Owner. 

§ 3.1.3.1 The Design-Builder shall perform the Work in compliance with applicable laws, statutes, ordinances, 
codes, rules and regulations, or lawful orders of public authorities. If the Design-Builder performs Work contrary to 
applicable laws, statutes, ordinances, codes, rules and regulations, and lawful orders of public authorities, the 
Design-Builder shall assume responsibility for such Work and shall bear the costs attributable to correction. 

§ 3.1.3.2 Neither the Design-Builder nor any Contractor, Consultant, or Architect shall be obligated to perform any 
act which they believe will violate any applicable laws, statutes, ordinances, codes, rules and regulations, or lawful 
orders of public authorities. If the Design-Builder determines that implementation of any instruction received from 
the Owner, including those in the Owner’s Criteria, would cause a violation of any applicable laws, statutes, 
ordinances, codes, rules and regulations, or lawful orders of public authorities, the Design-Builder shall notify the 
Owner in writing. Upon verification by the Owner that a change to the Owner’s Criteria is required to remedy the 
violation, the Owner and the Design-Builder shall execute a Modification in accordance with Article 6. 

§ 3.1.4 The Design-Builder shall be responsible to the Owner for acts, errors, and omissions of the Design-Builder’s 
employees, Architect, Consultants, Contractors, and then agents and employees, and other persons or entities 
performing portions of the Work. 

§ 3.1.5 General Consultation. The Design-Builder shall schedule and conduct periodic meetings with the Owner to 
review matters such as procedures, progress, coordination, and scheduling of the Work. 

§ 3.1.6 When the Owner’s Design Requirements or applicable law requires that services be performed by licensed 
professionals, the Design-Builder shall provide those services through qualified, licensed professionals. The Owner 
understands and agrees that the services of the Design-Builder’s Architect and the Design-Builder’s other 
Consultants are performed in the sole interest of, and for the exclusive benefit of, the Design-Builder. 

§ 3.1.7 The Design-Builder, with the assistance of the Owner, shall prepare and file documents required to obtain 
necessary approvals of governmental authorities having jurisdiction over the Project. 

The Office of School Facilities (OSF) in conjunction with the State Fire Marshal shall determine the enforcement 
and interpretation of all the applicable codes and referenced standards on state buildings, including the 
District’s school facilities. . 


§ 3.1.8 Progress Reports 

§ 3.1.8.1 The Design-Builder shall keep the Owner informed of the progress and quality of the Work. As stated in 
the Design Requirements, the Design-Builder shall submit written progress reports, photographs of Work in 
progress, and other data to the Owner electronically, or through the Owner’s option, project management software, 
showing estimated percentages of completion and other information identified below: 

.1 Work completed for the period; 

.2 Project schedule status; 

.3 Submittal schedule and status report, including a summary of outstanding Submittals; 

.4 Responses to requests for information to be provided by the Owner; 

,5 Approved Change Orders and Change Directives; 
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.6 Pending Change Order and Change Directive status reports; 

.7 Tests and inspection reports; 

.8 Status report of Work rejected by the Owner; 

,9 Status of Claims previously submitted in accordance with Article 14; 

.10 Cumulative total of the Cost of the Work to date including the Design-Builder’s compensation and 
Reimbursable Expenses, if any; 

.11 Current Project cash-flow and forecast reports; and 

.12 Additional information as designated by the Owner through its project management software data 
requirements. 

§ 3.1.8.2 In 

(Paragraphs deleted) 

addition to the requirements of § 3.1.8.1, the Design-Builder shall provide similar information through in-person 
progress report presentations to the Horry County Board of Education each month during one ofthe Board’s public 
meetings, 

§ 3.1.9 Design-Builder’s Schedules 

§ 3.1.9.1 The Design-Builder, promptly after execution ofthis Agreement, shall prepare and submit for the Owner’s 
information a schedule for the Work. The schedule, including the time required for design and construction, shall 
not exceed time limits current under the Design-Build Documents, shall be revised at appropriate intervals as 
required by the conditions of the Work and Project, shall be related to the entire Project to the extent required by the 
Design-Build Documents, shall provide for expeditious and practicable execution ofthe Work, and shall include 
allowances for periods of time required for the Owner’s review and for approval of submissions by authorities 
having jurisdiction over the Project. 

§ 3.1.9.2 The Design-Builder shall perform the Work in general accordance with the most recent schedules 
submitted to the Owner. 

§ 3.1.10 Certifications. Design-Builder shall include in each Application for Payment a certification from each of 
the Architect, Consultants, and Contractors, and furnish to the Owner, these certifications with respect to the 
documents and services provided by the Architect, Consultants, and Contractors (a) that, to the best of their 
knowledge, information and belief, the documents or services to which the certifications relate (i) are consistent with 
the Design-Build Documents, except to the extent specifically identified in the certificate, and (ii) comply with 
applicable laws, statutes, ordinances, codes, rules and regulations, or lawful orders of public authorities governing 
the design ofthe Project; and (b) that the Owner and its consultants shall be entitled to rely upon the accuracy ofthe 
representations and statements contained in the certifications. The Design-Builder’s Architect, Consultants, and 
Contractors shall not be required to execute certificates or consents that would require knowledge, services or 
responsibilities beyond the scope of their services. 

§ 3.1.11 Design-Builder’s Submittals 

§ 3.1.11.1 Prior to submission of any Submittals, the Design-Builder shall prepare a Submittal schedule, and shall 
submit the schedule for the Owner’s approval. The Owner’s approval shall not unreasonably be delayed or withheld. 
The Submittal schedule shall (1) be coordinated with the Design-Builder’s schedule provided in Section 3.1.9.1, 

(2) allow the Owner reasonable time to review Submittals, and (3) be periodically updated to reflect the progress of 
the Work. If the Design-Builder fails to submit a Submittal schedule, the Design-Builder shall not be entitled to any 
increase in Contract Sum or extension of Contract Time based on the time required for review of Submittals. 


§ 3.1.11.2 By providing Submittals the Design-Builder represents to the Owner that it has (1) reviewed and 
approved them, (2) determined and verified materials, field measurements and field construction criteria related 
thereto, or will do so and (3) checked and coordinated the information contained within such Submittals with the 
requirements ofthe Work and of the Design-Build Documents. 

§ 3.1.11.3 The Design-Builder shall perform no portion of the Work for which the Design-Build Documents require 
Submittals until the Owner or its designee has approved the respective Submittal. 

§ 3.1.11.4 The Work shall be in accordance with approved Submittals except that the Design-Builder shall not be 
relieved of its responsibility to perform the Work consistent with the requirements ofthe Design-Build Documents. 

The Work may deviate from the Design-Build Documents only ifthe Design-Builder has notified the Owner in 
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writing of a deviation from the Design-Build Documents at the time of the Submittal and a Modification is executed 
authorizing the identified deviation. The Design-Builder shall not be relieved of responsibility for errors or 
omissions in Submittals by the Owner’s approval of the Submittals. 

§ 3.1.11.5 All professional design services or certifications to be provided by the Design-Builder, including all 
drawings, calculations, specifications, certifications, shop drawings and other Submittals, shall contain the signature 
and seal of the licensed design professional preparing them. Submittals related to the Work designed or certified by 
the licensed design professionals, if prepared by others, shall bear the licensed design professional’s written 
approval. The Owner and its consultants shall be entitled to rely upon the adequacy, accuracy and completeness of 
the services, certifications or approvals performed by such design professionals. 

§ 3.1.12 Warranty. The Design-Builder warrants to the Owner that materials and equipment furnished under the 
Contract will be of good quality and new unless the Design-Build Documents require or permit otherwise. The 
Design-Builder further warrants that the Work will conform to the requirements of the Design-Build Documents and 
will be free from defects, except for those inherent in the quality ofthe Work or otherwise expressly permitted by 
the Design-Build Documents, Work, materials, or equipment not conforming to these requirements may be 
considered defective. The Design-Builder’s warranty excludes remedy for damage or defect caused by abuse, 
alterations to the Work not executed by the Design-Builder, improper or insufficient maintenance, improper 
operation, or normal wear and tear and normal usage. If required by the Owner, the Design-Builder shall fUrnish 
satisfactory evidence as to the kind and quality of materials and equipment. 

§ 3.1.13 Royalties, Patents and Copyrights 
§ 3.1.13.1 The Design-Builder shall pay all royalties and license fees, 

§ 3.1.13.2 The Design-Builder shall defend suits or claims for infringement of copyrights and patent rights and shall 
hold the Owner and its separate contractors and consultants harmless from loss on account thereof, but shall not be 
responsible for such defense or loss when a particular design, process or product of a particular manufacturer or 
manufacturers is required by the Owner, or where the copyright violations are required in the Owner’s Criteria. 
However, if the Design-Builder has reason to believe that the design, process or product required in the Owner’s 
Criteria is an infringement of a copyright or a patent, the Design-Builder shall be responsible for such loss unless 
such information is promptly furnished to the Owner. If the Owner receives notice from a patent or copyright owner 
of an alleged violation of a patent or copyright, attributable to the Design-Builder, the Owner shall give prompt 
written notice to the Design-Builder. 

§ 3.1.14 Indemnification 

§ 3.1.14.1 To the fullest extent permitted by law, the Design-Builder shall indemnify and hold harmless the Owner, 
including the Owner’s agents and employees, from and against claims, damages, losses and expenses, including but 
not limited to attorneys’ fees, arising out of or resulting from performance ofthe Work, but only to the extent caused 
by the negligent acts or omissions ofthe Design-Builder, Architect, a Consultant, a Contractor, or anyone directly or 
indirectly employed by them or anyone for whose acts they may be liable. Such obligation shall not be construed to 
negate, abridge, or reduce other rights or obligations of indemnity that would otherwise exist as to a party or person 
described in this Section 3.1.14. 

§ 3.1.14.2 The indemnification obligation under this Section 3,1.14 shall not be limited by a limitation on amount or 
type of damages, compensation, or benefits payable by or for Design-Builder, Architect, a Consultant, a Contractor, 
or anyo ne directl y or indir ectly employed by them, under workers’ compensation acts, disabili ty b e nefit acts or other 
employee benefit acts. 

§ 3.1.15 Contingent Assignment of Agreements 

§ 3.1.15.1 Each agreement for a portion of the Work is assigned by the Design-Builder to the Owner, provided that 
.1 assignment is effective only after termination of the Contract by the Owner for cause, pursuant to 
Sections 13.1.4 or 13.2.2, and only for those agreements that the Owner accepts by written 
notification to the Design-Builder and the Architect, Consultants, and Contractors whose agreements 
are accepted for assignment; and 

.2 assignment is subject to the prior rights of the surety, if any, obligated under bond relating to the 
Contract. 
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When the Owner accepts the assignment of an agreement, the Owner assumes the Design-Builder’s rights and 
obligations under the agreement. 

§ 3.1.15.2 Upon such assignment, if the Work has been suspended for more than 30 days, the compensation under 
the assigned agreement shall be equitably adjusted for increases in cost resulting from the suspension. 

§ 3.1.15.3 Upon such assignment to the Owner under this Section 3.1.15, the Owner may further assign the 
agreement to a Successor design-builder or other entity. If the Owner assigns the agreement to a successor 
design-builder or other entity, the Owner shall nevertheless remain legally responsible for all of the successor 
design-builder’s or other entity’s obligations under the agreement. 

§ 3.1.16 Design-Builder’s Insurance and Bonds. The Design-Builder shall purchase and maintain insurance and 
provide bonds as set forth in Exhibit B. 

ARTICLE 4 WORK PRIOR TO EXECUTION OF THE DESIGN-BUILD AMENDMENT 
§ 4.1 General 

§ 4.1.1 Any information submitted by the Design-Builder, and any interim decisions made by the Owner, shall be 
for the purpose of facilitating the design process and shall not modify the Owner’s Criteria unless the Owner and 
Design-Builder execute a Modification. 

[Numbers §4.2 & §4.3 intentionally not used] 

(Paragraphs deleted) 

§ 4.4 Design-Builder’s Construction Proposal 

§ 4.4.1 The Design-Builder’s Construction Proposal shall include the following: 

.1 A list of the documents and other information, including the Design-Builder’s original Proposal 

Development Documents as proposed in the Owner’s procurement leading to this Agreement, upon 
which the Design-Builder’s Proposal is based; 

.2 The proposed Contract Sum, including the compensation method; 

.3 The proposed date the Design-Builder shall achieve Substantial Completion ; 

.4 An enumeration of any qualifications and exclusions, if applicable; 

.5 A list of the Design-Builder’s key personnel, Contractors and suppliers; and 
.6 The date on which the Design-Builder’s Construction Proposal expires. 

§ 4.4.2 Submission of the Design-Builder’s Construction Proposal shall constitute a representation by the 
Design-Builder that it has visited the site and become familiar with local conditions under which the Work is to be 
completed. 

§ 4.4.3 If the Owner and Design-Builder agree on a proposal, the Owner and Design-Builder shall execute the 
Design-Build Amendment setting forth the terms of their agreement. 

ARTICLE 5 WORK FOLLOWING EXECUTION OF THE DESIGN-BUILD AMENDMENT 
§ 5.1 Construction Documents 

§ 5.1.1 Upon the execution of the Design-Build Amendment, the Design-Builder shall prepare Construction 
Documents. The Construction Documents shall establish the quality levels of materials and systems required. The 
Construction Docum e nts sh all be consistent with the Design-Build Documents. _ 


§ 5.1.2 The Design-Builder shall provide the Construction Documents to the Owner for the Owner’s information. If 
the Owner discovers any deviations between the Construction Documents and the Design-Build Documents, the 
Owner shall promptly notify the Design-Builder of such deviations in writing. The Construction Documents shall 
not modify the Design-Build Documents unless the Owner and Design-Builder execute a Modification. The failure 
of the Owner to discover any such deviations shall not relieve the Design-Builder ofthe obligation to perform the 
Work in accordance with the Design-Build Documents. 

§ 5.1.2.1 The Design-Builder shall submit three copies of all Construction Documents prepared and submitted to 
Regulatory Agencies as a portion ofthe permitting and approval process for this work. 
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§ 5.2 Construction 

§ 5,2,1 Commencement. Except as permitted in Section 5.2,2, construction shall not commence prior to execution 
of the Design-Build Amendment. 

§ 5.2.2 If the Owner and Design-Builder agree in writing, construction may proceed prior to the execution of the 
Design-Build Amendment. However, such authorization shall not waive the Owner’s right to reject the 
Design-Builder’s Proposal. 

§ 5.2,3 The Design-Builder shall supervise and direct the Work, usingthe Design-Builder’s best skill and attention. 
The Design-Builder shall be solely responsible for, and have control over, construction means, methods, techniques, 
sequences and procedures, and for coordinating all portions of the Work under the Contract, unless the Design-Build 
Documents give, other specific instructions concerning these matters. 

§ 5.2.4 The Design-Builder shall be responsible for inspection of portions of Work already performed to determine 
that such portions are in proper condition to receive subsequent Work. 

Maintenance of Record Drawings: The Contractor shall maintain at the worksite one (1) record copy of the 
Contract Documents including approved changes in good order and marked currently to record changes and 
selections made during performance of the work. A copy of submittals accepted by the District shall also be 
maintained at the worksite. These items shall be available to the Architect and District when present at the 
worksite. When required by the Contract Documents, the Contractor shall provide record drawings on all 
increments of the work such as, by way of illustration and not limitation, plumbing, electrical, mechanical, and 
all systems, such as fire and security systems, incorporated into the work. The Contractor shall furnish an 
electronic and paper copy of record drawings of "as-built" detail to the Architect at final completion of all 
work, excluding punch list items as required by the Contract Documents. 

Professional Certifications: When professional certification of performance criteria for materials, systems, or 
equipment is required by the Contract Documents, the District shall be entitled to rely upon the accuracy and 
completeness of such calculations and certifications. 

Contractor’s Quality Control Program: The Contractor shall institute and maintain throughout the contract 
term a quality control program, designed to ensure the work performed is in accordance with the Contract 
Documents, including any changes, at all times and in all respects. The program shall include providing daily 
supervision and conducting frequent inspections by the Worksite Superintendent(s). 


1. Compliance with Employment Laws: By entering into a Contract Agreement, the Contractor agrees to abide 
by all applicable laws pertaining to employment including, by way of illustration and not limitation, the 
following: 

A. Title VO of the Civil Rights Act of 1964, as may be amended. 

B. Age Discrimination in Employment Act of 1964, as may be amended. 

C. Title I of the Americans Disabilities Act of 1990, as may be amended 

D. Equal Pay Act of 1963, as may be amended. 

E. Fair Labor Standards Act, as may be amended. 

F. South Carolina Wages Act, Code 37-10-10 et seq., as may be amended. 

—&—South Carolina Worker's Compensation Act. Code 42-1-10—ct see., as—may—be amended, - 

The Contractor shall not discriminate against any employee or applicant for employment because of race, 
religion, color, sex, age, handicap, or national origin except when such condition is a bona fide 
occupational qualification reasonably necessary for normal operations of the Contractor. The Contractor, in 
all solicitations or advertisements for employees, shall state the Contractor is an "Equal Opportunity 
Employer." The Contractor agrees to post in conspicuous places, visible to employees and applicants for - • 
employment, notices setting forth the provisions of this nondiscrimination clause and shall include the 
provision of this paragraph in every subcontract or purchase agreement of more than 
$ 10 , 000 . 


AIA Document A141™- 2014. Copyright ffl 2004 and 2014 by The American Institute of Architects. All rights reserved. WARNING-. This AIA" Document is 
protected by U.S. Copyright Law and International Treaties. Unauthorized reproduction or distribution of this AIA® Document, or any portion of it, 
may result in severe civil and criminal penalties, and will ho prosecuted to the maximum extent possible under the law. This document was produced by 
AIA software at 12:02:17 on 11/22/2015 under Order No,0239586208_1 which expires on 07/14/2016, and is not for resale. 

User Notes: (1970631282) 


PAPR-001096 





Employment Taxes and Benefits: Unless under order from the Internal Revenue Service or South Carolina state 
government, the District does not withhold from the contract payments any Federal or State income taxes, or any 
employment-related taxes normally withheld on the District’s employees. Further, the District shall not provide any 
employment related insurances or other benefits such as worker’s compensation for the benefit of any Contractor, 
subcontractor or supplier employees. 

Project Key Staff - Project Manager: The Contractor shall assign a skilled, experienced, and dedicated Project 
Manager to the project and identified in Exhibit A. The Project Manager shall secure the materials of proper 
quality and quantity to meet the Contract Documents and manage the appropriate timing of all materials, 
sub-contracted work, and Contractor provided labor to ensure the continual progress of the work to meet the 
substantial completion date. The Contractor shall not change the Project Manager or the duties and status of the 
Project Manager duringthe course of the project without approval ofthe District. 

Project Key Staff - Worksite Superintendent(s): The Contractor shall employ at least one (1) full-time, 
competent Worksite Superintendent and, if required by the Contract Documents, an additional part-time or 
full-time, competent secondary Worksite Superintendent if expedient for the size and scope of the project. Exhibit 
A identifies the Worksite Superintendents). No less than one (1) Worksite Superintendent shall be in attendance 
at the worksite at all times during performance of any work by the Contractor’s own forces or subcontractors and 
during delivery of any materials. The Worksite Superintendent shall not perform the work of any trade or other 
duties; however, the secondary Worksite Superintendent may perform part-time work of a trade or the duties of 
OSHA Compliance Officer or fireguard, if approved by the District. The Contractor shall not change any Worksite 
Superintendent or the duties or status of same during the course of the project without approval of the District. 

The Worksite Superintendents) shall enforce strict discipline and good order among the Contractor’s 
representatives, agents, employees, subcontractors and suppliers. 

Worksite Communications: The Project Manager and Worksite Superintendent(s) are representatives of the 
Design Builder and communications given to them, either orally or in writing, shall be as binding as if given to the 
Principal of the Design Builder. 

§ 5.3 Labor and Materials 

§ 5.3.1 Unless otherwise provided in the Design-Build Documents, the Design-Builder shall provide and pay for 
labor, materials, equipment, tools, construction equipment and machinery, water, heat, utilities, transportation, and 
other facilities and services, necessary for proper execution and completion ofthe Work, whether temporary or 
permanent, and whether or not incorporated or to be incorporated in the Work. 

§ 5.3.2 When a-material or system is specified in the Design-Build Documents, the Design-Builder may make 
substitutions only in accordance with Article 6. 

§ 5,3.3 The Design-Builder shall enforce strict discipline and good order among the Design-Builder’s employees 
and other persons carrying out the Work. The Design-Builder shall not permit employment of unfit persons or 
persons not properly skilled in tasks assigned to them. 

§ 5.4 Taxes 

The Design-Builder shall pay sales, consumer, use and similar taxes, for the Work provided by the Design-Builder, 
that are legally enacted when the Design-Build Amendment is executed, whether or not yet effective or merely 
scheduled to go inlo effect. 

§ 5.5 Permits, Fees, Notices and Compliance with Laws 

§ 5.5.1 Unless otherwise provided in the Design-Build Documents, the Design-Builder shall secure and pay for the 
permits, fees, licenses, and inspections by government agencies, necessary for proper execution ofthe Work and 
Substantial Completion of the Project. 

§ 5.5.2 The Design-Builder shall comply with and give notices required by applicable laws, statutes, ordinances, 
codes, rules and regulations, and lawful orders of public authorities, applicable to performance of the Work. 

§ 5.5.3 Concealed or Unknown Conditions. If the Design-Builder encounters conditions at the site that are 

(1) subsurface or otherwise concealed physical conditions that differ mate rially from those indicated in the _ 
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Design-Build Documents or (2) unknown physical conditions of an unusual nature that differ materially from those 
ordinarily found to exist and generally recognized as inherent in construction activities of the character provided for 
in the Design-Build Documents, the Design-Builder shall promptly provide notice to the Owner before conditions 
are disturbed and in no event later than 21 days after first observance of the conditions. The Owner shall promptly 
investigate such conditions and, if the Owner determines that they differ materially and cause an increase or 
decrease in the DesigmBuilder’s cost of, or time required for, performance of any part of the Work, shall 
recommend an equitable adjustment in the Contract Sum or Contract Time, or both. If the Owner determines that the 
conditions at the site are not materially different from those indicated in the Design-Build Documents and that no 
change in the terms of the Contract is justified, the Owner shall promptly notify the Design-Builder in writing, 
stating the reasons. If the Design-Builder disputes the Owner’s determination or recommendation, the 
Design-Builder may proceed as provided in Article 14. 

§ 5.5.4 If, in the course of the Work, the Design-Builder encounters human remains, or recognizes the existence of 
burial markers, archaeological sites, or wetlands, not indicated in the Design-Build Documents, the Design-Builder 
shall immediately suspend any operations that would affectthem and shall notify the Owner. Upon receipt of such 
notice, the Owner shall promptly take any action necessary to obtain governmental authorization required to resume 
the operations. The Design-Builder shall continue to suspend such operations until otherwise instructed by the 
Owner but shall continue with all other operations that do not affect those remains or features. Requests for 
adjustments in the Contract Sum and Contract Time arising from the existence of such remains or features may be 
made as provided in Article 14. 

§ 5.6 Allowances 

§ 5.6.1 The Design-Builder shall include in the Contract Sum all allowances stated in the Design-Build Documents. 

Items covered by allowances shall be supplied for such amounts, and by such persons or entities as the Owner may 
direct, but the Design-Builder shall not be required to employ persons or entities to whom the Design-Builder has 
reasonable objection. 

§ 5.6.2 Unless otherwise provided in the Design-Build Documents, 

.1 allowances shall cover the cost to the Design-Builder of materials and equipment delivered at the site 
and all required taxes, less applicable trade discounts; 

.2 the Design-Builder’s costs for unloading and handling at the site, labor, installation costs, overhead, 
profit, and other expenses contemplated for stated allowance amounts, shall be included in the 
Contract Sum but not in the allowances; and 

.3 whenever costs are more than or less than allowances, the Contract Sum shall be adjusted accordingly 
by Change Order. The amount of the Change Order shall reflect (1) the difference between actual 
costs and the allowances under Section 5.6.2.1 and (2) changes in Design-Builder’s costs under 
Section 5.6.2.2. 

§ 5.6.3 The Owner shall make selections of materials and equipment with reasonable promptness for allowances 
requiring Owner selection. 

§ 5.7 Key Personnel, Contractors and Suppliers 

§ 5.7.1 The Design-Builder shall not employ personnel, or contract with Contractors or suppliers to whom the 
Owner has made reasonable and timely objection. The Design-Builder shall not be required to contract with anyone 
to whom the Design-Builder has made reasonable and timely objection. 

§ 5.7.2 If the Design-Builder desires to change any of the personnel, Contractors or suppliers identified in the 
Design-Build Amendment, including but not limited to any contractor or design professional identified by the 
Design-Builder in its Request for Qualifications response, the Design-Builder shall notify the Owner and provide the 
name and qualifications of the proposed new personnel, design professional, Contractor or supplier. The Owner may 
reply within 14 days to the Design-Builder in writing, stating (1) whether the Owner has reasonable objection to the 
proposed new personnel, design professional, Contractor or supplier or (2) that the Owner requires additional time to 
review. Failure of the Owner to reply within the 14-day period shall constitute notice of no reasonable objection. 

§ 5.7.3 Except for those persons or entities already identified or required in the Design-Build Amendment, the 
Design-Builder, as soon as practicable after execution of the Design-Build Amendment, shall furnish in writing to 
the Owner the names of persons or entities (including those who are to furnish materials or equipment fabricated to a 
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special design) proposed for each principal portion of the Work. The Owner may reply within 14 days to the 
Design-Builder in writing stating (1) whether the Owner has reasonable objection to any such proposed person or 
entity or (2) that the Owner requires additional time for review. Failure of the Owner to reply within the 14-day 
period shall constitute notice of no reasonable objection. 

§ 5,7.3.1 If the Owner has reasonable objection to a person or entity proposed by the Design-Builder, the 
Design-Builder shall propose another to whom the Owner has no reasonable objection. 

§ 5.8 Documents and Submittals at the Site 

In addition to any Owner requirements to keep electronic project data up to date, the Design-Builder shall maintain 
at the site for the Owner one copy of the Design-Build Documents and a current set of the Construction Documents, 
in good order and marked currently to indicate field changes and selections made during construction, and one copy 
of approved Submittals. The Design-Builder shall deliver these items to the Owner in accordance with Section 
9.10.2 as a record of the Work as constructed. 

§ 5.9 Use of Site 

The Design-Builder shall confine operations at the site to areas permitted by applicable laws, statutes, ordinances, 
codes, rules and regulations, lawful orders of public authorities, and the Design-Build Documents, and shall not 
unreasonably encumber the site with materials or equipment. 

§ 5.10 Cutting and Patching 

The Design-Builder shall not cut, patch or otherwise alter fully or partially completed construction by the Owner or 
a separate contractor except with written consent of the Owner and of such separate contractor; such consent shall 
not be unreasonably withheld. The Design-Builder shall not unreasonably withhold from the Owner or a separate 
contractor the Design-Builder’s consent to cutting or otherwise altering the Work. 

§ 5.11 Cleaning Up 

§ 5.11.1 The Design-Builder shall keep the premises and surrounding area free from accumulation of waste 
materials or rubbish caused by operations under the Contract. At completion of the Work, the Design-Builder shall 
remove waste materials, rubbish, the Design-Builder’s tools, construction equipment, machinery and surplus 
materials from and about the Project. 

§ 5.11.2 If the Design-Builder fails to clean up as provided in the Design-Build Documents, the Owner may do so 
and Owner shall be entitled to reimbursement from the Design-Builder. 

§ 5.12 Access to Work 

The Design-Builder shall provide the Owner and its separate contractors and consultants access to the Work in 
preparation and progress wherever located. The Design-Builder shall notify the Owner regarding Project safety 
criteria and programs, which the Owner, and its contractors and consultants, shall comply with while at the site. 

§ 5.13 Construction by Owner or by Separate Contractors 

§ 5.13.1 Owner’s Right to Perform Construction and to Award Separate Contracts 
§ 5.13.1.1 The Owner reserves the right to perform construction or operations related to the Project with the 
Owner’s own forces; and to award separate contracts in connection with other portions of the Project, or other 
construction or operations on the site, under terms and conditions identical or substantially similar to this Contract, 

including those terms and conditions related to i nsurance a nd waiver of subro gation. The Owner shall notify the_ 

Design-Builder promptly after execution of any separate contract. If the Design-Builder claims that delay or 
additional cost is involved because of such action by the Owner, the Design-Builder shall make a Claim as provided 
in Article 14. • 

§ 5.13.1.2 When separate contracts are awarded for different portions of the Project or other construction or 
operations on the site, the term "Design-Builder" in the Design-Build Documents in each case shall mean the 
individual or entity that executes each separate agreement with the Owner.. 

§ 5.13.1.3 The Owner shall provide for coordination of the activities of the Owner’s own forces, and of each 
separate contractor, with the Work of the Design-Builder, who shall cooperate with them. The Design-Builder shall 
participate with other separate contractors and the Owner in reviewing their construction schedules. The 
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Design-Builder shall make any revisions to the construction schedule deemed necessary after a joint review and 
mutual agreement. The construction schedules shall then constitute the schedules to be used by the Design-Builder, 
separate contractors and the Owner until subsequently revised. 

§ 5.13.1.4 Unless otherwise provided in the Design-Build Documents, when the Owner performs construction or 
operations related to the Project with the Owner’s own forces or separate contractors, the Owner shall be deemed to 
be subject to the same obligations, and to have the same rights, that apply to the Design-Builder under the Contract. 

§ 5.14 Mutual Responsibility 

§ 5.14.1 The Design-Builder shall afford the Owner and separate contractors reasonable opportunity for introduction 
and storage of their materials and equipment and performance of their activities, and shall connect and coordinate 
the Design-Builder’s construction and operations with theirs as required by the Design-Build Documents. 

§ 5.14.2 If part of the Design-Builder’s Work depends upon construction or operations by the Owner or a separate 
contractor, the Design-Builder shall, prior to proceeding with that portion of the Work, prepare a written report to 
the Owner,' identifying apparent discrepancies dr defects in the construction or operations by the Owner or separate 
contractor that would render it unsuitable for proper execution and results of the Design-Builder’s Work. Failure of 
the Design-Builder to report shall constitute an acknowledgment that the Owner’s or separate contractor’s 
completed or partially completed construction is fit and proper to receive the Design-Builder’s Work, except as to 
defects not then reasonably discoverable. 

§ 5.14.3 The Design-Builder shall reimburse the Owner and other contractor(s) for costs the Owner and other 
contractor(s), respectively, incur because of the Design-Builder’s delays, improperly timed activities or defective 
construction. 

§ 5.14.4 The Design-Builder shall promptly remedy damage the Design-Builder wrongfully causes to completed or 
partially completed construction or to property of the Owner or separate contractors as provided in Section 10.2,5. 

§ 5,14.5 The Owner and each separate contractor shall have the same responsibilities for cutting and patching the 
Work as the Design-Builder has with respect to the construction of the Owner or separate contractors in 
Section 5.10. 

§ 5.15 Owner’s Right to Clean Up 

If a dispute arises among the Design-Builder, separate contractors and the Owner as to the responsibility under their 
respective contracts for maintaining the premises and surrounding area free from waste materials and rubbish, the 
Owner may clean up and will allocate the cost among those responsible. 

ARTICLE 6 CHANGES IN THE WORK 
§ 6.1 General 

§ 6.1.1 Changes in the Work may be accomplished after execution of the Contract, and without invalidating the 
Contract, by Change Order or Change Directive, subject to the limitations stated in this Article 6 and elsewhere in 
the Design-Build Documents. 

§ 6.1.2 A Change Order shall be based upon agreement between the Owner and Design-Builder. The Owner may 
issue a Change Directive without agreement by the Design-Builder. 

§ 6.1.3 Changes in the Work shall be performed under applicable provisions of the Design-Buiid Documents, and 
the Design-Builder shall proceed promptly, unless otherwise provided in the Change Order or Change Directive. 

§ 6.2 Change Orders 

A Change Order is a written instrument signed by the Owner and Design-Builder stating their agreement upon all of 
the following: 

.1 The change in the Work; 

.2 The amount of the adjustment, if any, in the Contract Sum or, if prior to execution of the 
Design-Build Amendment, the adjustment in the Design-Builder’s compensation; and 
.3 The extent of the adjustment, if any, in the Contract Time. 
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§ 6.3 Change Directives 

§ 6.3.1 A Change Directive is a written order signed by the Owner directing a change in the Work prior to 
agreement on adjustment, if any, in the Contract Sum or, if prior to execution of the Design-Build Amendment, the 
adjustment in the Design-Builder’s compensation, or Contract Time. The Owner may by Change Directive, without 
invalidating the Contract, order changes in the Work within the general scope of the Contract consisting of 
additions, deletions or other revisions, the Contract Sum or, if prior to execution of the Design-Build Amendment, 
the adjustment in the Design-Builder’s compensation, and Contract Time being adjusted accordingly. 

§ 6.3.2 A Change Directive shall be used in the absence of total agreement on the terms of a Change Order. 

§ 6.3.3 If the Change Directive provides for an adjustment to the Contract Sum or, if prior to execution of the 
Design-Build Amendment, an adjustment in the Design-Builder’s compensation, the adjustment shall be based on 
one of the following methods: 

.1 Mutual acceptance of a lump sum properly itemized and supported by sufficient substantiating data to 
permit evaluation; 

.2 Unit prices stated in the Design-Build Documents or subsequently agreed upon; 

.3 Cost to be determined in a manner agreed upon by the parties and a mutually acceptable fixed or 
percentage fee; or 
.4 As provided in Section 6.3.7. 

§ 6.3.4 If unit prices are stated in the Design-Build Documents or subsequently agreed upon, and if quantities 
originally contemplated are materially changed in a proposed Change Order or Change Directive so that application 
of such unit prices to quantities of Work proposed will cause substantial inequity to the Owner or Design-Builder, 
the applicable unit prices shall be equitably adjusted. 

§ 6.3.5 Upon receipt of a Change Directive, the Design-Builder shall promptly proceed with the change in the Work 
involved and advise the Owner of the Design-Builder’s agreement or disagreement with the method, if any, 
provided in the Change Directive for determining the proposed adjustment in the Contract Sum or, if prior to 
execution of the Design-Build Amendment, the adjustment in the Design-Builder’s compensation, or Contract Time. 

§ 6.3.6 A Change Directive signed by the Design-Builder indicates the Design-Builder’s agreement therewith, 
including adjustment in Contract Sum or, if prior to execution of the Design-Build Amendment, the adjustment in 
the Design-Builder’s compensation, and Contract Time or the method for determining them. Such agreement shall 
be effective immediately and shall be recorded as a Change Order. 

§ 6.3.7 If the Design-Builder does not respond promptly or disagrees with the method for adjustment in the Contract 
Sum or, if prior to execution of the Design-Build Amendment, the method for adjustment in the Design-Builder’s 
compensation, the Owner shall determine the method and the adjustment on the basis of reasonable expenditures and 
savings of those performing the Work attributable to the change, including, in case of an increase, an amount for 
overhead and profit as set forth in the Agreement, or if no such amount is set forth in the Agreement, a reasonable 
amount. In such case, and also under Section 6,3.3.3, the Design-Builder shall keep and present, in such form as the 
Owner may prescribe, an itemized accounting together with appropriate supporting data. Unless otherwise provided 
in the Design-Build Documents, costs for the purposes ofthis Section 6.3.7 shall be limited to the following: 

.Change Order Allowable Pricing: For any change in contract price, the Contractor shall provide, itemize, 
and justify with appropriate supporting data, direct costs attributable to the change. Direct costs 
_attributab le, to the c hange in work shall be limited to the following:___ 

A. Costs of materials, equipment and processes to be incorporated into the work including costs of 

shipping, handling, fabricating, sales tax (8% required in Horry County and 9% within certain 
incorporated parts of the City of Myrtle Beach as of August 1, 2009), or other such costs inherent in 
the provision and delivery of such materials, equipment and processes by the supplier or 
manufacturer. 

B, Costs of direct labor based on actual hourly labor rates multiplied by the actual work hours required to 

accomplish the change in work when such change in work results in additional contract time or labor. 

No Contractor or subcontractor shall ask for direct labor costs, when work required can be 
accomplished with the existing work force, in conjunction with other concurrent work, and during the 
current approved contract time. The hourly labor rate for any additional contract time or laborers shall 
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be actual hourly rates not to exceed thirty dollars ($30) per hour unless documented proof of payment 
of a higher hourly rate for a specific skilled laborer is approved by the District prior to Change Order 
execution, 

C. Costs of fringe benefits for additional direct labor, including social security, unemployment or other 

taxes, health and workers’ compensation insurances, or other benefits required by agreement, custom 
or applicable laws. Such fringe benefit rate shall not exceed twenty-eight percent (28%) and the 
District has the right to request itemized documentation proving the fringe benefit rate used. 

D. Costs of machinery or equipment rented or leased in the short term specifically for completion of the 

additional work to be performed. Such equipment rented/leased shall not customarily be owned by 
the Contractor or any subcontractor affected by the change but shall be necessary to the 
accomplishment of the work required. Copies of invoices for such rental shall be provided to 
document the cost of rental or lease of machinery or equipment. The District shall not pay for use of 
Contractor- or subcontractor-owned equipment or machinery, which costs are included in the 
overhead computation; 

E. Costs of permits or inspection fees directly attributable to the change in work and not included as part of 

the Contractor’s requirements nor attributable to the Contractor’s nonperformance or 
non-conformance to the Contract Agreement. 

F. Other such direct costs directly attributable to the work and approved by the District, 

G. Any additional cost resulting from an amendment to performance and payment bonds but in no event 

more than one percent (1%) after application of overhead and profit provided for elsewhere. The 
Contractor shall be responsible for notifying the Surety of any changes in the contract price, if 
required by the Surety, 

Costs itemized shall not exceed the unit costs as listed in the most current issue of Means Construction Cost 
Data or actual costs justified to the satisfaction of the District. 

Unallowable Costs; Any costs which may be perceived by the Contractor to be indirectly attributable to a 
change in work shall not be included in direct costs but shall be considered part of the overhead and 
profit rate applied to direct costs. Such costs not to be included in direct costs shall be, by way of 
illustration and not limitation; 

A. Labor hours and fringe benefit costs of the worksite superintendent(s) when such costs were included, or 

should have been included, in the original bid submitted or result from the Contractor’s inability to 
meet the approved schedule or required completion date. The Contractor must prove, to the 
satisfaction of the District, such additional costs are directly attributable to any extension of time 
beyond the last approved completion date. An increase in contract price for additional site supervision 
shall be at the Districts’ sole discretion. 

B. Perceived additional costs attributable to the Project Manager or supervision and coordination of 

subcontractors, suppliers or Contractor employees, 

C. Costs related to use, rental, purchase or replacement of equipment generally or customarily necessary to 

accomplish the work but not to be incorporated into the work such as, by way of illustration and not 
limitation, hand tools, generators, cleaning equipment, scaffolding, signage, fencing, vehicles, fuel, 
and so forth. 

D. Transportation or travel costs related to the transporting of hired or contracted supervisors, workers or 

subcontractors to and from the worksite or between worksites or to pick-up and deliver materials, 
equipment and processes to the worksite by the Contractor’s or subcontractor’s own forces including 
_ parking , tolls, fines, meals, per diem, hotel, living expenses, or other such costs.__ ____ 

E. Costs attributable to expediting delivery of materials, equipment or processes including telephone calls, 

facsimile transmissions, copying, employee labor and benefits, and so forth. 

F. Costs attributable to maintaining a local office, home office or corporate office as well as office staffing. 

equipment and consumables, and so forth. 

G. Costs for maintaining on-site facilities, including work trailers, telephones, computers, licenses, 

temporal’/ utilities, and so forth. 

H. Contracted services such as accountants, payroll service providers, attorneys, catering and so forth. 

I. Catering or vending services, portable toilets, dumpsters, and so forth. 

J. Other such indirect costs of doing business or costs normally considered inclusive in overhead. 

Allowable Overhead and Profit Charges: Additional overhead and profit attributable to the change in contract 
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pricing shall not exceed the following: 

A. For work performed by the Contractor’s own forces, a maximum often percent (10%) of the allowable direct 
costs or the unit pricing negotiated at the time of award. 

B. For work performed by a subcontractor’s own forces, a maximum of ten percent (10%) of the allowable direct 
costs. 

C. For work performed by a subcontractor, overhead and profit of a maximum of five percent (5%) is 
allowable by the Contractor for administration of the sub-contract. 

Retainage: The District requires a retainage of three and one-half percent (3.5%) of the total contract price, as may 
be amended by any approved Change Order, to be withheld from the Contractor’s payments throughout the term of 
the Agreement and payable at the time of final payment after a) full completion of all work to be performed and all 
requirements established in the Agreement and acceptance by the District, b) submittal of all closeout documents, 
and c) submittal of an affidavit of payment of debts/claims, if requested by the District, for every subcontractor who 
performed work on the project evidencing they have received final payment of undisputed work and retainage 
withheld, As a condition of the contract, no more than three and one-half percent (3.5%) shall be retained from the 
progress payments of any subcontractor by the Contractor until final completion of that portion of the work. 

Prompt payment of retainage to all subcontractors at final completion of their acceptable work regardless of timing 
during the contract is mandatory. The Contractor shall, at final completion, ensure no amount of the Contractor’s 
retained funds is allocable to the completed and accepted work of any subcontractor nor to materials or equipment 
purchased from any supplier unless such amounts are in dispute and the Contractor has not requested payment for 
such disputed amounts to date. Such amounts in dispute shall be identified on the Contractor’s affidavit of payment 
of debts/claims submitted with final documents. 

§ 6.3.8 The amount of credit to be allowed by the Design-Builder to the Owner for a deletion or change that results 
in a net decrease in the Contract Sum or, if prior to execution of the Design-Build Amendment, in the 
Design-Builder’s compensation, shall be actual net cost. When both additions and credits covering related Work or 
substitutions are involved in a change, the allowance for overhead and profit shall be figured on the basis of net 
increase, if any, with respect to that change. 

§ 6.3.9 Pending final determination of the total cost of a Change Directive to the Owner, the Design-Builder may 
request payment for Work completed under the Change Directive in Applications for Payment. The Owner will 
make an interim determination for purposes of certification for payment for those costs deemed to be reasonably 
justified. The Owner’s interim determination of cost shall adjust the Contract Sum or, if prior to execution of the 
Design-Build Amendment, the Design-Builder’s compensation, on the same basis as a Change Order, subject to the 
right of Design-Builder to disagree and assert a Claim in accordance with Article 14. 

§ 6.3.10 When the Owner and Design-Builder agree with a determination concerning the adjustments in the Contract 
Sum or, if prior to execution of the Design-Build Amendment, the adjustment in the Design-Builder’s compensation 
and Contract Time, or otherwise reach agreement upon the adjustments, such agreement shall be effective 
immediately and the Owner and Design-Builder shall execute a Change Order. Change Orders may be issued for all 
or any part of a. Change Directive. 

ARTICLE 7 OWNER’S RESPONSIBILITIES 
§7.1 Genera! 

§ 7.1.1 The Owner shall designate in writing a representative who shall have express authority to bind the Owner 
with respect to all Project matters requiring the Owner’s approval or authoriz ation. _ 

§ 7.1.2 The Owner shall render decisions in a timely manner and in accordance with the Design-Builder’s schedule 
agreed to by the Owner. The Owner shall furnish to the Design-Builder, within 15 days after receipt of a written 
request, information necessary and relevant for the Design-Builder to give notices of project commencement and 
take other action to protect the integrity and exclusivity of the project payment.bon d(s). 

§ 7.2 Information and Services Required of the Owner 

§ 7.2.1 The Owner shall furnish information or services required of the Owner by the Design-Build Documents with 
reasonable promptness. 
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§ 7.2.2 The Owner shall provide, to the extent under the Owner’s control and if not required by the Design-Build 
Documents to be provided by the Design-Builder, the results and reports of prior tests, inspections or investigations 
conducted for the Project involving structural or mechanical systems; chemical, air and water pollution; hazardous 
materials; or environmental and subsurface conditions and information regarding the presence of pollutants at the 
Project site. Upon receipt of a written request from the Design-Builder, the Owner shall also provide surveys 
describing physical characteristics, legal limitations and utility locations for the site of the Project, and a legal 
description of the site under the Owner’s control, 

§ 7.2.3 The Owner shall promptly obtain easements, zoning variances, and legal authorizations or entitlements 
regarding site utilization where essential to the execution of the Project. 

§ 7.2-4 The Owner shall cooperate with the Design-Builder in securing land development, zoning, and other permits, 
licenses and inspections. 

§ 7.2.5 The services, information, surveys and reports required to be provided by the Owner under this Agreement, 
shall be furnished at the Owner’s expense, and except as otherwise specifically provided in this Agreement or 
elsewhere in the Design-Build Documents or to the extent the Owner advises the Design-Builder to the contrary in 
writing, the Design-Builder shall be entitled to rely upon the accuracy and completeness thereof In no event shall 
the Design-Builder be relieved of its responsibility to exercise proper precautions relating to the safe performance of 
the Work. 

§ 7.2.6 If the Owner observes or otherwise becomes aware of a fault or defect in the Work or non-conformity with 
the Design-Build Documents, the Owner shall give prompt written notice thereofto the Design-Builder. 

§ 7.2.7 Prior to the execution of the Design-Build Amendment, the Design-Builder may request in writing that the 
Owner provide reasonable evidence that the Owner has made financial arrangements to fulfill the Owner’s 
obligations under the Design-Build Documents and the Design-Builder’s Proposal.. 

§ 7.2.8 Except as otherwise provided in the Design-Build Documents or when direct communications have been 
specially authorized, the Owner shall communicate through the Design-Builder with persons or entities employed or 
retained by the Design-Builder. 

§ 7.2.9 Unless required by the Design-Build Documents to be provided by the Design-Builder, the Owner shall, 
upon request from the Design-Builder, furnish the services of geotechnical engineers or other consultants for 
investigation of subsurface, air and water conditions when such services are reasonably necessary to properly carry 
out the design services furnished by the Design-Builder. In such event, the Design-Builder shall specify the services 
required. Such services may include, but are not limited to, test borings, test pits, determinations of soil bearing 
values, percolation tests, evaluations of hazardous materials, ground corrosion and resistivity tests, and necessary 
operations for anticipating subsoil conditions. The services of geotechnical engineer(s) or other consultants shall 
include preparation and submission of all appropriate reports and professional recommendations. 

§ 7.2.10 The Owner shall purchase and maintain insurance as set forth in Exhibit B. 

§ 7.3 Submittals 

§ 7.3.1 The Owner shall review and approve or take other appropriate action on Submittals. Review of Submittals is 

not c onduc te d for t he pu r pose of d e termi ni ng t he acc ura cy and completenes s of oth er d e tails , s uc h as dimens i on s_ 

and quantities; or for substantiating instructions for installation or performance of equipment or systems; or for 
determining that the Submittals are in conformance with the Design-Build Documents, all of which remain the 
responsibility of the Design-Builder as required by the Design-Build Documents. The Owner’s action will be taken 
in accordance with the submittal schedule approved by the Owner or, in the absence of an approved submittal 
schedule, with reasonable promptness while allowing sufficient time in the Owner’s judgment to permit adequate 
review. The Owner’s review of Submittals shall not relieve the Design-Builder of the obligations under 
Sections 3.1.11, 3.1.12, and 5.2.3. The Owner’s review shall not constitute approval of safety precautions or, unless 
otherwise specifically stated by the Owner, of any construction means, methods, techniques, sequences or 
procedures. The Owner’s approval of a specific item shall not indicate approval of an assembly of which the item is 
a component. 
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§ 7.3.2 Upon review of the Submittals required by the Design-Build Documents, the Owner or its designee shall 
notify the Design-Builder of any non-conformance with the Design-Build Documents the Owner discovers. 

§ 7.4 Visits to the site by the Owner shall not be construed to create an obligation on the part of the Owner to make 
on-site inspections to check the quality or quantity of the Work. The Owner shall neither have control over or charge 
of, nor be responsible for, the construction means, methods, techniques, sequences or procedures, or for the safety 
precautions and programs in connection with the Work, because these are solely the Design-Builder’s rights and 
responsibilities under the Design-Build Documents. 

§ 7.5 The Owner shall not be responsible for the Design-Builder’s failure to perform the Work in accordance with 
the requirements of the Design-Build Documents. The Owner shall not have control over or charge of, and will not 
be responsible for acts or omissions of the Design-Builder, Architect, Consultants, Contractors, or their agents or 
employees, or any other persons or entities performing portions of the Work for the Design-Builder. 

§ 7.6 The Owner has the authority to reject Work that does not conform to the Design-Build Documents. The Owner 
shall have authority to require inspection or testing of the Work in accordance with Section 15.5.2, whether or not 
such Work is fabricated, installed or completed. However, neither this authority of the Owner nor a decision made in 
good faith either to exercise or not to exercise such authority shall give rise to a duty or responsibility ofthe Owner 
to the Design-Builder, the Architect, Consultants, Contractors, material and equipment suppliers, their agents or 
employees, or other persons or entities performing portions ofthe Work. 

§ 7.7 The Owner shall determine the date or dates of Substantial Completion in accordance with Section 9.8 and the 
date of final completion in accordance with Section 9.10. 

§ 7.8 Owner’s Right to Stop Work 

If the Design-Builder fails to correct Work which is not in accordance with the requirements of the Design-Build 
Documents as required by Section 11.2 or persistently fails to carry out Work in accordance with the Design-Build 
Documents, the Owner may issue a written order to the Design-Builder to stop the Work, or any portion thereof, 
until the cause for such order has been eliminated; however, the right ofthe Owner to stop the Work shall not give 
rise to a duty on the part of the Owner to exercise this right for the benefit of the Design-Builder or any other person 
or entity, except to the extent required by Section 5.13.1.3. 

§ 7.9 Owner’s Right to Carry Out the Work 

If the Design-Builder defaults or neglects to carry out the Work in accordance with the Design-Build Documents 
and fails within a ten-day period after receipt of written notice from the Owner to commence and continue 
correction of such default or neglect with diligence and promptness, the Owner may, without prejudice to other 
remedies the Owner may have, correct such deficiencies. In such case, an appropriate Change Order shall be issued 
deducting from payments then or thereafter due the Design-Builder the reasonable cost of correcting such 
deficiencies. If payments then or thereafter due the Design-Builder are not sufficient to cover such amounts, the 
Design-Builder shall pay the difference to the Owner. For Work on the critical path to beneficial occupancy of the 
Project (or defined component thereof) the ten-day period referenced herein is reduced to five (5) days during the 
60 days prior to substantial completion as shown on the last schedule properly submitted under § 3.1.9. 

ARTICLE 8 TIME 
§ 8.1 Progress and Completion 

_ §8.1.1 Time l imits stated i n the Design-Build Doc uments are of th e e sse nce o f the Cont ract. By ex ec uting the _ 

Design-Build Amendment the Design-Builder confirms that the Contract Time is a reasonable period for performing 
the Work. 

§ 8.1.2 The Design-Builder shall not, except by agreement of the Owner in writing, commence the Work prior to the 
effective date of insurance, other than property insurance, required by this Contract, The Contract Time shall not be 
adjusted as a result of the Design-Builder’s failure to obtain insurance required under this Contract. 

§ 8.1.3 The Design-Builder shall proceed expeditiously with adequate forces and shall achieve Substantial 
Completion within the Contract Time. 

| § 8.1.4 LIQUIDATED DAMAGES FOR LATE SUBSTANTIAL AND FINAL COMPLETION OF THE WORK. 
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The Owner and the Contractor agree that time is of the essence and that the Owner will suffer significant damage, 
hardship, and loss if the Work is not substantially completed within the Contract Time. Damages the Owner will 
incur as a result of breach of contract by failure to achieve substantial completion are: use of relocatable classrooms; 
use of alternate sites for the educational program; disruption of class locations; disruption of athletic program; 
disruption of public service activities planned for the project; loss of rental of the project; security risks due to 
comingling of project workers with additional persons on and near the site; additional safety risks of equipment, 
vehicles, and unfinished work on the campus during the academic term; general disruption of the teaching and 
learning process due to project activities during the academic term; moving equipment duringthe academic term 
when students and full staff are present; harm to the Owner’s reputation and established goodwill among the 
community, parents, students, and staff due to late delivery of the project; loss of student morale and academic 
performance due to the ongoing Work during the academic term; harm to the Owner’s public relations; disruption 
and inefficiency ofthe management of all the Owner’s facilities and other current construction projects. The 
measurement of such damages is difficult. Accordingly, such damages are converted to Liquidated Damages as 
follows; for each day the Work is not Substantially Complete beyond the Contract Time allowed for Substantial 
Completion, liquidated damages of $ 1000 will be due from the Design-Builder to the Owner; for each day the 
Work is not Finally Complete beyond the Contract Time allowed for Final Completion, liquidated damages of $500 
will be due from the Design-Builder to the Owner, 

§ 8.2 Delays and Extensions of Time 

§ 8.2.1 If the Design-Builder is delayed at any time in the commencement or progress of the Work by an act or 
neglect of the Owner or of a consultant or separate contractor employed by the Owner; or by changes ordered in the 
Work by the Owner; or by labor disputes, fire, unusual delay in deliveries, unavoidable casualties or other causes 
beyond the Design-Builder’s control; or delay in purchase of any project property or owner provided surveying and 
testing of such property); or by an act of god, tornado, fire, hurricane, blizzard, earthquake, typhoon, or flood that 
damages completed work, stored material, or impedes progress of the work; by delay authorized by the Owner 
pending mediation and binding dispute resolution or by other causes that the Owner determines may justify delay, 
then the Contract Time shall be extended by Change Order for such reasonable time as the Owner may determine. 

§ 8.2.2 Claims relating to time shall be made in accordance with applicable provisions of Article 14. 

(Paragraph deleted) 

§ 8.2.3 Weather Delays: When adverse weather conditions are the basis for a request for additional time, such 
request shall be documented by data substantiating the weather conditions. . Such time extension request shall be in 
writing and submitted to the District with its Application for Payment, The approved extension of time shall be 
incorporated in the next Change Order, 

§ 8.2.4 Anticipated Weather Delays: A total of two (2) days per calendar month (non-cumulative) shall be 
anticipated by the Contractor as "adverse weather," and such time shall not be considered justification for an 
extension of time. If adverse weather days beyond the two (2) days anticipated are substantiated by written 
(NOAA) data indicating precipitation greater than .10" occurred that day an extension of time will be allowed to the 
extent of one (1) full day of extended time for each full working day of adverse weather conditions .. If the 
precipitation over .10" is so great that it causes subsequent work days to be lost those days may also be requested as 
a time extension and will be granted day for day basis for days lost in construction operations . A request for 
adverse weather extension shall not be allowed after the date established for substantial completion. 


ARTICLE 9 PAYMENT APPLICATIONS AND PROJECT COMPLETION 
§ 9.1 Contract Sum 

The Contract Sum is .stated in the Design-Build Amendment. 

§ 9.2 Schedule of Values 

Where the Contract Sum is based on a stipulated sum or Guaranteed Maximum Price, the Design-Builder, prior to 
the first Application for Payment after execution ofthe Design-Build Amendment shall submit to the Owner a 
schedule of values allocating the entire Contract Sum to the various portions of the Work and prepared in such form 
and supported by such data to substantiate its accuracy as the Owner may require. This schedule, unless objected to 
by the Owner, shall be used as a basis for reviewing the Design-Builder’s Applications for Payment. 


AIA Document A141™- 2014, Copyright ©2004 and 2014 by The American Institute of Architects. All rights reserved. WARNING: This AIA® Document is 
protected by U.S. Copyright Law and International Treaties, Unauthorized reproduction or distribution of tills AIA® Document, or any portion of it, 
may result in severe civil and criminal penalties, and will be prosecuted to the maximum extent possible under the law. This document was produced by 
AIA software at 12:02:17 on 11/22/2015 under Order No.0239586208_1 which expires on 07/14/2016, and is not for resale. 

User Notes: (1970631282) 


PAPR - 001106 






§ 9.3 Applications for Payment 

§ 9.3.1 At least TWENTY ONE days before the date established for each progress payment, the Design-Builder 
shall submit to the Owner an itemized Application for Payment for completed portions of the Work, The application 
shall be notarized, if required, and supported by data substantiating the Design-Builder’s right to payment as the 
Owner may require, such as copies of requisitions from the Architect, Consultants, Contractors, and material 
suppliers, and shall reflect retainage if provided for in the Design-Build Documents. 

§ 9.3.1.1 As provided in Section 6.3.9, Applications for Payment may include requests for payment on account of 
changes in the Work that have been properly authorized by Change Directives, or by interim determinations of the 
Owner, but not yet included in Change Orders. 

§ 9.3.1.2 Applications for Payment shall not include requests for payment for portions of the Work for which the 
Design-Builder does not intend to pay the Architect, Consultant, Contractor, material supplier, or other persons or 
entities providing services or work for the Design-Builder, unless such Work has been performed by others whom 
the Design-Builder intends to pay. 

§ 9.3.2 Unless otherwise provided in the Design-Build Documents, payments shall be made for services provided as 
well as materials and equipment delivered and suitably stored at the site for subsequent incorporation in the Work. If 
approved in advance by the Owner, payment may similarly be made for materials and equipment suitably stored off 
the site at a location agreed upon in writing. Payment for materials and equipment stored on or off the site shall be 
conditioned upon compliance by the Design-Builder with procedures satisfactory to the Owner to establish the 
Owner’s title to such materials and equipment or otherwise protect the Owner’s interest, and shall include the costs 
of applicable insurance, storage and transportation to the site for such materials and equipment stored off the site. 

§ 9.3.3 The Design-Builder warrants that title to all Work, other than Instruments of Service, covered by an 
Application for Payment will pass to the Owner no later than the time of payment. The Design-Builder further 
warrants that, upon submittal of an Application for Payment, all Work for which Certificates for Payment have been 
previously issued and payments received from the Owner shall, to the best of the Design-Builder’s knowledge, 
information and belief, be free and clear of liens, claims, security interests or encumbrances in favor of the 
Design-Builder, Architect, Consultants, Contractors, material suppliers, or other persons or entities entitled to make 
a claim by reason of having provided labor, materials and equipment relating to the Work. 

§ 9.4 Certificates for Payment 

SEE § A. 1.5.1.3 FOR SCHEDULE. In accordance with the schedule set forth in § A. 1.5.1.3, the Owner issue to the 
Design-Builder a Certificate for Payment indicating the amount the Owner determines is properly due, and notify 
the Design-Builder in writing of the Owner’s reasons for withholding certification in whole or in part as provided in 
Section 9.5.1. 

§ 9.5 Decisions to Withhold Certification 

§ 9.5.1 The Owner may withhold a Certificate for Payment in whole or in part to the extent reasonably necessary to 
protect the Owner due to the Owner’s determination that the Work has not progressed to the point indicated in the 
Design-Builder’s Application for Payment, or the quality of the Work is not in accordance with the Design-Build 
Documents. If the Owner is unable to certify payment in the amount of the Application, the Owner will notify the 
Design-Builder as provided in Section 9.4. If the Design-Builder and Owner cannot agree on a revised amount, the 
Owner will promptly issue a Certificate.for Payment for the amount that the Owner deems to be due and owing. The 

Owner may also withhold a Certificate for Payment or, because of subsequently discovere d e viden c e, may nullify _ 

the whole or a part of a Certificate for Payment previously issued to such extent as may be necessary to protect the 
Owner from loss for which the Design-Builder is responsible because of 

.1 defective Work, including design and construction, not remedied; 

.2 third party claims filed or reasonable evidence indicating probable filing of such claims unless 
security acceptable to the Owner is provided by the Design-Builder; 

.3 failure of the Design-Builder to make payments properly to the Architect, Consultants, Contractors or 
others, for services, labor, materials or equipment; 

.4 reasonable evidence that the Work cannot be completed for the unpaid balance of the Contract Sum; 

.5 damage to the Owner or a separate contractor; 
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.6 reasonable evidence that the Work will not be completed within the Contract Time, and that the 

unpaid balance would not be adequate to cover actual or liquidated damages for the anticipated delay; 
or 

.7 repeated or substantial failure to carry out the Work in accordance with the Design-Build Documents. 

§ 9.5.2 When the above reasons for withholding certification are removed, certification will be made for amounts 
previously withheld. 

§ 9.5.3 If the Owner withholds certification for payment under Section 9.5.1.3, the Owner may, at its sole option, 
issue joint checks to the Design-Builder and to the Architect or any Consultants, Contractor, material or equipment 
suppliers, or other persons or entities providing services or work for the Design-Builder to whom the Design-Builder 
failed to make payment for Work properly performed or material or equipment suitably delivered. 

§ 9.6 Progress Payments 

§ 9.6.1 After the Owner has issued a Certificate for Payment, the Owner shall make payment in the manner and 
within the time provided in the Design-Build Documents. 

§ 9.6.2 The Design-Builder shall pay each Architect, Consultant, Contractor, and other person or entity providing 
services or work for the Design-Builder no later than the time period required by applicable law, but in no event 
more than seven days after receipt of payment from the Owner the amount to which the Architect, Consultant, 
Contractor, and other person or entity providing services or work for the Design-Builder is entitled, reflecting 
percentages actually retained from payments to the Design-Builder on account of the portion of the Work performed 
by the Architect, Consultant, Contractor, or other person or entity. The Design-Builder shall, by appropriate 
agreement with each Architect, Consultant, Contractor, and other person or entity providing services or work for the 
Design-Builder, require each Architect, Consultant, Contractor, and other person or entity providing services or 
work for the Design-Builder to make payments to subconsultants and subcontractors in a similar manner. 

§ 9.6.3 The Owner will, on request and if practicable, furnish to the Architect, a Consultant, Contractor, or other 
person or entity providing services or work for the Design-Builder, information regarding percentages of completion 
or amounts applied for by the Design-Builder and action taken thereon by the Owner on account of portions of the 
Work done by such Architect, Consultant, Contractor or other person or entity providing services or work for the 
Design-Builder. 

§ 9.6.4 The Owner has the right to request written evidence from the Design-Builder that the Design-Builder has 
properly paid the Architect, Consultants, Contractors, or other person or entity providing services or work for the 
Design-Builder, amounts paid by the Owner to the Design-Builder for the Work. Owner shall have the right to 
contact the Architect, Consultants, and Contractors to ascertain whether they have been properly paid. The Owner 
shall have no obligation to pay or to see to the payment of money to a Consultant or Contractor. 

§ 9.6.5 Design-Builder payments to material and equipment suppliers shall be treated in a manner similar to that 
provided in Sections 9.6.2, 9.6.3 and 9.6.4. 

§9,6.6 A Certificate for Payment, a progress payment, or partial or entire use or occupancy of the Project by the 
Owner shall not constitute acceptance of Work not in accordance with the Design-Build Documents. 


| (Paragraph deleted) 

§ 9.7 Failure of Payment 

If the Owner does not issue a Certificate for Payment, through no fault of the Design-Builder, within the time 
required by the Design-Build Documents, then the Design-Builder may, upon seven additional days’ written notice 
to the Owner, stop the Work until payment of the amount owing has been received. The Contract Time shall be 
extended appropriately and the Contract Sum shall be increased by the amount of the Design-Builder’s reasonable 
costs of shut-down, delay and.start-up, plus interest as provided for in the Design-Build Documents. 

§ 9.8 Substantial Completion 

§ 9.8,1 Substantial Completion is the stage in the progress of the Work when the Work or designated portion thereof 
is sufficiently complete in accordance with the Design-Build Documents so that the Owner can occupy or utilize the 
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Work for its intended use. The date of Substantial Completion is the date certified by the Owner in accordance with 
this Section 9.8. 

§ 9.8.2 When the Design-Builder considers that the Work, or a portion thereof which the Owner agrees to accept 
separately, is substantially complete, the Design-Builder shall submit to the Owner an occupancy permit issued by 
the South Carolina Office of School Facilities and a comprehensive list of items to be completed or corrected prior 
to final payment. Failure to include an item on such list does not alter the responsibility of the Design-Builder to 
complete all Work in accordance with the Design-Build Documents. 

§ 9.8.3 Upon receipt of the Design-Builder’s list, the Owner shall review the Work.. If the Owner’s review discloses 
any item, whether or not included on the Design-Builder’s list, which is not sufficiently complete in accordance with 
the Design-Build Documents so that the Owner can occupy or utilize the Work or designated portion thereof for its 
intended use, the Design-Builder shall, before issuance of the Certificate of Substantial Completion, complete or 
correct such item upon notification by the Owner. In such case, the Design-Builder shall then submit a request for' 
another review of the Work by the Owner. 

§ 9.8.4 Prior to issuance of the Certificate of Substantial Completion under Section 9.8.5, the Owner and 
Design-Builder shall discuss and then determine the parties’ obligations to obtain and maintain property insurance 
following issuance of the Certificate of Substantial Completion. 

§ 9.8.5 When the Work or designated portion thereof is substantially complete, the Design-Builder will obtain for 
the Owner an occupancy permit issued by the South Carolina Office of School Facilities and a Certificate of 
Substantial Completion that shall, upon the Owner’s signature, establish the date of Substantial Completion; 
establish responsibilities of the Owner and Design-Builder for security, maintenance, heat, utilities, damage to the 
Work and insurance; and fix the time within which the Design-Builder shall finish all items on the list 
accompanying the Certificate. Warranties required by the Design-Build Documents shall commence on the date of 
Substantial Completion ofthe Work or designated portion thereof unless otherwise provided in the Certificate of 
Substantial Completion. 

§ 9.8.6 The Certificate of Substantial Completion shall be submitted by the Design-Builder to the Owner for written 
acceptance of responsibilities assigned to it in the Certificate. Upon the Owner’s acceptance, and consent of surety, 
if any, the Owner shall make payment of retainage applying to the Work or designated portion thereof. Payment 
shall be adjusted for Work that is incomplete or not in accordance with the requirements of the Design-Build 
Documents. 

§ 9.9 Partial Occupancy or Use 

§ 9.9.1 The Owner may occupy or use any completed or partially completed portion ofthe Work at any stage when 
such portion is designated by separate agreement with the Design-Builder, provided such occupancy or use is 
consented to, by endorsement or otherwise, by the insurer providing property insurance and authorized by public 
authorities having jurisdiction over the Project. Such partial occupancy or use may commence whether or not the 
portion is substantially complete, provided the Owner and Design-Builder have accepted in writing the 
responsibilities assigned to each of them for payments, retainage, if any, security, maintenance, heat, utilities, 
damage to the Work and insurance, and have agreed in writing concerning the period for correction ofthe Work and 
commencement of warranties required by the Design-Build Documents. When the Design-Builder considers a 
portion substantially complete, the Design-Builder shall prepare and submit a list to the Owner as provided under 

Section 9,8.2, Consent ofthe Design-Builder to partial occupancy or use shafinotbe unreas onably withheld. The _ 

stage ofthe progress of the Work shall be determined by written agreement between the Owner and Design-Builder. 

§ 9.9.2 Immediately prior to such partial occupancy or use, the Owner and Design-Builder shall jointly review the 
area to be occupied or portion of the Work to be used in order to determine and record the condition ofthe Work. 

§ 9.9.3 Unless otherwise agreed upon, partial occupancy or use of a portion or portions ofthe Work shall not 
constitute acceptance of Work not complying with the requirements ofthe Design-Build Documents. 

§ 9.10 Final Completion and Final Payment 

§ 9.10.1 Upon receipt ofthe Design-Builder’s written notice that the Work is ready for final inspection and 
acceptance and.upon receipt of a final Application for Payment, the Owner will promptly make such inspection. 
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When the Owner finds the Work acceptable under the Design-Build Documents and the Contract folly performed, 
the Owner will, subject to Section 9.10.2, promptly issue a final Certificate for Payment. 

§ 9.10.2 Neither final payment nor any remaining retained percentage shall become due until the Design-Builder 
submits to the Owner (1) an affidavit that payrolls, bills for materials and equipment, and other indebtedness 
connected with the Work, for which the Owner or the Owner’s property might be responsible or encumbered, (less 
amounts withheld by Owner) have been paid or otherwise satisfied, (2) a certificate evidencing that insurance 
required by the Design-Build Documents to remain in force after final payment is currently in effect, (3) a written 
statement that the Design-Builder knows of no substantial reason that the insurance will not be renewable to cover 
the period required by the Design-Build Documents, (4) consent of surety, if any, to final payment, (5) 
as-constructed record copy of the Construction Documents marked to indicate field changes and selections made 
during construction, (6) manufacturer’s warranties, product data, and maintenance and operations manuals, and (7) 
if required by the Owner, other data establishing payment or satisfaction of obligations, such as receipts, or releases 
and waivers of liens, claims, security interests, or encumbrances, arising out of the Contract, to the extent and in 
such form as may be designated by the Owner. If an Architect, a Consultant, or a Contractor, or other person or 
entity providing services or work for the Design-Builder, refuses to furnish a release or waiver required by the 
Owner, the Design-Builder may furnish a bond satisfactory to the Owner to indemnify the Owner against such liens, 
claims, security interests, or encumbrances. If such liens, claims, security interests, or encumbrances remains 
unsatisfied after payments are made, the Design-Builder shall refund to the Owner all money that the Owner may be 
compelled to pay in discharging such liens, claims, security interests, or encumbrances, including all costs and 
reasonable attorneys’fees. 

§ 9.10.3 If, after Substantial Completion of the Work, final completion thereof is materially delayed through no fault 
of the Design-Builder or by issuance of Change Orders affecting final completion, the Owner shall, upon application 
by the Design-Builder, and without terminating the Contract, make payment of the balance due for that portion of 
the Work folly completed and accepted. If the remaining balance for Work not folly completed or corrected is less 
than retainage stipulated in the Design-Build Documents, and if bonds have been furnished, the written consent of 
surety to payment of the balance due for that portion of the Work folly completed and accepted shall be submitted 
by the Design-Builder to the Owner prior to issuance of payment. Such payment shall be made under terms and 
conditions governing final payment, except that it shall not constitute a waiver of claims. 

§ 9.10.4 The making of final payment shall constitute a waiver of Claims by the Owner except those arising from 
.1 liens, Claims, security interests or encumbrances arising out of the Contract and unsettled; 

.2 failure of the Work to comply with the requirements of the Design-Build Documents; 

.3 terms of special warranties required by the Design-Build Documents; 

.4 .. post-occupancy services to be provided by or through the Design-Builder. 

§ 9.10.5 Acceptance of final payment by the Design-Builder shall constitute a waiver of claims by the 
Design-Builder, except those previously made in writing and identified by the Design-Builder as unsettled at the time 
of final Application for Payment. 

ARTICLE 10 PROTECTION OF PERSONS AND PROPERTY 
§ 10.1 Safety Precautions and Programs 

The Design-Builder shall be responsible for initiating, maintaining and supervising all safety precautions and 
programs in connection with the performance of the Contract. 


§ 10.2 Safety of Persons and Property 

§ 10.2.1 The Design-Builder shall be responsible for precautions for the safety of, and reasonable protection to 
prevent damage, injury or loss to 

.1 employees on the Work and other persons who may be affected thereby; 

.2 the Work and materials and equipment to be incorporated therein, whether in storage on or off the 
site, under care, custody or control of the Design-Builder or the Architect, Consultants, or 
Contractors, or other person or entity providing services or work for the Design-Builder; and 

.3 other property at the site or adjacent thereto, such as trees, shrubs, lawns, walks, pavements, 

roadways, or structures and utilities not designated for removal, relocation or replacement in the 
course of construction. 
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§ 10.2.2 The Design-Builder shall comply with, and give notices required by, applicable laws, statutes, ordinances, 
codes, rules and regulations, and lawful orders of public authorities, bearing on safety of persons or property, or 
their protection from damage, injury or loss. 

§ 10.2.3 The Design-Builder shall implement, erect, and maintain, as required by existing conditions and 
performance of the Contract, reasonable safeguards for safety and protection, including posting danger signs and 
other warnings against hazards, promulgating safety regulations, and notify owners and users of adjacent sites and 
utilities of the safeguards-and protections. 

§ 10.2.4 When use or storage of explosives or other hazardous materials or equipment, or unusual methods, are 
necessary for execution of the Work, the Design-Builder shall exercise utmost care, and cany on such activities 
under supervision of properly qualified personnel. 

§ 10.2.5 The Design-Builder shall promptly remedy damage and loss (other than damage or loss insured under 
property insurance required by the Design-Build Documents) to property referred to in Sections 10,2.1.2 and 
10.2.1.3, caused in whole or in part by the Design-Builder, the Architect, a Consultant, a Contractor, or anyone 
directly or indirectly employed by any of them, or by anyone for whose acts they may be liable and for which the 
Design-Builder is responsible under Sections 10.2.1.2 and 10.2.1.3; except damage or loss attributable to acts or 
omissions of the Owner, or anyone directly or indirectly employed by the Owner, or by anyone for whose acts the 
Owner may be liable, and not attributable to the fault or negligence of the Design-Builder. The foregoing obligations 
of the Design-Builder are in addition to the Design-Builder’s obligations under Section 3.1.14. 

§ 10.2.6 The Design-Builder shall designate a responsible member of the Design-Builder’s organization, at the site, 
whose duty shall be the prevention of accidents. This person shall be the Design-Builder’s superintendent unless 
otherwise designated by the Design-Builder in writing to the Owner. 

§ 10.2.7 The Design-Builder shall not permit any paid of the construction or site to be loaded so as to cause damage 
or create an unsafe condition. 

§ 10.2.8 Injury or Damage to Person or Property. If the Owner or Design-Builder suffers injury or damage to 
person or property' because of an act or omission of the other, or of others for whose acts such party is legally 
responsible, written notice of the injury or damage, whether or not insured, shall be given to the other party within a 
reasonable time not exceeding 21 days after discovery. The notice shall provide sufficient detail to enable the other 
party to investigate the matter. 

§ 10-3 Hazardous Materials 

§ 10.3.1 The Design-Builder is responsible for compliance with any requirements included in the Design-Build 
Documents regarding hazardous materials. If the Design-Builder encounters a hazardous material or substance not 
addressed in the Design-Build Documents and if reasonable precautions will be inadequate to prevent foreseeable 
bodily injury or death to persons resulting from a material or substance, including but not limited to asbestos or 
polychlorinated biphenyl (PCB), encountered on the site by the Design-Builder, the Design r Builder shall, upon 
recognizing the condition, immediately stop Work in the affected area and report the condition to the Owner in 
writing. , 

§ 10.3.2 Upon receipt of the Design-Builder’s written notice, the Owner shall obtain the services of a licensed 
laboratory to verify the presence or absence of the material or substance reported by the Design-Builder and, in the 
event such material or substance is found to be present, to cause it to be rendered harmless. Unless otherwise 
required by the Design-Build Documents, the Owner shall furnish in writing to the Design-Builder the names and 
qualifications of persons or entities who are to perform tests verifying the presence or absence of such material or 
substance or who are to perform the task of removal or safe containment of such material or substance. The 
Design-Builder will promptly reply to the Owner in writing stating whether or not the Design-Builder has 
reasonable objection to the persons or entities proposed by the Owner. If the Design-Builder has an objection to a 
person or entity proposed by the Owner, the Owner shall propose another to whom the Design-Builder has no 
reasonable objection. When the material or substance has been rendered harmless, Work in the affected area shall 
resume upon written agreement of the Owner and Design-Builder. By Change Order, the Contract Time shall be 
extended appropriately and the Contract Sum shall be increased in the amount of the Design-Builder’s reasonable 
additional costs of shut-down, delay and start-up. 
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§ 10;3.3 To the fullest extent permitted by law, the Owner shall indemnify and hold harmless the Design-Builder, 
the Architect, Consultants, and Contractors, and employees of any of them, from and against claims, damages, 
losses and expenses, including but not limited to attorneys’ fees, arising out of or resulting from performance of the 
Work in the affected area, if in fact the material or substance presents the risk of bodily injury or death as described 
in Section 10.3.1 and has not been rendered harmless, provided that such claim, damage, loss or expense is 
attributable to bodily injury, sickness, disease or death, or to injury to, or destruction of, tangible property (other 
than the Work itself), except to the extent that such damage, loss or expense is due to the fault or negligence of the 
party seeking indemnity. 

§ 10.3.4 The Owner shall not be responsible under this Section 10.3 for materials or substances the Design-Builder 
brings to the site unless such materials or substances are required by the Owner’s Criteria. The Owner shall be 
responsible for materials or substances required by the Owner’s Criteria, except to the extent of the Design-Builder’s 
fault or negligence in the use and handling of such materials or substances. 

§ 10.3.5 The Design-Builder shall indemnify the Owner for the cost and expense the Owner incurs (1) for 
remediation of a material or substance the Design-Builder brings to the site and negligently handles, or (2) where the 
Design-Builder fails to perform its obligations under Section 10.3.1, except to the extent that the cost and expense 
are due to the Owner’s fault or negligence. 

§ 10,3.6 If, without negligence on the part of the Design-Builder, the Design-Builder is held liable by a government 
agency for the cost of remediation of a hazardous material or substance solely by reason of performing Work as 
required by the Design-Build Documents, the Owner shall indemnify the Design-Builder for all cost and expense 
thereby incurred. 

§ 10.4 Emergencies 

In an emergency affecting safety of persons or property, the Design-Builder shall act, at the Design-Builder’s 
discretion, to prevent threatened damage, injury or loss. 

ARTICLE 11 UNCOVERING AND CORRECTION OF WORK . 

§ 11.1 Uncovering of Work 

The Owner may request to examine a portion of the Work that the Design-Builder has covered to determine if the 
Work has been performed in accordance with the Design-Build Documents. If such Work is in accordance with the 
Design-Build Documents, the Owner and Design-Builder shall execute a Change Order to adjust the Contract Time 
and Contract Sum, as appropriate. If such Work is not in accordance with the Design-Build Documents, the costs of 
uncovering and correcting the Work shall be at the Design-Builder’s expense and the Design-Builder shall not be 
entitled to a change in the Contract Time unless the condition was caused by the Owner or a separate contractor in 
which event the,Owner shall be responsible for payment of such costs and the Contract Time will be adjusted as 
appropriate. 

§ 11.2 Correction of Work 

§ 11.2.1 Before or After Substantial Completion. The Design-Builder shall promptly correct Work either rejected 
by the Owner or failing to conform to the requirements of the Design-Build Documents, whether discovered before 
or after Substantial Completion and whether or not fabricated, installed or completed. Costs of correcting such 
rejected or nonconforming Work, including additional testing and inspections, the cost of uncovering and 

replacement , and compensation for any design consu ltant employed b y the Owner whose expenses and _ 

compensation were made necessary thereby, shall be at the Design-Builder’s expense. 

§ 11.2.2 After Substantial Completion 

§ 11.2.2.1 In addition to the Design-Builder’s obligations under Section 3.1.12, if, within the three-year duration of 
the Design-Builder’s post-occupancy obligations,, any of the Work is found not to be in accordance with the 
requirements of the Design-Build Documents, the Design-Builder shall correct it promptly after receipt of written 
notice from the Owner to do so unless the Owner has previously given the Design-Builder a written acceptance of 
such condition. The Owner shall give such notice promptly after discovery of the condition. During this period for 
correction of the Work, if the Owner fails to notify the Design-Builder and give the Design-Builder an opportunity 
to make the correction, the Owner waives the rights to require correction by the Design-Builder and to make a claim 
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for breach of warranty. If the Design-Builder fails to correct nonconforming Work within a reasonable time during 
that period after receipt of notice from the Owner, the Owner may correct it in accordance with Section 7.9. 

§ 11.2.2.2 This year period for correction of Work shall be extended with respect to portions of Work first 
performed after Substantial Completion by the period of time between Substantial Completion and the actual 
completion of that portion of the Work. 

§ 11.2.2.3 This period for correction of Work shall not be extended by corrective Work performed by the 
Design-Builder pursuant to this Section 11.2. 

§ 11.2.3 The Design-Builder shall remove from the site portions of the Work that are not in accordance with the 
requirements of the Design-Build Documents and are neither corrected by the Design-Builder nor accepted by the 
Owner. 

§ 11.2.4 The Design-Builder shall bear the cost of correcting destroyed or damaged construction of the Owner or 
separate contractors, whether completed or partially completed, caused by the Design-Builder’s correction or 
removal of Work that is not in accordance with the requirements of the Design-Build Documents. 

§ 11.2.5 Nothing contained in this Section 11.2 shall be construed to establish a period of limitation with respect to 
other obligations the Design-Builder has under the Design-Build Documents. Establishment of the two-year period 
for correction of Work as described in Section 11.2,2 relates only to the specific obligation of the Design-Builder to 
correct the Work, and has no relationship to the time within which the obligation to comply with the Design-Build 
Documents may be sought to be enforced, nor to the time within which proceedings may be commenced to establish 
the Design-Builder’s liability with respect to the Design-Builder’s obligations other than specifically to correct the 
Work. 

§ 11.3 Acceptance of Nonconforming Work 

If the Owner prefers to accept Work that is not in accordance with the requirements of the Design-Build Documents, 
the Owner may do so instead of requiring its removal and correction, in which case the Contract Sum will be 
reduced as appropriate and equitable. Such adjustment shall be effected whether or not final payment has been 
made. Acceptance of Nonconforming Work may only be evidenced by written agreement specifying the 
nonconformity and the Owner’s informed consent to accept it, Nonconforming Work shall not become accepted 
Work by inaction or implication. 

ARTICLE 12 COPYRIGHTS AND LICENSES 

§ 12.1 Drawings, specifications, and other documents furnished by the Design-Builder, including those in electronic 
form, are Instruments of Service. The Design-Builder, and the Architect, Consultants, Contractors, and any other 
person or entity providing services or work for any ofthem, shall be deemed the authors and owners oftheir 
respective Instruments of Service, including the Drawings and Specifications, and shall retain all common law, 
statutory and other reserved rights, including copyrights. Submission or distribution of Instruments of Service to 
meet official regulatory requirements, or for similar purposes in connection with the Project, is not to be construed 
as publication in derogation of the reserved rights of the Design-Builder and the Architect, Consultants, and 
Contractors, and any other person or entity providing services or work for any of them. 

§ 12.2 The Design-Builder and the Owner warrant that in transmitting Instruments of Service, or any other 
inf or m ation, the transmitting party is the copyright owner of such informa ti on or has permission from the co pyrigh t 
owner to transmit such information for its use on the Project. 

§ 12.3 Upon execution of the Agreement, the Design-Builder grants to the Owner a limited, irrevocable and 
non-exclusive license to use the Instruments of Service for purposes of constructing, using, maintaining, altering and 
adding to the Project. . The license granted under this section permits the Owner to authorize its consultants and 
separate contractors to reproduce applicable portions of the Instruments of Service for use in performing services or 
construction for the Project. 

1.2.3.1 PROTOTYPE. The Owner shall have the right to use the Instruments of Service as a 
"prototype" design under South Carolina Board of Architectural Examiners regulations and policies. Any 
architect receiving the original plans from the Owner must first acknowledge and accept full responsibility 
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for the adequacy of the design for its new project, as well as absolve the original Architect of any , 
responsibility of any kind as relates to the original design. Should the Owner provide the Documents 
and/or Specifications to the Architect(s) for other Projects, then the original Architect, if not retained for 
the other project(s), shall be relieved of any liabilities arising out of the other Project(s) and the Owner will 
indemnify and hold harmless the original Architect from any Claims arising out of such other Project(s), 

§ 12.3.1 The Design-Builder shall obtain non-exclusive licenses from the Architect, Consultants, and Contractors, 
that will allow the Design-Builder to satisfy its obligations to the Owner under this Article 12. The Design-Builder’s 
licenses from the Architect and its Consultants and Contractors shall also allow the Owner, in the event this 
Agreement is terminated for any reason to obtain a limited, irrevocable and non-exclusive license for purposes of 
constructing, using, maintaining, altering and adding to the Project, subject to South Carolina regulations and 
policies concerning successor design professionals... 

§ 12.3.2 In the event the Owner alters the Instruments of Service without the author’s written authorization or uses 
the Instruments of Service without retaining the authors of the Instruments of Service, the Owner releases the 
Design-Builder, Architect, Consultants, Contractors and any other person or entity providing services or work for 
any of them, from all claims and causes of action arising from or related to such uses. The terms of this Section 
12.3.2 shall not apply if the Owner rightfully terminates this Agreement for cause under Sections 13.1.4 or 13.2.2. 

ARTICLE 13 TERMINATION OR SUSPENSION 

§ 13.1 Termination or Suspension Prior to Execution of the Design-Build Amendment 

§ 13.1.1 If the Owner fails to make payments to the Design-Builder for Work prior to execution of the Design-Build 
Amendment in accordance with this Agreement, such failure shall be considered substantial nonperformance and 
cause for termination or, at the Design-Builder’s option, cause for suspension of performance of services under this 
Agreement. If the Design-Builder elects to suspend the Work, the Design-Builder shall give seven days’ written 
notice to the Owner before suspending the Work. In the event of a suspension of the Work, the Design-Builder shall 
have no liability to the Owner for delay or damage caused by the suspension of the Work. Before resuming the 
Work, the Design-Builder shall be paid all sums due prior to suspension and any expenses incurred in the 
interruption and resumption of the Design-Builder’s Work. The Design-Builder’s compensation for, and time to 
complete, the remaining Work shall be equitably adjusted. 

§ 13.1.2 If the Owner suspends the Project, the Design-Builder shall be compensated for the Work performed prior 
to notice of such suspension. When the Project is resumed, the Design-Builder shall be compensated for expenses 
incurred in the interruption and resumption of the Design-Builder’s Work. The Design-Builder’s compensation for, 
and time to complete, the remaining Work shall be equitably adjusted. 

§ 13.1.3 If the Owner suspends the Project for more than 90 cumulative days for reasons other than the fault of the 
Design-Builder, the Design-Builds' may terminate this Agreement by giving not less than seven days’ written 
notice. 

§ 13.1.4 Either party may terminate this Agreement upon not less than seven days’ written notice should the other 
party fail substantially to perform in accordance with the terms of this Agreement through no fault of the party 
initiating the termination. 

§ 13.1.5 The Owner may terminate this Agreement upon not less than seven days’ written notice to the 

Design-Builder for the Owner’s convenience and without cause. __ 

§ 13.1.6 In the event oftermination not the fault of the Design-Builder, the Design-Builder shall be compensated for 
Work performed prior to termination and any other expenses directly attributable to termination for which the 
Design-Builder is not otherwise compensated. In no event shall the Design-Builder’s compensation under this 
Section 13.1.6 be greater than the compensation set forth in Section 2.1. 

§ 13.2 Termination or Suspension Following Execution of the Design-Build Amendment 
§ 13.2.1 Termination by the Design-Builder 

§ 13.2.1.1 The Design-Builder may terminate the Contract if the Work is stopped for a period of30 consecutive 
days through no act or fault of the Design-Builder, the Architect, a Consultant, or a Contractor, or their agents or 
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employees, or any other persons or entities performing portions of the Work under direct or indirect contract with 
the Design-Builder, for any of the following reasons: 

.1 Issuance of an order of a court or other public authority having jurisdiction that requires all Work to 
be stopped; 

.2 An act of government, such as a declaration of national emergency that requires all Work to be 
stopped; 

.3 Because the Owner has not issued a Certificate for Payment and has not notified the Design-Builder 
of the reason for withholding certification as provided in Section 9.5.1, or because the Owner has not 
made payment on a Certificate for Payment within the time stated in the Design-Build Documents; or 
.4 The Owner has failed to furnish to the Design-Builder promptly, upon the Design-Builder’s request, 
reasonable evidence as required by Section 7.2.7. 

§ 13.2.1.2 The Design-Builder may terminate the Contract if, through no act or fault of the Design-Builder, the 
Architect, a Consultant, a Contractor, or their agents or employees or any other persons or entities performing 
portions of the Work under direct or indirect contract with the Design-Builder, repeated suspensions, delays or 
interruptions of the entire Work by the Owner as described in Section 13.2.3 constitute in the aggregate more than 
100 percent of the total number of days scheduled for completion, or 120 days in any 365-day period, whichever is 
less. 

§ 13.2.1.3 If one of the reasons described in Section 13.2.1.1 or 13.2.1.2 exists, the Design-Builder may, upon seven 
days’ written notice to the Owner, terminate the Contract and recover from the Owner payment for Work executed, 
including reasonable overhead and profit on that executed Work, and costs incurred by reason of such termination. 

§ 13.2.1.4 If the Work is stopped for a period of 60 consecutive days through no act or fault of the Design-Builder or 
any other persons or entities performing portions of the Work under contract with the Design-Builder because the 
Owner has repeatedly failed to fulfill the Owner’s obligations under the Design-Build Documents with respect to 
matters important to the progress of the Work, the Design-Builder may, upon seven additional days’ written notice 
to the Owner, terminate the Contract and recover from the Owner as provided in Section 13.2.1.3. 

§ 13.2.2 Termination by the Owner For Cause 
§ 13,2.2.1 The Owner may terminate the Contract ifthe Design-Builder 

.1 fails to submit the Proposal by the date required by this Agreement, or if no date is indicated, within a 
reasonable time consistent with the date of Substantial Completion; 

.2 repeatedly refuses or fails to supply ah Architect, or enough properly skilled Consultants, 

Contractors, or workers or proper materials; 

.3 fails to make payment to the Architect, Consultants, or Contractors for services, materials or labor in 
accordance with their respective agreements with the Design-Builder; 

.4 repeatedly disregards applicable laws, statutes, ordinances, codes, rules and regulations, or lawful 
orders of a public authority; or 

.5 is otherwise guilty of substantial breach of a provision of the Design-Build Documents, 

§ 13.2.2.2 When any of the above reasons exist, the Owner may without prejudice to any other rights or remedies of 
the Owner and after giving the Design-Builder and the Design-Builder’s surety, if any, seven days’ written notice, 
terminate employment of the Design-Builder and may, subject to any prior rights of the surety: 

.1 Exclude the Design-Builder from the site and take possession of all materials, equipment, tools, and 

_construction equipment a nd machinery t hereon owne d by the Design-Builder;_ 

.2 Accept assignment of the Architect, Consultant and Contractor agreements pursuant to 
Section 3.1.15; and 

.3 Finish the Work by whatever reasonable method the Owner may deem expedient Upon written 

request of the Design-Builder, the Owner shall iurnish to the Design-Builder a detailed accounting of 
the costs incurred by the Owner in finishing the Work, 

§ 13.2.2.3 When the Owner terminates the Contract for one of the reasons stated in Section 13.2.2.1, the 
Design-Builder shall not be entitled to receive further payment until the Work is finished. 

§ 13.2.2.4 Ifthe unpaid balance of the Contract Sum exceeds costs of finishing the Work and other damages 
incurred by the Owner and not expressly waived, such excess shall be paid to the Design-Builder. If such costs and 
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damages exceed the unpaid balance, the Design-Builder shall pay the difference to the Owner. The obligation for 
such payments shall survive termination of the Contract and are expressly included in the performance of the Work 
covered by the Design-Builder’s performance bond. 

§ 13.2.3 Suspension by the Owner for Convenience 

§ 13.2.3.1 The Owner may, without cause, order the Design-Builder in writingto suspend, delay or interruptthe 
Work-in whole or in part for such period of time as the Owner may determine. 

§ 13.2.3.2 The Contract Sum and Contract Time shall be adjusted for increases in the cost and time caused by 
suspension, delay or interruption as described in Section 13.2.3.1. Adjustment of the Contract Sum shall include 
profit, No adjustment shall be made to the extent 

.1 that performance is, was or would have been so suspended, delayed or interrupted by another cause 
for which the Design-Builder is responsible; or 
.2 that an equitable adjustment is made or denied under another provision of the Contract. 

§ 13.2.4 Termination by the Owner for Convenience 

§ 13.2.4.1 The Owner may, at any time, terminate the Contract for the Owner’s convenience and without cause. 

§ 13.2.4.2 Upon receipt of written notice from the Owner of such termination for the Owner’s convenience, the 
Design-Builder shall 

.1 cease operations as directed by the Owner in the notice; 

.2 take actions necessary, or that the Owner may direct, for the protection and preservation of the Work; 
and, 

.3 except for Work directed to be performed prior to the effective date of termination stated in the 
notice,.terminate all existing Project agreements, including agreements with the Architect, 

Consultants, Contractors, and purchase orders, and enter into no further Project agreements and 
purchase orders. 

§ 13.2.4.3 In case of such termination for the Owner’s convenience, the Design-Builder shall be entitled to receive 
payment for Work executed, and costs incurred by reason of such termination. 

ARTICLE 14 CLAIMS AND DISPUTE RESOLUTION 
§ 14.1 Claims 

§ 14.1.1 Definition. A Claim is a demand or assertion by one ofthe parties seeking, as a matter of right, payment of 
money, or other relief with respect to the terms of the Contract. The term "Claim" also includes oth er disputes and 
matters in question between the Owner and Design-Builder arising out of or relating to the Contract. The 
responsibility to substantiate Claims shall rest with the party making the Claim. 

§ 14.1.2 Time Limits on Claims. The Owner and Design-Builder shall commence all claims and causes of action, 
whether in contract, tort, breach of warranty or otherwise, against the other, arising out of or related to the Contract 
in accordance with the requirements of the binding dispute resolution method selected in Section 1.3, within the time 
period specified by law. 

§ 14.1.3 Notice of Claims 

§ 14.1.3.1 Prior To Final Payment. Prior to Final Payment, Claims by either the Owner or Design-Builder must be 
initiated by written n otice to the oth er pa rty within 21 days after occurrence o f the event giving rise to s u ch ClairrMX_ 
within 21 days after the claimant first recognizes the condition giving rise to the Claim, whichever is later. 

§ 14.1.3.2 Claims Arising After Final Payment. After Final Payment, Claims by either the Owner or 
Design-Builder that have not otherwise been waived pursuant to Sections 9.10.4 or 9.10.5, must be initiated by 
prompt written notice to the other party. The notice requirement in Section 14.1.3.1 and the Initial Decision 
requirement as a condition precedent to mediation in Section 14.2.1 shall not apply. 

§ 14.1.4 Continuing Contract Performance. Pending final resolution of a Claim, except as otherwise agreed in 
writing or as provided in Section 9.7 and Article 13, the Design-Builder shall proceed diligently with performance of 
the Contract and the Owner shall continue to make payments in accordance with the Design-Build Documents. 
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§ 14.1.5 Claims for Additional Cost. If the Design-Builder intends to make a Claim for an increase in the Contract 
Sum, written notice as provided herein shall be given before proceeding to execute the portion of the Work that 
relates to the Claim. Prior notice is not required for Claims relating to an emergency endangering life or property 
arising under Section 10.4. 

§ 14.1.6 Claims for Additional Time 

§ 14.1.6.1 If the Design-Builder intends to make a Claim for an increase in the Contract Time, written notice as 
provided herein shall be given. The Design-Builder’s Claim shall include an estimate of cost and of probable effect 
of delay on progress of the Work, in the case of a continuing delay, only one Claim is necessary. 

(Paragraph deleted) 

§ 14.1.7 Claims for Consequential Damages 

The Design-Builder and Owner waive Claims against each other for consequential damages arising out of or relating 
to this Contract. This mutual waiver includes 

.1 damages incurred by the Owner for rental expenses, for losses of use, income, profit, financing, 

business and reputation, and for loss of management or employee productivity or ofthe services of 
such persons; and 

.2 damages incurred by the Design-Builder for principal office expenses including the compensation of 
personnel stationed there, for losses of financing, business and reputation, and for loss of profit 
except anticipated profit arising directly from the Work and otherwise available under this 
Agreement. 

This mutual waiver is applicable, without limitation, to all consequential damages due to either party’s termination 
in accordance with Article 13, Nothing contained in this Section 14.1.7 shall be deemed to preclude an award of 
liquidated damages, when applicable, in accordance with the requirements ofthe Design-Build Documents. 

§ 14.2 Initial Decision 

§ 14.2.1 An initial decision shall be required as a condition precedent to mediation of all Claims between the Owner 
and Design-Builder initiated prior to the date final payment is due, excluding those arising under Sections 10.3 and 
10.4 ofthe Agreement and Sections B.3.2.9 and B.3,2.10 ofExhibitB to this Agreement, unless 30 days have 
passed after the Claim has been initiated with no decision having been rendered. Unless otherwise mutually agreed 
in writing, the Owner shall render the initial decision on Claims. 

§ 14.2.2 Procedure 

§ 14.2.2.1 Claims Initiated by the Owner. If the Owner initiates a Claim, the Design-Builder shall provide a 
written response to Owner within ten days after receipt ofthe notice required under Section 14.1.3.1. Thereafter, the 
Owner shall render an initial decision within ten days of receiving the Design-Builder’s response: (1) withdrawing 
the Claim in whole or in part, (2) approving the Claim in whole or in part, or (3) suggesting a compromise. 

§ 14.2.2.2 Claims Initiated by the Design-Builder. If the Design-Builder initiates a Claim, the Owner will take one 
or more ofthe following actions within ten days after receipt ofthe notice required under Section 14.1.3.1: 

(1) request additional supporting data, (2) render an initial decision rejecting the Claim in whole or in part, 

(3) render an initial decision approving the Claim, (4) suggest a compromise or (5) indicate that it is unable to render 
an initial decision because the Owner lacks sufficient information to evaluate the merits of the Claim. 

§ 14 .2. 3 In evaluating Claims, the Owner may, bu t shall not be obligated to, consult with or seek infor m ation from 
persons with special knowledge or expertise who may assist the Owner in rendering a decision. The retention of 
such persons shall be at the Owner’s expense. 

§ 14.2.4 If the Owner requests the Design-Builder to provide a response to a Claim or to furnish additional 
supporting data, the Design-Builder shall respond, within ten days after receipt of such request, and shall either (1) 
provide a response on the requested supporting data, (2) advise the Owner when the response or supporting data will 
he furnished or (3) advise the Owner that no supporting data will he furnished. Upon receipt ofthe response or 
supporting data, if any, the Owner will either reject or approve the Claim in whole or in part. 

§ 14.2.5 The Owner’s initial decision shall (1) be in writing; (2) state the reasons therefor; and (3) identify any 
change in the Contract Sum or Contract Time or both. The initial decision shall be final and binding on the parties 
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but subject to mediation and, if the parties fail to resolve their dispute through mediation, to binding dispute 
resolution. 

§ 14.2,6 Either party may file for mediation of an initial decision at anytime, subject to the terms of 
Section 14.2.6.1. 

§ 14.2.6.1 Either party may, within 30 days from the date of an initial decision, demand in writing that the other 
party file for mediation within 60 days of the initial decision. If such a demand is made and the party receiving the 
demand fails to file for mediation within the time required, then both parties waive their rights to mediate or pursue 
binding dispute resolution proceedings with respect to the initial decision. 

§ 14.2.7 In the event of a Claim against the Design-Builder, the Owner may, but is not obligated to, notify the 
surety, if any, of the nature and amount of the Claim. If the Claim relates to a possibility of a Design-Builder’s 
default, the Owner may, but is not obligated to, notify the surety and request the surety’s assistance in resolving the 
controversy. 

(Paragraph deleted) 

§ 14.3 Mediation 

§ 14.3.1 Claims, disputes, or other matters in controversy arising out of or related to the Contract, except those 
waived as provided for in Sections 9.10.4, 9.10.5, and 14.1.7, shall be subject to mediation as a condition precedent 
to binding dispute resolution. 

§ 14.3.2 The parties shall endeavor to resolve their Claims by mediation, The mediation shall proceed in advance 
of binding dispute resolution proceedings, which shall be stayed pending mediation for a period of 60 days from the 
date of filing, unless stayed for a longer period by agreement of the parties or court order. 

§ 14.3.3 The parties shall share the mediator’s fee and any filing fees equally. The mediation shall be held in the 
place where the Project is located, unless another location is mutually agreed upon. Agreements reached in 
mediation shall be enforceable as settlement agreements in any court having jurisdiction. 


| (Paragraphs deleted) 

ARTICLE 15 MISCELLANEOUS PROVISIONS 
§ 15.1 Governing Law 

| The Contract shall be governed by the law of the place where the Project is located. 

§ 15.2 Successors and Assigns 

§ 15.2.1 The Owner and Design-Builder, respectively, bind themselves, their partners, successors, assigns and legal 
representatives to the covenants, agreements and obligations contained in the Design-Build Documents. Except as 
provided in Section 15.2.2, neither party to the Contract shall assign the Contract as a whole without written consent 
of the other. If either party attempts to make such an assignment without such consent, that party shall nevertheless 
remain legally responsible for all obligations under the Contract. 

§ 15.2.2 The Owner may, without consent of the Design-Builder, assign the Contract to a lender providing 

_co nstruc tion fina ncing for the Proj ect, ifthe len der assumes t he Owner’s rights and obligations under the_ _ 

Design-Build Documents. The Design-Builder shall execute all consents reasonably required to facilitate such 
assignment. 

§ 15.2.3 If the Owner requests the Design-Builder, Architect, Consultants, or Contractors to execute certificates, 
other than those required by Section 3.1.10, the Owner shall submit the proposed language of such certificates for 
review at least 14 days prior to the requested dates of execution. If the Owner requests the Design-Builder, 

Architect, Consultants, or Contractors to execute consents reasonably required to facilitate assignment to a lender, 
the Design-Builder, Architect, Consultants, or Contractors shall execute all such consents that are consistent with 
this Agreement, provided the proposed consent is submitted to them for review at least 14 days prior to execution. 

The Design-Builder, Architect, Consultants, and Contractors shall not be required to execute certificates or consents 
that would require knowledge, services or responsibilities beyond the scope of their services. 
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§ 15.3 Written Notice 

Written notice shall be deemed to have been duly served if delivered in person to the individual, to a member of the 
firm or entity, or to an officer of the corporation for which it was intended; or if delivered at, or sent by registered or 
certified mail or by courier service providing proof of delivery to, the last business address known to the party 
giving notice. Written notice may also be established by acknowledgements and responses exchanged via 
electronic communications such as electronic mail or any internal messaging functionality of BIM and/or project 
management software used by the parties for the project. 

§ 15.4 Rights and Remedies 

§ 15.4.1 Duties and obligations imposed by the Design-Build Documents, and rights and remedies available 
thereunder, shall be in addition to and not a limitation of duties, obligations, rights and remedies otherwise imposed 
or available by law. 

§ 15.4.2 No action or failure to act by the Owner or Design-Builder shall constitute a waiver of a right or duty 
afforded them under the Contract, nor shall such action or failure to act constitute approval of or acquiescence in a 
breach thereunder, except as may be specifically agreed in writing. 

§ 15.5 Tests and Inspections 

§ 15.5.1 Tests, inspections and approvals of portions of the Work shall be made as required by the Design-Build 
Documents and by applicable laws, statutes, ordinances, codes, rules and regulations or lawful orders of public 
authorities. Unless otherwise provided, the Design-Builder shall make arrangements for such tests, inspections and 
approvals with an independent testing laboratory or entity acceptable to the Owner, or with the appropriate public 
authority, and shall bear all related costs of tests, inspections and approvals. The Design-Builder shall give the 
Owner timely notice of when and where tests and inspections are to be made so that the Owner may be present for 
such procedures..The Owner shall bear costs of (1) tests, inspections or approvals that do not become requirements 
until after bids are received or negotiations concluded, and (2) tests, inspections or approvals where building codes 
or applicable laws or regulations prohibit the Owner from delegating their cost to the Design-Builder. 

§. 15.5.2 If the Owner determines that portions of the Work require additional testing, inspection or approval not 
included under Section 15.5.1, the Owner will instruct the Design-Builder to make arrangements for such additional 
testing, inspection or approval by an entity acceptable to the Owner, and the Design-Builder shall give timely notice 
to the Owner of when and where tests and inspections are to be made so that the Owner may be present for such 
procedures. Such costs, except as provided in Section 15.5.3, shall be at the Owner’s expense. 

§ 15.5.3 If such procedures fortesting, inspection or approval under Sections 15.5.1 and 15.5.2 reveal failure of the 
portions of the Work to comply with requirements established by the Design-Build Documents, all costs made 
necessary by such failure shall be at the Design-Builder’s expense. 

§ 15.5.4 Required certificates of testing, inspection or approval shall, unless otherwise required by the Design-Build 
Documents, be secured by the Design-Builder and promptly delivered to the Owner. 

§ 15.5.5 If the Owner is to observe tests, inspections or approvals required by the Design-Build Documents, the 
Owner will do so promptly and, where practicable, at the normal place of testing. 

§ 15.5.6.Tests or inspections conducted pursuant to the Design-Build Docume nts shall be made promp tly to avoid _ 

unreasonable delay in the Work, 

§ 15.6 Confidential Information 

If the Owner or Design-Builder transmits Confidential Information, the transmission of such Confidential 
Information constitutes a warranty to the party receiving such Confidential Information that the transmitting party is 
authorized to transmit the Confidential Information. If a party receives Confidential Information, the receiving party 
shall keep the Confidential Information strictly confidential and shall not disclose it to any other person or entity 
except as set forth in Section 15.6.1, 

§ 15.6.1 A party receiving Confidential Information may disclose the Confidential Information as required by law or 
court order, including a subpoena or other form of compulsory legal process issued by a court or governmental 
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entity, A party receiving Confidential Information may also disclose the Confidential Information to its employees, 
consultants or contractors in order to perform services or work solely and exclusively for the Project, provided those 
employees, consultants and contractors are subject to the restrictions on the disclosure and use of Confidential 
Information as set forth in this Contract. 

§ 15.7 Capitalization 

Terms capitalized in the Contract include those that are (1) specifically defined, (2) the titles of numbered articles or 
(3) the titles of other documents published by the American Institute of Architects. 

§ 15.8 Interpretation 

§ 15.8.1 In the interest of brevity the Design-Build Documents frequently omit modifying words such as "all" and 
"any" and articles such as "the" and "an," but the fact that a modifier or an article is absent from one statement and 
appears in another is not intended to affect the interpretation of either statement. 

§ 15.8.2 Unless otherwise stated in the Design-Build Documents, words which have well-known technical or 
construction industry meanings are used in the Design-Build Documents in accordance with such recognized 
meanings. 


Conduct of the Design-Builder’s Principals, Employees, Agents and Representatives 

The safety and security of District staff, students and tire general public are of utmost priority to the 
District. To that end, the Design Builder shall be responsible for ensuring compliance by the Design Builder and 
any employees, agents or representatives, or subcontractors of the Design-Builder, including all Design 
Consultants, to the following: 

A No drugs, alcohol, knives, firearms or other weapons on District property, whether or not there is an 
existing occupied building. 

B. No fraternizing with, threats to, or use of abusive or profane language in the presence of students, parents, 
visitors, or District representatives, agents, or employees. 

C. No improper attire, actions or gestures while on any District property. 

No smoking on District property in conformance to Horry County Board of Education policy. Violations 
of such policy shall result in a civil penalty of up to $1,000 per occurrence to the individual responsible 
and/or the Architect for whom the individual is a Principal, employee, agent, or representative. 

D. Secure SLED (State Law Enforcement Division) criminal background checks on all the 
Design-Builder’s Principals, employees, agents, and representatives, and subcontractors, performing work on 
District property and contractually require the same of all Design Consultants, their employees, agents, and 
representatives. No employees, agents or representatives, or subcontractors, of the and Design Builder having 
committed violent crimes, crimes against children, or crimes of moral turpitude are allowed access to the 
District’s premises. Such SLED criminal background checks shall be maintained on file in the offices of the 

■ Design Builder and made available to appropriate District personnel or the District’s legal counsel 
immediately upon request. 


Promotional Materials 

The Design Builder shall have the right to include photographic or artistic representations of the design of 
■the—Project—among-the-D-e-s-i-g-n—B-u44-d-e-r^s—proniotional—an'd—professionaL-matetials_Iha_D_eALg_n_ 
Builder shall be given reasonable access to the completed Project to make such representations. The District 
shall provide professional credit for the Architect and Design Builder in the District’s promotional 
materials for the Project. The Architect shall not make any representations in promotional and professional 
materials other than the identification of the District without the District’s approval of the written copy prior to 
submission, printing and distribution. This condition shall survive termination or completion ofthis Agreement. 


Drug-Free Workplace 

The Architect and the Architect’s Design Consultants shall be responsible for initiating, maintaining and 
supervising all drug-free programs in connection with the performance of this Agreement. The drug-free programs 
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shall conform to Title 44, Chapter 107, § 44-107-10 through § 44-107-90 of the South Carolina Code of Laws as 
may be amended. 


Right to Audit Project 

The District shall have the right to audit the books and records of the Architect to the extent that the books and 
records relate to the performance of this Agreement and shall include all pricing and Change Order data. Such 
books and records related to the work covered under this Agreement shall be maintained by the Architect 
for a period of not less than three (3) years from the date of final payment to the Architect under this Agreement 
This requirement shall also apply to any Design Consultants performing services under the Architect’s direction. 


The Office of General Services of the State of South Carolina, or any auditor under contract with the District has 
the right to audit the Architect’s records related to any Project incorporated under this Agreement during the time 
frame stated in the previous paragraph. The Architect shall ensure that all records pertaining to any Project are 
available for inspection at die location specified by the District within seventy-two (72) hours of notification at 
no additional cost to the District. This requirement shall survive termination or completion of the Agreement. 

Traffic Control On-Site and Off-Site: The Design-Builder shall conduct its operations in a manner to not 
interrupt pedestrian or vehicle traffic except as approved by the District and the South Carolina Department of 
Transportation. The worksite shall be confined to the smallest area possible allowing maximum use of streets, 
sidewalks, parking areas or other pedestrian areas and reduce to a minimum any hazard to traffic or pedestrians. 
The Design-Builder shall use worker and traffic control signs and devices necessary to comply with Section VI of 
U.S. Department of Labor, Federal Highway Administration, Manual on Uniform Traffic Control Devices for 
Streets and Highways (Washington, DC: GPO) as may be amended, to facilitate traffic control on public roads, 
streets, or highways when work performed obstructs public traffic. When such traffic areas are obstructed to any 
extent by work in progress, workers equipped with flags shall direct vehicle and pedestrian traffic. The workers so 
designated shall not be assigned any other duties while engaged in directing traffic. 

Safety Designee: The Design-Builder shall designate a competent individual at the worksite whose duty shall 
be the prevention of accidents and the implementation and monitoring of all OSHA construction safety standards 
and requirements. The competent individual shall serve as spotter where there is exposure of pedestrians, students, 
parents, or visitors to falling debris and, in addition, shall ensure on a daily basis that all fencing or other safety 
barriers are in an upright position to prevent ingress and egress to "lay down" areas or work areas by unauthorized 
individuals. 

Licenses and Permits: During the term of the contract, the Contractor shall be responsible for obtaining 
and maintaining in good standing, all licenses (including professional licenses, ifany), permits, 
inspections and related fees for each or any such licenses, permits and/or inspections required by state, county, 
city or other government entity or unit to accomplish the work specified in this solicitation and the contract. 

Iran Divestment Act: The Iran Divestment Act List is a list published by the [State] Board pursuant to 
Section 11- 57-310 that identifies persons engaged in investment activities in Iran. Currently, tine list is available at 
the following URL: http://procurement.sc.gov/PS/PS-imndi vestment, phtmL) Consistent with Section 11-57-310(B), 

THWConffactoTsHatl not contracrwitlLahy jiefsonToTwfbrnra^partxifthe Work,iDaLthetimeyyorrenterinto-a- 

subcontract, that person is on the then-current version of the Iran Divestment Act List 

Immigrant Workers: The "South Carolina Illegal Immigration and Reform Act" requires all employers to verify the 
legal status of new employees and prohibits employment of any worker who is not legally in this country and 
authorized to work. Effective January 1, 2012, all South Carolina employers are required to enroll in the U.S. 
Department of Homeland Security’s E-Verify program and verify the status of new employees within three business 
days, using E-Verify. Failure to use E-Verify to verify new hires will result in probation for the employer or 
suspension/revocation of the employer’s business licenses. 

SC IMMIGRATION LAW. S.C. Code § 8-14-40 Compliance: Design-Builder certifies that the Design-Builder 
will comply with the requirements of S.C. Code § 8-14-10 etseq. and agrees to provide to the Owner any 
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documentation required to establish either: (a) the applicability of that chapter to the contractor, subcontractor, and 
sub-subcontractor; or (b) the compliance with this that chapter by the contractor and any subcontractor or 
sub-subcontractor. 

Business license, insurance, and bonds must be obtained prior to issuance of a Notice to Proceed. Failure to obtain 
these within thirty (30) days of execution of the agreement makes this Agreement voidable at the option of the 
Owner. 

ARTICLE 16 SCOPE OF THE AGREEMENT 

§ 16.1 This Agreement is comprised of the following documents listed below: 

.1 AIA Document A141™-2014, Standard Form of Agreement Between Owner and Design-Builder 
,2 AIA Document A141™—2014, Exhibit A, Design-Build Amendment, if executed 

.3 AIA Document A141™—2014, Exhibit B, Insurance and Bonds 

.4 Owner’s Request for Proposals No. 1415-91 (with addenda) and Design-Builder’s Proposal to the 
same as accepted by the Horry County Board of Education. 

(Paragraphs deleted) 

.5 Post-Occupancy Requirements stated in Owner’s Request for Proposals No. 1415-91. 

This Agreement entered into as of the day and year first written above. 


OWNER (Signature) DESIGN-BUILDER (Signature) 

| Joe Defeo, Chair of the Board of Education _ Robert Ferris, Authorized Member 

(Printed name and title) (Printed name and title) . 
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Additions and Deletions Report for 

® Ttl 

AIA Document A141 -2014 

This Additions and Deletions Report, as defined on page 1 of the associated document, reproduces below all text the author has 
added to the standard form AIA document in order to complete it, as well as any text the author may have added to or deleted from 
the original AIA text. Added text is shown underlined, Deleted text is indicated with a horizontal line through the original AIA text. 

Note; This Additions and Deletions Report is provided for information purposes only and is not incorporated into or constitute any 
part of the associated AIA document. This Additions and Deletions Report and its associated document were generated 
simultaneously by AIA software at 12:02:17 on 11/22/2015. 
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AGREEMENT made as of the twenty-third day of November in the year two thousand fifteen (2015T 


Horry County Schools, South Carolina, a political subdivision of the State of South Carolina. 

335 Four Mile Rd ) PO Box 260005 

Conway, SC 29528 

District Office Phone 843.488.6700 


FIRSTPLOOR ENERGY POSITIVE LLC, 
333 Fayetteville St., Suite 225 
Raleigh, NC 27601 


New Carolina Forest Middle School 

(per Owner’s Request for Proposals No. 1415-91) 

Note: references to Owner’s Request for Proposals No. 1415-91 include its addenda. 
PAGE 2 

G-SttSTMNABtE-PROdiGTS 


Per "Design Requirements" published for Solicitation No. I415-91and . Design-Builder’s Proposal to Owner 
pursuant to Solicitation No.1415-91 selected by the Horry County Board ofEdueation on November 2. 2015 
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Per "Design Requirements" published for Solicitation No. 1415-91 and Design-Builder’s Proposal to Owner 
pursuant to Solicitation No. 1415-9 selected by the Horry County Board ofEdueation on November 2. 2015. 1 


Per "Design Requirements" published for Solicitation No. 1415-91 and Design-Builder’s Proposal to Owner 
pursuant to Solicitation No.1415-91 selected by the Horry County Board ofEdueation on November 2, 2015.. 
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Per "Design Requirements" published for Solicitation No, 1415-91 and Design-Builder’s Proposal to Owner 
pursuant to Sol icitation No. 1415-91 selected by the Horry County Board of Education on November 2, 2015.. 

§ 1.1.5 fe e e ntiv & ^rograms th e Own e r int e nds to pursue for the Project, l B clud i ftg dbese- T el-ated to the Sustainab le 
Obje ctive, and a n y deadlin e s ^er-ree eiving t - he incentives that are d e p ende nt on, orr -e tot e d - to - , - th e- Pesign Build eNs 
se rvic e s, are as follows: 

(Id e nt i fy inc e ntiv e programs the Owner intends to p u rsue for th e Proj e e t- n n d deadlines for submitting or applyin g 
for the inc e ntiv fe-p r - ograro sr) 

Number not used. 


Per "Design Requirements” published for Solicitation No. 1415-91 as amended through the Board of Education’s 
action November 2, 2015. 


§ 1.1.7 The Owner’s design and construction milestone dates: 
-A -D esign pha s e mileston e dat e s: 


-2- Submission - ef D e s ign Build e r Proposal: 


- Phas e d ' com ple tion dat e s: 


-A -Su bstantial Compl e tion dat e; 


t§ - Other mileston e-dates : 

Per "Design Requirements" published for Solicitation No. 1415-91 


(- b tsTname , l e g al-stat us, addres s- and oth e r inf or mation.) 


SFL+A Architects. P.A. 333 Fayetteville Street Suite 225. Raleigh. NC 27601. 


Per Design-Builder’s Proposal to Owner pursuantto Solicitation No.1415-91. 


Per Design-Builder’s Proposal to Owner pursuant to Solicitation No.1415-91. 
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Per "Design Requirements" published for Solicitation No. 1415-91 (Summary of Services Required. Article 3) 
including all post-occupancy requirements published in the solicitation as amended by addenda. 


(List nam e , addr ess- and other information.) 

Executive Director of Facilities (or a designee identified in writing by the owner.) 

Horry County Schools 

Facilities Department 1160 E Highway 50 

Conway, SC 29526 

843.488.6965 .. . 


Owner may utilize third party project management which will also receive submittals. 


To be determined by Owner. If retained, such consultants will be identified promptly,. 


Robbie Ferris, S.C. AR.6106 
FIRSTFLOOR ENERGY POSITIVE LLC, 

333 Fayetteville St, Suite 225, Raleigh, NC 27601 
919-573-6350 


(Check th e approp ri at e-bo x. If fee Own e r and - D esigH- Builder do not select a method of binding d -i spute re s olution 
be low, or. do not sub seque nt l y -a g r e e in writ i ng to a binding dispute r e solution other than litigation T Claims-will b e 
resolved by litigat ie n in a court of competent jurisdiction.) 

[ ]-A rbitration pur s ua n t to Section It. 4 

{- X 1 Litigation in a court of competent ju ri s diction 

f-]- Other: (Specify) 

jurisdiction, nonjury before a circuit judge in Horry County, SC, 

PAGES 

§ 1.4.7 Owner. The Owner is the p erson or entity identified as such in the Agreement and is referred to throughout 
the Design-Build Documents as if singular in number. The term "Owner" means the Owner or the Owner’s 
authorized representative. The Owner may have employees that are design professionals or otherwise skilled in 
construction or construction management and such employees may, from time to time, perform various tasks or 
duties for or on behalf of the Owner under this Agreement. However, it is specifically understood that the Owner 
(including these agents and employees') has no obligation or duty to apply specialty or professional knowledge and 
skill, and shall not be held to have undertaken to provide or perform any aspect of the Owner’s performance of this 
Agreement as a design professional or specially skilled and knowledgeable construction industry member or 
construction manager, and this principle applies regardless of the Owner’s position titles or office division titles as 
may be applicable to such employees. 
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Building; Permit and Other Permits and Fees: No general building permit is required in accordance with 


6-9-110 of the South Carolina Code of Laws; however the Contractor shall be required to provide mechanical. 


electrical, plumbing and other, such permits which may be required for purposes of inspection at no additional 


cost to the District. Except for permits and fees which are the responsibility of the Contractor in the Contract 
Documents, the District shall secure and pay for necessary approvals, easements, assessments, utility impact 


■fees, permits, and such charges required for the successful completion of the work. For each day (not counting 
Saturdays and Sundays, and not counting the day the Design-Builder submits its completed application to the 
authority) beyond five (5) days that a jurisdictional authority takes to respond to a permit application or similar 
permit request that is on the project’s critical path, tire Design Builder may claim one ('ll additional day for the 
achievement of Substantial Completion. 
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§ 3.1.4 The Design-Builder shall be responsible to the Owner for aefe -acts. errors, and omissions of the 
Design-Builder’s employees, Architect, Consultants, Contractors, and their agents and employees, and other persons 
or entities performing portions of the Work. 


§ 3.1.6 When the Owner’s Design Requirements or applicable law requires that services be performed by licensed 
professionals, the Design-Builder shall provide those services through qualified, licensed professionals. The Owner 
understands and agrees that the services of the Design-Builder’s Architect and the Design-Builder’s other 
Consultants are performed in the sole interest of, and for the exclusive benefit of, the Design-Builder. 


The Office of School Facilities (OSF) in conjunction with the State Fire Marshal shall determine the enforcement 
and interpretation of all the applicable codes and referenced standards on state buildings, including the 
District’s school facilities. 


§ 3.1.8.1 The Design-Builder shall keep the Owner informed of the progress and quality of the Work. €> R - a month 
b as is. - eF - otherwis e as agreed to by th e Owner and D esign- Builder. As stated in the Design Requirements, the 
Design-Builder shall submit written progress reports to th e Own e r, reports. photographs of Work in progress, and 
other data to the Owner electronically, or through the Owner’s option, project management software, showing 
estimated percentages of completion and other information identified below; 
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.12 Additional information as a greed to by th e Owner and Design Build e r - . 
designated by the Owner through its project management software data requirements. 

§ 3.1.8.2 In addition, wh ere th e Contract - Sum i s the Cost of the Work with or without a Quar nnte e d 

Ma ximum Price, the De s ign Builder shall include the following additional information in its progress r e p orter 

A -D esign - Build e r’ s work force r e port ; 

t 2- Equipment utilization r e p o rt; an d 

t 3- Cost nummary, comparing actual oost - s to upda te d c o s t ea t i m a t es raddition to the requirements of § 3.1.8.1, 

the Design-Builder shall provide similar information through in-person progress report presentations to the Horry 
County Board of Education each month during one of the Board’s public meetings. 


§ 3.1.10 Certifications. Upon the Owner’s w ri tten request, the D e sign B arMeF-shaH-eb tain tfom -Design-Builder 
shall include in each Application .for Payment a certification from each of. the Architect, Consultants, and 
Contractors, and furnish to the Owner, these certifications with respect to the documents and services provided by 
the Architect, Consultants, and Contractors (a) that, to the best of their knowledge, information and belief, the 
docum ent s or service s to which the certificati on s relate (i) ar e consistent with the Design-Build Documents, except 
to the extent specifically identified in the certificate, and (ii) comply with applicable laws, statutes, ordinances, 
codes, rules and regulations, or lawful orders of public authorities governing the design of the Project; and (b) that 
the Owner and its consultants shall be entitled to rely upon the accuracy of the representations and statements 
contained in the certifications. The Design-Builder’s Architect, Consultants, and Contractors shall not be required to 
execute certificates or consents that would require knowledge, services or responsibilities beyond the scope of their 
services. 


§ 3.1.11.3 The Design-Builder shall perform no portion of the Work for which the Design-Build Documents require 
Submittals until the Owner or its designee has approved the respective Submittal. 


Additions and Deletions Report for A1A Document A141™-2014. Copyright ©2004 and 2014 by The American Institute of Architects. All rights reserved.^ 
WARNING: This A)A* 1 Document is protected by U.S. Copyright Law and International Treaties, Unauthorized reproduction or distribution of this AlA'” 
Document, or any portion of it, may result in severe civil and criminal penalties, and will be prosecuted to the maximum extent possible under the law. 
This documentwas produced by AlA software at 12:02:17 on 11/22/2015 under Order No.0239586208_1 which expires on 07/14/2016. and is not for resale. 
User Notes: (1970631282) 


PAPR - 001127 







Additions and Deletions Report for AIA Document A141™- 2014. Copyright © 2004 and 2014 by The American Institute of Architects. All rights reserved. 
WARNING: This AIA* Document is protected by U.S. Copyright Law and International Treaties. Unauthorized reproduction or distribution of this AIA" 
Document, or any portion of it, may result in severe civil and criminal penalties, and will be prosecuted to the maximum extent possible under the law. 
This document was produced by AIA software at 12:02:17 on 11/22/2015 under Order No.0239586208_1 which expires on 07/14/2016, and is not for resale. 

User Notes: (1970631282) 


PAPR - 001128 
















§ 4.4 Design-Builder’s Construction Proposal 

§ '4.4.1 Upon the Own e r - ’ s- is s uanc e of a -written cons e nt to proc ee d under Se etioB-4.3.2, the D e sign Builder shall 
pr e pare and submit the De s ign Build e r’ s- Pre p os a l -te th e Own e r. The D es ign B tf i l d eUs -The Design-Builder’s 
Construction Proposal shall include the following: 

.1 A list of the P reliminary Design documents and other information, including the Design-Builder’s 
clarifications, as s umption s and d e viations from th e Owner’s Crit e ria, original Proposal Development 
Documents as proposed in the Owner’s procurement leading to this Agreement, upon which the 
Design-Builder’s Proposal is based; 

.2 The proposed Contract Sum, including the compensation method and ; ~if teas ed upon the C o st of th e 
Werfc- plus a f ee , a written state me nt of e stimated cost organized by trad e categori e s, allowanc e s, 
contingenci e s. D e sign Builder’s F e e, and oth e r items that compri se- th e Contract Sum; method; 

.3 The proposed date the Design-Builder shall achieve Substantial < 


.6 The date on which the Design-Builder’s Construction Proposal expires. 

§ 4.4.2 Submission of the Design-Builder’s Construction Proposal shall constitute a representation by the 
Design-Builder that it has visited the site and become familiar with local conditions under which the Work is to be 
completed. 


§ 5.1.2.1 The Design-Builder shall submit three copies of all Construction Documents prepared and submitted to 

Regulator Agencies as a portion of the permitting and approval process for this work. 
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Maintenance of Record Drawings: The Contractor shall maintain at the worksite, one (1) record copy of the 
Contract Documents including approved changes in good order and marked currently to record changes and 
selections made during performance of the work. A copy of submittals accepted by the District shall also be 
maintained at the worksite. These items shall be available to the Architect and District when present at the 
worksite. When required by the Contract Documents, the Contractor shall provide record drawings on all 
increments of the work such as. by wav of illustration and not limitation, plumbing, electrical, mechanical, and 
all systems, such as fire and security systems, incorporated into the work. The Contractor shall furnish an 
electronic and paper copy of record drawings of "as-built" detail to the Architect at final completion of all 
work, excluding punch list items as required by the Contract Documents. 

Professional Certifications: When professional certification of performance criteria for materials, systems, or 
equipment is required by the Contract Documents, the District shall be entitled to rely upon the accuracy and 
completeness of such calculations and certifications. 

_Cnntrac4or2s--Qjiality^-Cojitiml-Ei:ograiiuTEhe_CDritract.Qr_shalLuistitute_and_maintain.thr_Qughout the contract 

term a quality control program, designed to ensure the work performed is in accordance with the Contract 
Documents, including any changes, at all times and in all respects. The program shall include providing daily 
supervision and conducting frequent inspections by the Worksite Superintendentfs), 


1. Compliance with Employment Laws: By entering into a Contract Agreement, the Contractor agrees to abide 
by all applicable laws pertaining to employment including, by way of illustration and not limitation, the following: 

A. Title VII ofthe Civil Rights Act of 1964, as may be amended. 

B. Age Discrimination in Employment Act of 1964, as may be amended. 

C. Title I ofthe Americans Disabilities Act of 1990. as may be amended. 

D. Equal Pay Act of 1963. as may be amended. 
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E. Fair Labor Standards Act as may be amended. 

F. South Carolina Wages Act Code 37-10-10 et seq.. as may be amended. 

G. South Carolina Worker’s Compensation Act, Code 42-1-10 et seq„ as may be amended. 

The Contractor shall not discriminate against any employee or applicant for employment because of race, 
religion, color, sex, age, handicap, or national origin except when such condition is a bona fide 
occupational qualification reasonably necessary for normal operations of the Contractor. The Contractor, in 
all solicitations or advertisements for employees, shall state the Contractor is an "Equal Opportunity 
Employer." The Contractor agrees to post in conspicuous places, visible to employees and applicants for 
employment notices setting forth the provisions of this nondiscrimination clause and shall include the 
provision of this paragraph in every subcontract or purchase agreement of more than 
$ 10 , 000 , 

Employment Taxes and Benefits: Unless under order from the Internal Revenue Service or South Carolina state 
government, the District does not withhold from the contract payments any Federal or State income taxes, or any 
employment-related taxes normally withheld on the District’s employees. Further, the District shall not provide any 
employment related insurances or other benefits such as worker’s compensation for the benefit of any Contractor, 
subcontractor or supplier employees. 

Project Key Staff - Project Manager: The Contractor shall assign a skilled, experienced, and dedicated Project 
Manager to the project and identified in Exhibit A. The Project Manager shall secure the materials of proper 
quality and quantity to meet the Contract Documents and manage the appropriate timing of all materials, 
sub-contracted work, and Contractor provided labor to ensure the continual progress of the work to meet the 
substantial completion date. The Contractor shall not change the Project Manager or the duties and status of the 
Project Manager during the course of the project without approval of the District. 

Project Key Staff — Worksite Superintendent(s'): The Contractor shall employ at least one (11 full-time, 
competent Worksite Superintendent and, if required by the Contract Documents, an additional part-time or 
full-time, competent secondary Worksite Superintendent if expedient for the size and scope of the project. Exhibit 
A identifies the Worksite Superintendent!si. No less than one O') Worksite Superintendent shall be in attendance 
at the worksite at all times during performance of any work by the Contractor’s own forces or subcontractors and 
during delivery of any materials. The Worksite Superintendent shall not perform the work of any trade or other 
duties; however, the secondary Worksite Superintendent may perform part-time work of a trade or the duties of 
OSHA Compliance Officer or fireguard, if approved by the District. The Contractor shall not change any Worksite 
Superintendent or the duties or status of same during the course of the project without approval of the District. 
The Worksite Superintendent's) shall enforce strict discipline and good order among the Contractor’s 
representatives, agents, employees, subcontractors and suppliers. 

Worksite Communications: The Project Manager and Worksite Superintendent's) are representatives of the 
Design Builder and communications given to them, either orally or in writing, shall be as binding as if given to the 
Principal of the Design Builder. 
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§ 5.5.1 Unless ot herwis e p rovided in the Desi gn-Build Docume nts, the Desi gn-Buil der shal l secure and p ay for the 
bu ilding p e rmit as- we ll - a s-arty other permits, fees, licenses, and inspections by government agencies, necessary for 
proper execution of the Work and Substantial Completion of the Project. 
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§ 5.7.2 If the Design-Builder ehang e s - desires to change any of the personnel. Contractors or suppliers identified in 
the Design-Build Amendment, including but not limited to any contractor or design professional identified by t he 
Design-Builder in its Request for Qualifications response, the Design-Builder shall notify the Owner and provide the 
name and qualifications of the proposed new personnel, design professional. Contractor or supplier. The Owner may 
reply within 14 days to the Design-Builder in writing, stating (1) whether the Owner has reasonable objection to the 
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proposed new personnel, design professional. Contractor or supplier or (2) that the Owner requires additional time to 
review. Failure of the Owner to reply within the 14-day period shall constitute notice of no reasonable objection. 
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§ 5.7.3.1 If the Owner has reasonable objection to a person or entity proposed by the Design-Builder, the 
Design-Builder shall propose another to whom the Owner has no reasonable objection. If the r eje cted person o r 
entity wa s r e as o nably capabl e of performing th e Work - , ; th e Contract Sum and Contract Time s fr a -H- be increa - s ed-er 
d e cr e a s ed by th e d i fferenc e , if any, occasion e d by such chang e , and an -a ppropriat e Ghang e- Qr - d e r - shall be issu e d 
b e for e- comm e ne e n a ent of the s ubstitu t e person or entity’s Work. How e ver, no incr eas e in th e Contract Sum or 
Contra c t Time sha ll be allow e d for such - c han g e unl e s s the - D es ign - Bu i- l der has acted pr - e ffip^y-and-respeftswely-m 
s ubm i tting names as roquir edr 


The -In addition to any Owner requirements to keep electronic project data up to date, the Design-Builder shall 
maintain at the site for the Owner one copy of the Design-Build Documents and a current set of the Construction 
Documents, in good order and marked currently to indicate field changes and selections made during construction, 
and one copy of approved Submittals. The Design-Builder shall deliver these items to the Owner in accordance with 
Section 9.10.2 as a record of the Work as constructed. 
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§ 5.14.3 The Design-Builder shall reimburse the Owner and other contractorfsl for costs the Owner incurs that a re 
payabl e to a se parate contrac tor- and other contractorlsl. respectively, incur because of the Design-Builder’s delays, 
improperly timed activities or defectiv e construction. T he- Ovvner shall be responsi ble to the D e sign Build e r f emeests 
the Design Build e r incurs becau se of a separat e contractor - ’s delays, im p roperly tim e d activit ie s, - damage to th e 
Werit-or defective construction. 
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tT -Ad ditional oost s -of prof essio nal servio e si .Change Order Allowable Pricing: For any change in 

contract price, the Contractor shall provide, itemize, and justify with appropriate supporting data, 
direct costs attributable to the change. Direct costs attributable to the change in work shall be limited 
to the following: 

A. Costs of materials, equipment and processes to be incorporated into the work including costs of 

shipping, handling, fabricating, sales tax 18% required in Horry County and 9% within certain 
incorporated parts of the City of Myrtle Beach as of August I. 20091, or other such costs inherent in 
the provision and delivery of such materials, equipment and processes by the supplier or 
manufacturer. 

B, Costs of direct labor based on actual hourly labor rates multiplied by the actual work hours required to 

accomplish the change in work when such change in work results in additional contract time or labor. 

No Contractor or subcontractor shall ask for direct labor costs, when work required can be 
accomplished with the existing work force, in conjunction with other concurrent work, and during the 

__ current approved contract time. The hourly labor rate for any additional contract time or laborers shall 

be actual hourly rates not to exceed thirty dollars ($301 per hour unless documented proof of payment 
of a higher hourly rate for a specific skilled laborer is approved by the District prior to Change Order 
execution. 

-C o sts of labor, i n cluding social security, un e mployment insurance,-fr i nge ben e fit s- required by 

agreem e nt e r cu s tom, mid w or k e rs’ comp e nsation in s urance ^ . Costs of fringe benefits for additional 
direct labor, including social security, unemployment or other taxes, health and workers’ 
compensation insurances, or other benefits required by agreement, custom or applicable laws. Such 
fringe benefit rate shall not exceed twenty-eight percent (28%1 and the District has the right to 
request itemized documentation proving the fringe benefit rate used. 

D, Costs.of machinery or equipment rented or leased in the shortterm specifically for completion of the 
additional work to be performed. Such equipment rented/leased shall not customarily be owned bv 
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the Contractor or any subcontractor affected by the change but shall be necessary to the 
accomplishment of the work required. Copies of invoices for such rental shall be provided to 
document the cost of rental or lease of machinery or equipment. The District shall not pay for use of 
Contractor- or subcontractor-owned equipment or machinery, which costs are included inthe 
overhead computation. 

t 3- Costs of materials, supplies and equipment, inoluding cost of transpor t ation, wh et h e r ineorporat e d -ef 

eenstmed sE. Costs of permits or inspection fees directly attributable to the change in work and not 
included as part of the Contractor’s requirements nor attributable to the Contractor’s nonperformance 
or non-conformance to the Contract Agreement. 

F. Other such direct costs directly attributable to the work and approved by the District. 

G. Any additional cost resulting from an amendment to performance and payment bonds but in no event 

more than one percent ('!%') after application of overhead and profit provided for elsewhere. The 
Contractor shall be responsible for notifying the Surety of any changes in the contract price, if 
required by the Surety. 

Costs itemized shall not exceed the unit costs as listed in the most current issue of Means Construction Cost 
Data or actual costs justified to the satisfaction of the District. 

Unallowable Costs: Any costs which may be perceived by the Contractor to be indirectly attributable to a 
change in work shall not be included in direct costs but shall be considered part of the overhead and 
profit rate applied to direct costs. Such costs not to be included in direct costs shall be, by wav of 
illustration and not limitation: 

t 4- R e ntal co s ts of machin ery-apd- equipment, exclusiv e- of hand tools, whether rented from the 

De s i gn ' Builder or others; A , Labor hours and fringe benefit costs of the worksite superintendents') 
when such costs were included, or should have been included, in the original bid submitted or result 
from the Contractor’s inability to meet the approved schedule or required completion date. The 
Contractor must prove, to the satisfaction of the District such additional costs are directly attributable 
to any extension of time beyond the last approved completion date. An increase in contract price for 
additional site supervision shall be at the Districts’ sole discretion. 

B. Perceived additional costs attributable to the Project Manager or supervision and coordination of 

subcontractors, suppliers or Contractor employees, 

C. Costs related to use, rental, purchase or replacement of equipment generally or customarily necessary to 

accomplish the work but not to be incorporated into the work such as. by way of illustration and not 
limitation, hand tools, generators, cleaning equipment, scaffolding, signage, fencing, vehicles, fuel, 
and so forth. 

D. Transportation or travel costs related to the transporting of hired or contracted supervisors, workers or 

subcontractors to and from the worksite or between worksites or to pick-up and deliver materials, 
equipment and processes to the worksite by the Contractor’s or subcontr actor’s own forces including 
parking, tolls, fines, meals, per diem, hotel, living expenses, or other such costs. 

.5-C osts of p re miums for all bon ds and insu fa&eerpmmFfe es, and sal e s, use or s imi lar taxes r e lat e d to 

the W ork: and E , Costs attributable to expediting delivery of materials, equipment or processes 
including telephone calls, facsimile transmissions, copying, employee labor and benefits, and so 
forth. . • 

F, Costs attributable to maintaining a local office, home office or corporate office as well as office staffing, 
equipment and consumables, and so forth. 

_ G, Costs-for maintaining on-site facilities, including work trailers, telephones, computers, licenses, _ 

temporal’/ utilities, and so forth. 

H. Contracted services such as accountants, payroll service providers, attorneys, catering and so forth. 

I Catering or vending services, portable toilets, dumpsters, and so forth. 

J. Other such indirect costs of doing business or costs normally considered inclusive in overhead. 

Allowable Overhead and Profit Charges: Additional overhead and profit attributable to the change in contract 

pricing shall not exceed the following: 

A. For work performed by the Contractor’s own forces, a maximum often percent (10%) of the allowable direct 
costs or the unit pricing negotiated at the time ofaward, 

B. For work performed by a subcontractor’s own forces, a maximum often percent (10%1 of the allowable direct 
costs. 
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C,_ For work performed by a subcontractor, overhead and profit of a maximum of five percent (5%) is 

allowable by the Contractor for administration of the sub-contract. 

S -Additi ona l costs e f sup e rvi si-eft-a nd - fi e l - d - effi e s personnel directly at t ribut abk- to th &- efaafl -ge- . R etainage: 

The District requires a retainage of three and one-half percent (3.5%) of the total contract price, as may be amended 
by any approved Change Order, to be withheld from the Contractor’s payments throughout the term of the 
Agreement and payable at the time of final payment after a) full completion of all work to be performed and all 
requirements established in the Agreement and acceptance by the District, b) submittal of all closeout documents, 
and cj submittal of an affidavit of payment of debts/claims, if requested by the District for every subcontractor who 
performed work on the project evidencing they have received final payment of undisputed work and retainage 
withheld. As a condition of the contract, no more than three and one-half percent (3,5%) shall be retained from the 
progress payments of any subcontractor by the Contractor until final completion of that portion of the work. 

Prompt payment of retainage to all subcontractors at final completion of their acceptable work regardless oftiming 
during the contract is mandatory. The Contractor shall, at final completion, ensure no amount of the Contractor’s 
retained funds is allocable to the completed and accepted work of any subcontractor nor to materials or equipment 
purchased from any supplier unless such amounts are in dispute and the Contractor has not requested payment for 
such .disputed amounts to date. Such amounts in dispute shall be identified on the Contractor’s affidavit ofpayment 
of debts/claims submitted with final documents. 
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§ 7.1.2 The Owner shall render decisions in a timely manner and in accordance with the Design-Builder’s schedule 
agreed to by the Owner. The Owner shall furnish to the Design-Builder, within 15 days after receipt of a written 
request, information necessary and relevant for the Design-Builder to evalua te , giv e notic e of or e nforce m e chanic’ s 
lien - rights. Such information shall include a corr e ct statement of the record l e gal title to the property on whreh - th e 
Prn j not in lor.ntorl. n.nunlly r e ferred to as the s it e, and the Own e r’s interest th e r -ejftr give notices of project 
commencement and take other action to protect the integrity and exclusivity of the project payment bondfs). 
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§ 7.2.4 The Owner shall cooperate with the Design-Builder in securing btfftdiffl ^land development, zoning, and 
other permits, licenses and inspections. 


§ 7.2.7 Prior to the execution of the Design-Build Amendment, the Design-Builder may request in writing that the 
Owner provide reasonable evidence that the Owner has made financial arrangements to fulfill the Owner’s 
obligations under the Design-Build Documents and the Design-Builder’s P ropo s al. - Ther e aft e r, - th e D e s i gn Build er 
may only r e qu e st such e vidence if - (l) the Own e r fail s lo mak e payments to the Design Build e r a -s- the D e sign Build 
Docum e nts r e quire; (2) a chang e in the Work m a t e ria ll y chang e s the Contract Sum; or ( 3-) the Design - Bui l d er 
identifies in writing a -fe asenab l-e concern-regarding the Owner’s ability' to mak e- payment wh e n du e . Th e Owner 
shall furnish such evid e n ce a s- a condition pr e cedent to comm e ncement or continuation of th e Work or the portion of 
th e Work aff e ot -e d - by a material change. After th e Owner furnishes th e evidence, the Owner shall not materially vary 
such finnnr.ini arrang e ments withoul n prior notice to the Design Builder. Proposal.. 
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§ 7.3.2 Upon review of the Submittals required by the Design-Build Documents, the Owner or its designee shall 
notify the Design-Builder of any non-conformance with the Design-Build Documents the Owner discovers. 


If the. Design-Builder defaults or neglects to carry out the Work in accordance with the Design-Build Documents 
and fails within a ten-day period after receipt of written notice from the Owner to commence and continue 
correction of such default or neglect with diligence and promptness, the Owner may, without prejudice to other 
remedies the Owner may have, correct such deficiencies. In such case, an appropriate Change Order shall be issued 
deducting from payments then or thereafter due the Design-Builder the reasonable cost of correcting such 
deficiencies. If payments then or thereafter due the Design-Builder are not sufficient to cover such amounts, the 
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Design-Builder shall pay the difference to the Owner. For Work on the critical path to beneficial occupancy of the 
Project for defined component thereof) the ten-day period referenced herein is reduced to five (5) days during the 
60 days prior to substantial completion as shown on the last schedule properly submitted under § 3.1.9. 


§ 8.1.4 LIQUIDATED DAMAGES FOR LATE SUBSTANTIAL AM) FINAL COMPLETION OP THE WORK. 

Tire Owner and the Contractor agree that time is of the essence and that the Owner will suffer significant damage, 
hardship, and loss if the Work is not substantially completed within the Contract Time, Damages the Owner will 
incur as a result of breach of contract by failure to achieve substantial completion are; use of relocatable classrooms; 
use of alternate sites for the educational program; disruption of class locations; disruption of athletic program; 
disruption of public service activities planned for the project: loss of rental of the project; security risks due to 
comingling of project workers with additional persons on and near the site: additional safety risks of equipment, 
vehicles, and unfinished work on the campus during the academic term; general disruption of the teaching and 
learning process due to project activities during the academic term; moving equipment during the academic term 
when students and full staff are present: harm to the Owner’s reputation and established goodwil l among the 
community, parents, students, and staff due to late delivery of the project; loss of student morale and academic 
performance due to the ongoing Work during the academic term; harm to the Owner’s public relations; disruption 
and inefficiency of the management of all the Owner’s facilities and other current construction projects. The 
measurement of such damages is difficult. Accordingly, such damages are converted to Liquidated Damages as 
follows: for each day the Work is not Substantially Complete beyond the Contract Time allowed for Substantial 
Completion, liquidated damages of $1000 will be due from the Design-Builder to the Owner; for each day the 
Work is not Finally Complete beyond the Contract Time allowed for Final Completion, liquidated damages of $500 
will be due from the Design-Builder to the Owner. 

§ 8.2.1 If the Design-Builder is delayed at any time in the commencement .or progress of the Work by an act or 
neglect of the Owner or of a consultant or separate contractor employed by the Owner; or by changes ordered in the 
Work by the Owner; or by labor disputes, fire, unusual delay in deliveries, unavoidable casualties or other causes 
beyond the Design-Builder’s control; a- delay in purchase of any project property or owner provided surveying and 
testing of such property!; or by an act of god, tornado, .fire, hurricane, blizzard, earthquake, typhoon, or flood that 
damages completed work, stored material, or impedes progress of the work; by delay authorized by the Owner 
pending mediation and binding dispute resolution or by other causes that the Owner determines may justify delay, 
then the Contract Time shall be extended by Change Order for such reasonable time as the Owner may determine. 
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§ 8.2.3 This Section 8.2 do e s not-pr e clud e r e cov e r y of da mag es for d e lay by e ither party u n der oth e r pro v i s ions of 
the Design Build Documents. 

§ 8.2.3 Weather Delays: When adverse weather conditions are the basis for a request for additional time, such 
request shall be documented by data substantiating the weather conditions. . Such time extension request shall be in 
writing and submitted to the District with its Application for Payment. The approved extension of time shall be . 
incorporated in the next Change Order. 

8 8.2.4 Anticipated Weather Delays: A total of two (2) days per calendar month (non-cumulative) shall be _ 

anticipated by the Contractor as "adverse weather." and such time shall not be considered justification for an . 
extension of time. If adverse weather days beyond the two (2) days anticipated are substantiated by written 
(NOAM data indicating precipitation greater than ,10" occurred that day an extension oftime will be allowed to the 
extent of one (1) full day of extended time for each full working day of adverse weather conditions .. Ifthe 
precipitation over .10" is so great that it causes subsequent work days to be lost those days may also be requested as 
a time extension and will be granted day for day basis for days lost in construction operations . A request for 
adverse weather extension shall not be allowed after the date established for substantial completion. 
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§ 9.3.1 At least tem -TWENTY ONE days before the date established for each progress payment,’the Design-Builder 
shall submit to the Owner an itemized Application for Payment for completed portions of the Work. The application' 
shall be notarized, if required, and supported by data substantiating the Design-Builder’s right to payment as the 
Owner may require, such as copies of requisitions from the Architect, Consultants, Contractors, and material 
suppliers, and shall reflect retainage if provided for in the Design-Build Documents. 


Th e Own e r shrill. within s e v e n days aft e r - r e c ei pt of the D e sign Builder’s A p plication for Payment. SEE § A.l.5,1.3 
FOR SCHEDULE. In accordance with the schedule set forth in § A, 1.5,1.3, the Owner issue to the Design-Builder 
a Certificate for Payment indicating the amount the Owner determines is properly due,- and notify the 
Design-Builder in writing of the Owner’s reasons for withholding certification in whole or in part as provided in 
Section 9.5.1. . .. 
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, ■ .7 repeated or substantial failure to carry out the Work in accordance with the Design-Build Documents. 


§ 9.6.4 The Owner has the right to request written evidence from the Design-Builder that the Design-Builder has 
properly paid the Architect, Consultants, Contractors, or other person or entity providing services or work for the 
Design-Builder, amounts paid by the Owner to the Design-Builder for the Work. If th e -Design Build e r fails to 
furnish s uch e vid e nc e w i t - hin sev e n days, th e Owner shall have the right to contact the Architect, Consultants, and 
Contractors to ascertain whether they have been properly paid. The Owner shall have no obligation to pay or to see 
to the payment of money to a Consultant or Contracto r, ex c ep t as may oth e rwis e be r eq uired by law. Contractor. 


§ 9.6J-tMcss the Design Builder provides th e- Qwn e r w - it - h - a -p aym e n t- bond in :h e ful l jn m.il sum of th e Contract 
S um, payments received by the D e sign Build e r for Wo rk prop e rly perform e d fay di e Arch itect. Cons ultant s . 
Contractors and - other per s on or entity' providing s e rvices or work for the Design Builder, s ha l l be held by th e 
Des ign - Builder for the Architect and th e se Consultants, Contractor s , or other person or entity providing s e rvic e s w 
w ork for the D e sign Builder, - for which payment was mad e by the Owner. Nothing contained herein shall r eq uire 
mone y to be plac e d in a s e parate acc o unt and not commingled with mon e y of th e D e sign Build e r, sha ll cr e at e-aay 
fiduciary liability er-tort liability on th e part of the D es ign Builder for br e ach of tru s t or shall e ntitl e any p e rson o r 
entity to an award of punitiv e damag es against th e Design Build e r for breach - of the r e quir e m e nt s of this provisiom 
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§ 9.8.2 When the Design-Builder considers that the Work, or a portion thereof which the Owner agrees to accept 
separately, is substantially complete, the Design-Builder shall p repare and s ubmit - t o dh e- Ow ne r - submit to the Owner 
an occupancy permit issued by the South Carolina Office of School Facilities and a comprehensive list of items to be 
com pleted or corre cted p rior to final payment. Failure to include an i tem on such list does not alter the responsibility 
of the Design-Builder to complete all Work in accordance with the Design-Build Documents. 

§ 9.8.3 Upon receipt of the Design-Builder’s list, the Owner shall mak e an insp e ction to d e termin e wheth e r th e 
tym-lr nr rl p sigmit n .d portion thereof is .snh n tnntially complete. If th e Own e r’s insp e ction - review the Work.. If the 
Owner’s review discloses any item, whether or not included on the Design-Builder’s list, which is not sufficiently 
complete in accordance with the Design-Build Documents so that the Owner can occupy or utilize the Work or 
designated portion thereof for its intended use, the Design-Builder shall, before issuance of the Certificate of 
Substantial Completion, complete or correct such item upon notification by the Owner. In such case, the 
Design-Builder shall then submit a request for another inspection by th e Owner to d e t e rmin e- Sub stantial 
Completio Br review of the Work by the Owner. 
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§ 9.8.5 When the Work or designated portion thereof is substantially complete, the Design-Builder will pr e par e for - 
t he -OwRer’s sisnatur -e- obtain for the Owner an occupancy permit issued by the South Carolina Office of School 
Facilities and a Certificate of Substantial Completion that shall, upon the Owner’s signature, establish the date of 
Substantial Completion; establish responsibilities of the Owner and Design-Builder for security, maintenance, heat, 
utilities, damage to the Work and insurance; and fix the time within which the Design-Builder shall finish all items 
on the list accompanying the Certificate. Warranties required by the Design-Build Documents shall commence on 
the date of Substantial Completion of the Work or designated portion thereof uni ess otherwise provided in the 
Certificate of Substantial Completion. 


§ 9.9.2 Immediately prior to such partial occupancy or use, the Owner and Design-Builder shall jointly insp e ct 
review the area to be occupied or portion of the Work to be used in order to determine and record the condition of 
the Work. 
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.2 failure of the Work to comply with the requirements of the Design-Build Documents; er 
.3 terms of special warranties required by the Design-Build Docurr te f t fe D ocuments; 

A _ post-occupancy services to be provided by or through the Design-Builder. 
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§ 11.2.1 Before or After Substantial Completion. The Design-Builder shall promptly correct Work either rejected 
by the Owner or failing to conform to the requirements of the Design-Build Documents, whether discovered before 
or after Substantial Completion and whether or not fabricated, installed or completed. Costs of correcting such 
rejected or nonconforming W ork, including additional testing and inspections, the cost of uncovering and 
replacement, and compensation for any design consultant employed by the Owner whose expenses and 
compensation were made necessary thereby, shall be at the Design-Builder’s expense. 


§ 11.2.2.1 In addition to the Design-Builder’s obligations under Section 3.1.12, if, within en e y e ar aft e r th e dat -e-ef 
Substantial Completion of t h e Work or designated p o rtion th e r e of or aft e r th e dat e for commenc e ment of warranti es 
established und e r S e ction 9.9 . 1, er by - t e rms of an applicable special warranty requir e d by fiv e D e sign - Bu ild 
Bee um enfe -the. three-year duration of the Design-Builder’s post-occupancy obligations., any ofthe Work is found 
not to be in accordance with the requirements of the Design-Build Documents, the Design-Builder shall correct it 
promptly after receipt of written notice from the Owner to do so unless the Owner has previously given the 
Design-Builder a written acceptance of such condition. The Owner shall give such notice promptly after discovery 
ofthe condition. During the o ne y e ar t his period for correction ofthe Work, if the Owner fails to notify the 
Design-Builder and give the Design-Builder an opportunity to make the correction, the Owner waives the rights to 
require correction by the Design-Builder and to make a claim for breach of warranty. If the Design-Builder fails to 
correct nonconforming Work within a reasonable time during that period after receipt of notice from tire Owner, the 
Owner ma y corre ct it in accordance with Section 7.9. ___ 


§ ,11.2.2.2 Th e on e- y e a -r -This year period for correction of Work shall be extended with respect to portions ofWork 
first performed after Substantial Completion by the period of time between Substantial Completion and the actual 
completion of that portion of the Work. 

§ 11.2.2.3 The on e- vea WThis period for correction ofWork shall not be extended by corrective Work performed by 
the Design-Builder pursuant to this Section 11.2. 
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§ 11.2.5 Nothing contained in this Section 11.2 shall be construed to establish a period of limitation with respect to 
other obligations the Design-Builder has undo- the Design-Build Documents. Establishment of the on -e- y ea r 
two-year period for correction of Work as described in Section 11,2.2 relates only to the specific obligation of the 
Design-Builder to correct the Work, and has no relationship to the time within which the obligation to comply with 
the Design-Build Documents may be sought to be enforced, nor to the time within which proceedings may be 
commenced to establish the Design-Builder’s liability with respect to the Design-Builder’s obligations other than 
specifically to correct the Work. 


If the Owner prefers to accept Work that is not in accordance with the requirements of the Design-Build Documents, 
the Owner may do so instead of requiring its removal and correction, in which case the Contract Sum will be 
reduced as appropriate and equitable. Such adjustment shall be effected whether or not final payment has been 
made. Acceptance ofNonconforming Work may only be evidenced by written agreement specifying the 
nonconformity and the Owner’s informed consent to accept it. Nonconforming Work shall not become accepted 
Work by inaction or implication. 


§ 12.3 Upon execution of the Agreement, the Design-Builder grants to the Owner a limited, irrevocable and 
non-exclusive license to use the Instruments of Service solely and exclusively for purposes of constructing, using, 
maintaining, altering and adding to the Proj e ct, provid e d that th e- Ow n cr substantially p e rforms its obl i gations, 
inei - Hding prompt payment of all sums wh e n du - e. under th e D e sign Build Documents; Project. . The license granted 
under this section permits the Owner to authorize its consultants and separate contractors to reproduce applicable 
portions of the Instruments of Service solely and exclusiv e ly for use in performing services or construction for the 
Project. If t h e Design Build e r rightfully terminates thi s Agreement for cause as provid ed- m Section -1-3.1. A or 
13.2.1 the lie e n -se- granted in this S e ct io n 12.3 shall terminat e . 

1,2.3.1 PROTOTYPE. The Owner shall have the right to use the Instruments of Service as a 
"prototype" design under South Carolina Board of Architectural Examiners regulations and policies. Any 
architect receiving the original plans from the Owner must first acknowledge and accept full responsibility 
for the adequacy of the design for its new project, as well as absolve the original Architect of any 
responsibility of any kind as relates to the original design. Should the Owner provide the Documents 
and/or Specifications to the ArchitectCsj for other Projects, then the original Architect, if not retained for 
the other proiectfsl. shall be relieved of any liabilities arising out of the other Proiectfsl and the Owner will 
indemnify and hold harmless the original Architect from any Claims arising out of such other Projectfs). 

§ 12.3.1 The Design-Builder shall obtain non-exclusive licenses from the Architect, Consultants, and Contractors, 
that will allow the Design-Builder to satisfy its obligations to the Owner under this Article 12. The Design-Builder’s 
licenses from the Architect and its Consultants and Contractors shall also allow the Owner, in the event this 
Agreement is terminated for any reason other than the d e fault of the Owner or in th e-e vent the Design Builder’s 
Archit e ct, Con s ultants, or Contractors terminate their agr e ements with th e- Design Build e r - for caus e r to obtain a 
limited, irrevocable and non-exclusive license solely and exclusiv e ly f or purposes of constructing, using, 
maintaining, altering and adding to the Project, provided that th e Owner (1) agrees to pay - to th e Arch it ect, 

Consultant or Contracto r- all amount s du e , and - (2) provr de- thc Archi te ct, Con s ultant or Contractor with th e Own e r’s 

wr i tt e n a g r ee m ent to indemn ify and h old harmless t he A rchitect, Co n sulta nt or Contrae torfrom all costs an d _ 

exp ens e s, including the cost of def e nse, r e lat e d to claims and cau s e s- of action assort e d by any third p e r -s eR-er- entity 
to th e e x te nt such cost s and e xp e n s es ari s e from th e Owner’s alteration or use of the Instruments of S e rvic e . subject 
to South Carolina regulations and policies concerning successor design professionals... 

§ 12.3.2 In the event the Owner alters the Instruments of Service without the author’s written authorization or uses 
the Instruments of Service without retaining the authors of the Instruments of Service, the Owner releases the 
Design-Builder, Architect, Consultants, Contractors and any other person or entity providing services or work for 
any of them, from all claims and causes of action arising from or related to such uses. The Owner,-to the ext e nt 
permitted by - krw, furt h er agr e es In in d e mn i fy and hold harmle s s th e Design l i u i ld t y. A rc hitect. Consultants, 

Contractors - and any oth e r p e r s on - e r- entity providing s e rv lees-e^werkj& r any ofth e m, from all - eests - and expenses, 
in clud in g the cost of d e fens e , r e iat e d t - o claims - and caus es- of action asserted by any third - person or - entity' to the 
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e xtent such costs and e xpenses arise from th e- Qwner’s alter a tio n - e r use of the Ingtrum & nts - ef - S e fVio e- und e r this 
Section 1 a ^LSr-Tbe-terms of this Section 12.3.2 shall not apply if the Owner rightfully terminates this Agreement for 
cause under Sections 13.1.4 or 13.2.2. 
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§ 13.1.6 In the event of termination not the fault of the Design-Builder, the Design-Builder shall be compensated for 
Work performed prior to t e rmination, togeth e r with-R. -e mb B r s able Exp e ns e s th ea-due -termination and any other 
expenses directly attributable to termination for which the Design-Builder is not otherwise compensated. In no event 
shall tine Design-Builder’s compensation under this Section 13.1.6 be greater than the compensation set forth in 
Section 2.1. 
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§ 13.2.1.3 If one ofthe reasons described in Section 13.2.1.1 or 13.2.1.2 exists, the Design-Builder may, upon seven 
day's’ written notice to the Owner, terminate the Contract and recover from the Owner payment for Work executed, 
including reasonable overhead and profit, profit on that executed Work, and costs incurred by reason of such 
termination, and damag e s, -termination. 


§ 13.2.2.4 If the unpaid balance of the Contract Sum exceeds costs of finishing the Work and other damages 
incurred by the Owner and not expressly waived, such excess shall be paid to the Design-Builder. If such costs and 
damages exceed the unpaid balance, the Design-Builder shall pay the difference to the Owner. The obligation for 
such payments shall survive termination ofthe Contract. Contract and are expressly included in the performance of 
the Work covered by the Design-Builder’s performance bond, 
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§ 13.2.4.3 In case of such termination for the Owner’s convenience, the Design-Builder shall be entitled to receive 
payment for Work executed, and costs incurred by reason of such termination, - a l o Bg- with reasonable overhead -and 
profit on th e W - oric not e x e out e d. -termination. 


§ 14.1.2 Time Limits on Claims. The Owner and Design-Builder shall commence all claims and causes of action, 
whether in contract, tort, breach of warranty or otherwise, against the other, arising out of or related to the Contract 
in accordance with the requirements of the binding dispute resolution method selected in Section 1.3, within the time 
period specified by applicab le la w, but in any ca s e not mor e than 10 y e ars after the dat e of Substantial Completion 
ofthe Work. Th e Owner and D e sign Builder waive all claims and cau ses- of action not comm e ne e d in accordanc e 
with this Section 14.T.2. 1aw. 
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§ 144. - 6.2 If adverse w e ather condition s ar e th e basi s for a Claim for additional time, such Claim -shaH-fee 

docum e nted by data substantiatin g t haLweat h e r co ndit ions were a bnormal for the period of tim e , could not hav e_ 

be en reasonably anticipated, and had an adver s e e ff e ct on th e-sehe d uled c onstr - uette fir 


.2 damages incurred by the Design-Builder for principal office expenses including the compensation of 
personnel stationed there, for losses of financing, business and reputation, and for loss of profit 
except anticipated profit arising directly from the Weri feWork and otherwise available under this 
Agreement. 
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mediation shall proceed in advance of binding dispute resolution proceedings, which shall be stayed pending 
mediation for a period of 60 days from the date of filing, unless stayed for a longer period by agreement of the 
parties or court order. If an arbitration proceeding is stay e d - pursuant to this Section If .3.2, th e parti es- may 
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§-444 4.3 The Own e r and Design Builder grant to any person - er - entity ma d e a party to an arbitration conducted 
und e r this Nation, A e- sam e- rigk te ^ j ^ind e r and eensoli datieH-^fre 


The Contract shall be governed by the law ofthe place where the Project is located except that, if th e par - h es- h - av e 
sel ect e d arbitration as th e m e thod - of b i nd m- g - d - iGpute resolution, the F e d er al Arbitration Act shall go ve rn 
S 6 Ct i- e fl-444 4 ocated. 
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Written notice shall be deemed to have been duly served if delivered in person to the individual, to a member ofthe 
firm or entity, or to an officer of the corporation for which it was intended; or if delivered at, or sent by registered or 
certified mail or by courier service providing proof of delivery to, the last business address lenown to the party 
giving notice. Written notice may also be established by acknowledgements and responses exchanged via 
electronic communications such as electronic mail or any internal messaging functionality of BIM and/or project 
management software used by the parties for the project, 
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Conduct of the Design-Builder’s Principals, Employees, Agents and Representatives 

. The safety and security of District .staff, students and the general, public, are of utmost priority to the 
District. To that end, the Design Builder shall be responsible for ensuring compliance by the Design Builder and 
any employees, agents or representatives, or subcontractors of the Design-Builder, including all Design 
Consultants, to the following: 

A. No drugs, alcohol, knives, firearms or other weapons on District property, whether or not there is an 
existing occupied building. 

B, No fraternizing with, threats to, or use of abusive or profane language in the presence of students, parents, 
visitors, or District representatives, agents, or employees, 

C. No improper attire, actions or gestures while on any District property. 

No smoking on District property in conformance to Horry County Board of Education policy. Violations 
of such policy shall result in a civil penalty of up to $1.000 per occurrence to the individual responsible 
and/or the Architect for whom the individual is a Principal, employee, agent, or representative. 

D, Secure SLED (State Law Enforcement Division) criminal background checks on all the 
Design-Builder’s Principals, employees, agents, and representatives, and subcontractors, performing work on 
District property and contractually require the same of all Design Consultants, their employees, agents, and 

. representatives. No employees, agents or representatives, or subcontractors, ofthe and Design Builder having 
. committed violent crimes, crimes against children, or crimes of moral turpitude are allowed access to the 
District’s premises. Such SLED criminal background checks shall be maintained on file in the offices of the 
Design Builder and made available to appropriate District personnel or the District’s legal counsel 
_it Jmmediatelvjmcaixeauest^ ______ 


Promotional Materials 

The Design Builder shall have the right to include photographic or artistic representations ofthe design of 
the Project, among the Design Builder’s promotional and professional materials. The Design 
Builder shall be given reasonable access to the completed Project to make such representations. The District 
shall provide professional credit for the Architect and Design Builder in the District’s promotional 
materials for the Project, The Architect shall not make any representations in promotional and professional 
materials other than the identification of the District without the District’s approval of the written copy prior to 
submission, printing and distribution. This condition shall survive termination or completion of this Agreement. 
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Drug-Free Workplace 


The Architect and the Architect’s Design Consultants shall be responsible for initiating, maintaining and 
supervising all drug-free programs in connection with the performance of this Agreement. The drug-free programs 
shall conform to Title 44, Chapter 107, § 44-107-10 through § 44-107-90 of the South Carolina Code of Laws as 
may be amended. 


Right to Audit Project 

The District shall have the right to audit the books and records of the Architect to the extent that the books and 
records relate to the performance of this Agreement and shall include all pricing and Change Order data. Such 
books and records related to the work covered under this Agreement shall be maintained by the Architect for 
a period of not less than three (3) years from the date of final payment to the Architect under this Agreement. 
This requirement shall also apply to any Design Consultants performing services under the Architect’s direction. 

The Office of General Services of the State of South Carolina, or any auditor under contract with the District has 
the right to audit the Architect’s records related to any Project incorporated under this Agreement during the time 
frame stated in the previous paragraph. The Architect shall ensure that all records pertaining to any Project are 
available for inspection at the location specified by the District within seventy-two (72) hours of notification at 
no additional cost to the District. This requirement shall survive termination or completion of the Agreement. 

Traffic Control On-Site and Off-Site; The Design-Builder shall conduct its operations in a manner to not 
interrupt pedestrian or vehicle traffic except as approved by the District and the South Carolina Department of 
Transportation. The worksite shall be confined to the smallest area possible allowing maximum use of streets, 
sidewalks, parking areas or other pedestrian areas and reduce to a minimum any hazard to traffic or pedestrians. 
The Design-Builder shall use worker and traffic control signs and devices necessary to comply with Section VI of 
U.S. Department of Labor; Federal Highway Administration. Manual on Uniform Traffic Control Devices for 
Streets and Highways ("Washington, DC: GPO) as may be amended, to facilitate traffic control on public roads, 
streets, or highways when work performed obstructs public traffic. When such traffic areas are obstructed to any 
extent by work in progress, workers equipped with flags shall direct vehicle and pedestrian traffic. The workers so 
designated shall not be assigned any other duties while engaged in directing traffic. 

Safety Designee: The Design-Builder shall designate a competent individual at the worksite whose duty shall 
be the prevention of accidents and the implementation and monitoring of all OSHA construction safety standards 
and requirements. The competent individual shall serve as spotter where there is exposure of pedestrians, students, 
parents, or visitors to falling debris and, in addition, shall ensure on a daily basis that all fencing or other safety 
barriers are in an upright position to prevent ingress and egress to "lav down" areas or work areas by unauthorized 
individuals. 


Licenses and Permits: During the term of the contract the Contractor shall be responsible for obtaining 
and' maintaining in good standing, all licenses (including professional licenses, if any), permits, 
inspections and related fees for each or any such licenses, permits and/or inspections required by state, county, 
city or other government entity or unit to accomplish the work specified in this solicitation and the contract. 


_ Iran Divestment Act: The Iran Divestment Act List is a list published by the State! Board pursuantto 

Section 11- 57-310 that identifies persons engaged in investment activities in Iran, Currently, the list is available at 
the following URL:. http://procur&ment.sc.gov/PS/PS-irandivestment.phtm(.') Consistent with Section 1 l-57-310(B~). 
the Contractor shall not contract with any person to perform a part of the Work, if.- at the time you enter into a 
subcontract that person is on the then-current version of the Iran Divestment Act List 

Immigrant Workers: The "South Carolina Illegal Immigration and Reform Act" requires all employers to verify the 
legal status of new employees and prohibits employment of any worker who is not legally in.this country and 
authorized to work. Effective January 1,2012, all South Carolina employers are required to enroll in the U.S. 

Department of Homeland Security’s E-Verity program and verify the status of new employees within three business 
days, using E-Verify. Failure to use B-Verifv to verify new hires will result in probation for the employer or 
suspension/revocation of the employer’s business licenses. 
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SC IMMIGRATION LAW. S.C. Code § 8-14-40 Compliance; Design-Builder certifies that the Design-Builder 
will comply with the requirements of S.C. Code $ 8-14-10 et sea, and agrees to provide to the Owner any 
documentation required to establish either: (a) the applicability of that chapter to the contractor, subcontractor, and 
sub-subcontractor; or (b) the compliance with this that chapter by the contractor and any subcontractor or 
sub-subcontractor, 


Business license, insurance, and bonds must be obtained prior to issuance of a Notice to Proceed. Failure to obtain 
these within thirty f30) days of execution of the agreement makes this Agreement voidable at the option of the 
Owner. 
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,4 AIA Docum e nt Aid 1™ 201 -1 , Exhibit©, - - Sustainable Projects, if compl e te d 

-A IA Docume n t B203™ 2013 ; Building Information Modeling and Digital Data Exhibit, if 

complete d, or the fol4owi - ng: - Owner’s Request for Proposals No, 1415-91 (with addenda) and 
Design-Builder’s Proposal to the same as accepted by the Horry County Board of Education. 


45-Otherr 

.5_ Post-Occupancy Requirements stated in Owner’s Request for Proposals No. 1415-91. 


Joe Defeo. Chair of the Board of Education Robert Ferris. Authorized Member 


Additions and Deletions Report for AIA Document A141™-2014. Copyright © 2004 and 2014 by The American Institute of Architects. All rights reserved.^ 
WARNING: This AIA' 9 Document is protected by U.S. Copyright Law and International Treaties. Unauthorized reproduction or distribution of this AIA" 
Document, or any portion of it, may result in severe civil amt criminal penalties, and will be prosecuted to the maximum extent possible under the law. 
This document was produced by AIA software at 12:02:17 on 11/22/2015 under Order No.0239586208_1 which expires on 07/14/2016, and is not for resale. 
User Notes: (1970631282) 


PAPR - 001142 










Certification of Document’s Authenticity 

AIA® Document D401™ - 2003 


I,_, hereby certify, to the best of my knowledge, information and 

belief, that I created the attached final document simultaneously with its associated Additions and Deletions Report 
and this certification at 12:02:17 on 11/22/2015 under Order Mo. 0239586208_1 from AIA Contract Documents 
software and that in preparing the attached final document I made no changes to the original text of AIA® Document 
A141™ - 2014, Standard Form of Agreement Between Owner and Design-Builder, as published by the AIA in its 
software, other than those additions and deletions shown in the associated Additions and Deletions Report. 


(Signed) 


(Title) 


(Dated) 
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Sheri L. Wainscott 


From: 

Sent: 

To: 

Subject: 

Attachments: 


Keith R. Powell 

Sunday, November 22, 2015 12:17 PM 
'Robbie Ferris' 

RE: CORRECTED E: RF revisions to checked draft 11_20_2015 

673449 EX A - Final - (l).pdf; a 141 ffep - Final - (l).pdf; EX B v2 - Final - (l)(l).pdf 


Follow Up Flag: Follow up 

Flag Status: Flagged 


Categories: 


Red Category 


Keith R. Powell 
Childs & Halligan, P.A. 
Columbia, South Carolina 
www.childs-halligan.com 
(803)254-4035 


NOTICE: This e-mail may contain information that is personal and confidential, non-disclosable and protected by 
attorney-client privilege. If you have received this e-mail in error, this does not constitute permission to examine, copy 
or distribute the accompanying material. If you receive this message in error, please notify us by telephone as listed 
above immediately.. 

From: Robbie Ferris [maiIto:RFerris@sfla.biz] 

Sent: Saturday, November 21, 2015 7:10 PM 
To: Keith R. Powell 

Cc: Aaron Thomas (athomas@metconus.com); Michael Richter 
Subject: RE: CORRECTED E: RF revisions to checked draft 11_20_2015 

Keith, 

When you make these changes I need to send the final to the bonding company for their approval. 

Flere are my comments. 

I just happened to find one item A.3,1.6 and A.3.1.7 that 1 thought were had agreed upon that was changed. If there are 
other substantial things that you changed please let me know where they are. 

Main Document_____ 

® The weather delays and anticipated weather language I sent you thins morning or something like that needs to 
be included. Most of our subs plan on working Saturday and or Sunday to get the work done. To not allow rain 
days if they fall on the weekend would be to defeat the purpose. Also we are told getting a rain day out of HCS 
with their current language takes a supreme court judge, seriously! We don't want to have to hire a scheduling 
expert and a lawyer every time it rains. The language needs to be simple , if it rains more than 2 days per month 
we get the extra days. As I see it were are saving HCS a lot of embarrassment by making this concession. They 
unnecessarily delayed the procurement process not us. I would rather not recount the delays because it would 
be unproductive at this point, We are taking risk here. What if we have a dry year? Regardless of the time 
extensions they should know we will do everything in our power to finish these jobs when they need them. We 
would not be able to withstand the political pressure of kids not have a school to attend even if we contractually 
had the time. 


PAPR - 001144 





* A.1.5.1.3-exhibit f that you sent us from HCS says if we submit application for payment by the 25 rd we get paid 
by the 15 th of the following month. The last blank is (30) days according to exhibit F 

• A.2.2 May l s1 goes here I think 

• A.3.1.6- We need something like this., again, we don't need to argue about if our proposal complies with the 
conceptual design or any other project requirement. They accepted our proposal. — 

The design builders proposal clarifies the design builders assumptions and clarifications. 

* A.3.1.7- The design builders proposal has been determined by the owner to be an acceptable interpretation of 
the RFP and the project requirements. 

From: Keith R. Powell rmailto:kpowell(5)childs-halliqan.netl 
Sent: Saturday, November 21, 2015 4:14 PM 
To: Robbie Ferris 

Subject: CORRECTED E: RF revisions to checked draft 11_20_2015 
Importance: High 

Forget prior. Here they are. Remote computer not as simple as being there. 

Keith R. Powell 
Childs & Halligan, P.A. 

Columbia, South Carolina 
www.childs-halliRan.com 
(803) 254-4035 


NOTICE: This e-mail may contain information that is personal and confidential, non-disclosable and protected by 
attorney-client privilege. If you have received this e-mail in error, this does not constitute permission to examine, copy 
or distribute the accompanying material. If you receive this message in error, please notify us by telephone as listed 
above immediately. 

From: Keith R. Powell 

Sent: Saturday, November 21, 2015 4:13 PM 
To: 'Robbie Ferris' 

Subject: RE: RF revisions to checked draft 11_20_2015 

How are these? Will make changes for MB and SMS issues. 

Keith R. Powell 
Childs & Halligan, P.A. 

Columbia, South Carolina 
www.childs-halliRan.com 
-(SGT)-2S4=4035 


NOTICE: This e-mail may contain information that is personal and confidential, non-disclosable and protected by 
attorney-client privilege. If you have received this e-mail in error, this does not constitute permission to examine, copy 
or distribute the accompanying material, If you receive this message in error, please notify us by telephone as listed 
above immediately. 

From: Robbie Ferris rmailto:RFerris(S)sfla.bizl 
Sent: Saturday, November 21, 2015 1:17 PM 
To: Keith R. Powell 

Subject: Fwd: RF revisions to checked draft 11_20_2015 
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Keith please see below, there are a few tweaks to what we sent you last night. It should simplify things a little and take 
some of the?'s that could arise later out 

Sent from my iPhone 

Begin forwarded message: 

From: Aaron Thomas < athomas(5)metconus.com > 

Date: November 21, 2015 at 1:15:16 PM EST 
To: "Robert W. Ferris" < rferris(a>sfla,biz > 

Subject: FW: RF revisions to checked draft 11_20_2015 

Robbie-1 just read this again and realized we had made a mistake that could cause confusion. The 
attached revision made 2 minor changes to what we sent last night: 

1. On weather delays I deleted the reference to the 10 year NOAA average being a baseline we 
would compare to. I did this because if we are already using 2 days per month as the baseline 
for adverse weather all we need NOAA for is to substantiate the days over 2 so it is not 
subjective in nature with the staff. Example If we have 5 days of rain in December 2015 that is 
over .10" then we would turn in the NOAA report for the project locale showing we had the 5 
days over .10 and we would get an extension via change order for 3. <(5) days over .10" - (2) 
days expected in contract = (3) days extension> 

2. I also added ACT OF GOD Language to the 8.2.1. We talked about it but forgot to add it. Must 
have been tired. 

Call me if you have any questions. I'm at the office. 


Warm Regards, 

Aaron Thomas, MCM, LEED-AP [ President 

Metcon, Inc. | 763 Comtech Drive j PO Box 1149 | Pembroke, NC 28372 
office 910.521.8013 | mobile 910.734.0537 | email:athomas@ metconus.com 
website I linkedin I twitter I instaqram 
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Document A141™ - 2014 Exhibit A 


Design-Build Amendment 


This Amendment is incorporated into the accompanying ALA Document A141™—2014, 
Standard Form of Agreement Between Owner and Design-Builder dated the twenty-third 
day of November in the year two thousand fifteen (the "Agreement") 

(In words, indicate day, month and year.) 

for the following PROJECT: 

(Name and location or address) 

New Carolina Forest Middle School per Owner’s Request for Proposals No. 1415-91and 
the Design-Builder’s proposal to the Owner pursuant to Owner’s Solicitation No. 
1415-91 

THE OWNER; 

(Name, legal status and address) 

Horry County Schools, South Carolina, a political subdivision of the State of South 
Carolina. 

335 Four Mile Rd. 

Conway, SC 29526 

THE DESIGN-BUILDER: 

(Name, legal status and address) 


ADDITIONS AND DELETIONS: 

The author of this document has 
added information needed for its 
completion. The author may also 
have revised the text of the original 
AIA standard form. An Additions and 
Deletions Report that notes added 
information as well as revisions to 
the standard form text is available 
from the author and should be 
reviewed. A vertical line in the left 
margin of this document indicates 
where the author has added 
necessary information and where 
the author has added to or deleted 
from the original AIA text. 

This document has important legal 
consequences. Consultation with an 
attorney is encouraged with respect 
to its completion or modification. 


FIRSTFLOOR ENERGY POSITIVE LLC, 

333 Fayetteville St., Suite 225 
Raleigh, NC 27601 

The Owner and Design-Builder hereby amend the Agreement as follows. 


Consultation with an attorney is also 
encouraged with respect to 
professional licensing requirements 
in the jurisdiction where the Project 
is located. 


TABLE OF ARTICLES 
A.1 CONTRACT SUM 

A.2 CONTRACT TIME 

A.3 INFORMATION UPON WHICH AMENDMENT IS BASED 

A.4 DESIGN-BUILDER’S PERSONNEL, CONTRACTORS AND SUPPLIERS 


A.5 COST OF THE WORK 
ARTICLE A.1 CONTRACT SUM 

§ A.1,1 The Owner shall pay the Design-Builder the Contract Sum in current funds for 
the Design-Builder’s performance of the Contract after the execution of this Amendment. 

The Contract Sum shall be one of the following and shall not include compensation the 
Owner paid the Design-Builder for Work performed prior to execution of this 
Amendment: 

(Check the appropriate box.) 

[ X ] Stipulated Sum, in accordance with Section A. 1.2 
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(Paragraphs deleted) 
below 


§ A.1.2 Stipulated Sum 

§ A.1.2.1 The Stipulated Sum shall be forty-five million nine hundred thirty thousand two hundred twenty-seven 
dollars ($ 45,930,227.00), subject to authorized adjustments as provided in the Design-Build Documents. 


(Paragraphs deleted) 

(Table deleted) 

(Paragraphs deleted) 

(Table deleted) 

(Paragraphs deleted) 

§ A.1.5 Payments 
§ A.1.5.1 Progress Payments 

§ A.1.5.1.1 Based upon Applications for Payment submitted to the Owner by the Design-Builder, the Owner shall 
make progress payments on account of the Contract Sum to the Design-Builder as provided below and elsewhere in 
the Design-Build Documents. 

§ A.1.5.1.2 The period covered by each Application for Payment shall be one calendar month ending on the last day 
of the month. 

§ A.1.5.1.3 An itemized payment request shall be submitted to the District by the 25"' day of each month that 
payment is being requested and at completion of the project, using the form provided by the District. The 
payment request shall not include a) any work anticipated to be completed but not completed by the end of 
each month being requested; b) any materials not incorporated into the work to be performed except those 
properly stored as stated in the Contract Agreement; c) any damaged, used, inferior or substituted materials 
not meeting the requirements and standards of the contract; nor dj any amounts the Contractor does not 
intend to pay to any subcontractor or supplier, where performance or material quality is in question or any 
other dispute is pending. If, upon review of the payment request and based upon the best determination of 
the District, the amount requested does not accurately represent, in the District's opinion, the progress of the 
completed work to be performed in the Scope of Work the District shall have the right to adjust the payment 
request to more accurately reflect the percentage of completed work/services. The District shall approve and 
authorize paymentto the Contractorno more often than once monthly. Paymentby the District of 
undisputed amounts shall be made by the 15’" day of the following month if request is received by Contractor 
by the 25"’ of the month. If payment request is not received by the 25'”. the payment will be made within 
thirty (30} days from the date the District receives the payment request 

(Paragraph deleted) 

§ A.1.5.1.5 With each Application for Payment the Design-Builder shall submit the most recent schedule of values in 
accordance with the Design-Build Documents. The schedule of values shall allocate the entire Contract Sum among 
the various portions of the Work. Compensation for design services, if any, shall be shown separately. The schedule 
of values shall be prepared in such form and supported by such data to substantiate its accuracy as the Owner may 
require. This schedule of values, unless objected to by the Owner, shall be used as a basis for reviewing the 
-T)erign-Buildei%^piaf«taft#4s¥^iyffl68ii-»- 4 -— 

§ A.1.5.1.6 In taking action on the Design-Builder’s Applications for Payment, the Owner shall be entitled to rely on 
the accuracy and completeness of the information furnished by the Design-Builder and shall not be deemed to have 
made a detailed examination, audit or arithmetic verification of the documentation submitted in accordance with 
Sections A.1,5.1.4 or A.1.5.1.5, or other supporting data; to have made exhaustive or continuous on-site inspections; 
or to have made examinations to ascertain how or for what purposes the Design-Builder has used amounts 
previously paid. Such examinations, audits and verifications, if required by the Owner, will be performed by the 
Owner’s auditors acting in the sole interest of the Owner. 

§ A.1.5.1.7 Except with the Owner’s prior approval, the Design-Builder shall not make advance payments to 
suppliers for materials or equipment which have not been delivered and stored at the site. 
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§ A.1.5.2 Progress Payments—Stipulated Sum 

§ A.1.5.2.1 Applications for Payment where the Contract Sum is based upon a Stipulated Sum shall indicate the 
percentage of completion of each portion of the Work as of the end of the period covered by the Application for 
Payment. 

§ A.1.5.2.2 Subject to other provisions of the Design-Build Documents, the amount of each progress payment shall 
be computed as follows: 

. 1 Take that portion of the Contract Sum properly allocable to completed Work as determined by 

multiplying the percentage completion of each portion of the Work by the share of the Contract Sum 
■ allocated to that portion of the Work in the schedule of values, less retainage of three and one/half 
percent ( 3.5 %) on the Work. Pending final determination of cost to the Owner of Changes in the 
Work, amounts not in dispute shall be included as provided in Section 6.3.9 of the Agreement; 

.2 Add that portion of the Contract Sum properly allocable to materials and equipment delivered and 
suitably stored at the site for subsequent incorporation in the completed construction (or, if approved 
in advance by the Owner, suitably stored off the site at a location agreed upon in writing), less 
retainage of three and one-half percent ( 3.5 %); 

.3 Subtract the aggregate of previous payments made by the Owner; and 

.4 Subtract amounts, if any, the Owner has withheld or nullified, as provided in Section 9.5 of the 
Agreement, 

§ A.1.5.2.3 The progress payment amount determined in accordance with Section A.1.5.2.2 shall be further modified 
under the following circumstances: 

.1 Add, upon Substantial Completion of the Work, a sum sufficient to increase the total payments to the 
full amount of the Contract Sum, less such amounts as the Owner shall determine for incomplete 
Work, retainage applicable to such work and unsettled claims; and 

(Section 9,8.6 of the Ag-eement discusses release of applicable retainage upon Substantial 
Completion of Work) 

.2 Add, if final completion of the Work is thereafter materially delayed through no fault of the 

Design-Builder, any additional amounts payable in accordance with Section 9.10.3 of the Agreement. 


(Paragraphs deleted) 

§ A.1.5.5 Final Payment 

§ A.1.5.5.1 Final payment, constituting the entire unpaid balance of the Contract Sum, shall be made by the Owner to 
the Design-Builder not later than 30 days after the Design-Builder has folly performed the Contract and the 
requirements of Section 9.10 of the Agreement have been satisfied, except for the Design-Builder’s responsibility to 
correct non-conforming Work discovered after final payment or to satisfy other requirements which extend beyond 
final payment. 


(Paragraph deleted) 

ARTICLE A.2 CONTRACT TIME 

§ A.2.1 Contract Time, as defined in the Agreement at Section 1.4.13, is the period oftime, including authorized 
adjustments, for Substantial Completion of the Work. 


| §’ A.2.2 The Design-Builder shall achieve Substantial Completion of the Work as follows: 

| May 1,2017. 

| (Table deleted) 

, subject to adjustments of the Contract Time as provided in the Design-Build Documents. 

(Insert provisions, if any, for liquidated damages relating to failure to achieve Substantial Completion on time or for 
bonus payments for early completion of the Work.) 

j Liquidated damages per A141-2014. 
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ARTICLE A.3 . INFORMATION UPON WHICH AMENDMENT IS BASED 

§ A.3.1 The Contract Sum and Contract Time set forth in this Amendment are based on the Owner’s Design 
Requirements (including addenda to the RFP) and the Design-Builder’s proposal to the Owner pursuant to Owner’s 
Solicitation No. 1415-91.: 


(Paragraphs deleted) 

(Table deleted) 

(Paragraphs deleted) 

(Table deleted) 

(Paragraphs deleted) 

(Table deleted) 

(Paragraphs deleted) 

(Table deleted) 

(Paragraph deleted) 

§ A.3.1.5 Allowances and Contingencies: 

(Identify any agreed upon allowances and contingencies, including a statement of their basis.) 
.1 Allowances 


Owner Furniture Allowance 
Owner Hardware Allowance 
Owner Controls Allowance 
Owner Fire Alarm Allowance 
Owner Special Inspections All 
Owner Commissioning Allowance 
Owner Technology Allowance 
Owner Landscaping Allowance 


$ 1 ,500,000 
$ 350,000 
$ 650,000 
$ 750,000 
$ 150,000 

$ 125,000 
$ 1 ,865,000 
$ 200,000 


.2 Contingencies 

Owner contingency is currently Not in Contract and amounts will be determined by Modification. 


§ A.3.1.6 Design-Builder’s assumptions and clarifications: 


Pursuant to the Proposal accepted by the Horry County Board of Education on November 2, 2015. The 
Design-Builder’s Proposal clarifies the Design-Builder’s assumptions and clarifications. The Horry County Board 
of Education accepts the Proposal as an acceptable interpretation of the Design Requirements. 


(Paragraphs deleted) 

ARTICLE A.4 DESIGN-BUILDER’S PERSONNEL, CONTRACTORS AND SUPPLIERS 
§ A.4,1 Tire Design-Builder’s key personnel are identified below: 

(Identify name, title and contact information.) 

Carolina Forest Middle School: : _ __ 

Superinte¥denfTMark Branch 
Project Manager: Charlie Rollins 
(Paragraphs deleted) 

Assistant Superintendent: Gary Pipkin 

§ A.4.2 Tire Design-Builder shall retain the following Consultants, Contractors and suppliers, identified below: 
(List name, discipline, address and other information.) 

SfL+a Architects: Architect, Raleigh NC 

Metcon/TA Loving joint venture: General Contractor, Pembroke NC 
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ARTICLE A.5 COST OF THE WORK 


(Paragraphs deleted) 

(Table deleted) 

(Paragraphs deleted) 

§ A.5.4 Other Agreements 

(Paragraph deleted) 

§ A.5.4.2 Agreements between the Design-Builder and Contractors shall conform to the applicable payment 
provisions of the Design-Build Documents. 

§ A.5.4.3 The agreements between the Design-Builder and Architect and other Consultants identified in the 
Agreement shall be in writing. These agreements shall be promptly provided to the Owner upon the Owner’s written 
request. 

§ A.5.5 Accounting Records 

The Design-Builder shall keep full and detailed records and accounts related to the cost of the Work and exercise 
such controls as may be necessary for proper financial management under the Contract and to substantiate all costs 
incurred. The accounting and control systems shall be satisfactory to the Owner. The Owner and the Owner’s 
auditors shall, during regular business hours and upon reasonable notice, be afforded access to, and shall be 
permitted to audit and copy, the Design-Builder’s records and accounts, including complete documentation 
supporting accounting entries, books, correspondence, instructions, drawings, receipts, subcontracts, Contractor’s 
proposals, purchase orders, vouchers, memoranda and other data relating to the Contract. The Design-Builder shall 
preserve these records for a period of three years after final payment, or for such longer period as may be required 
by law. 

§ A.5.6 Relationship of the Parties 

The Design-Builder accepts the relationship of trust and confidence established by this Agreement and covenants 
with the Owner to exercise the Design-Builder’s skill and judgment in furthering the interests of the Owner; to 
furnish efficient construction administration, management services and supervision; to furnish at all times an 
adequate supply of workers and materials; and to perform the Work in an expeditious and economical manner 
consistent with the Owner’s interests. 

This Amendment to the Agreement entered into as of the day and year first written above. 


OWNER (Signature) DESIGN-BUILDER (Signature) 

I Joe Defeo, Chairman of the Board of Education Robert Ferris, Authorized Member 

(Printed name and title) (Printed name and title) 
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Additions and Deletions Report for 

® Til 

AIA Document A141 - 2014 Exhibit A 

This Additions and Deletions Report, as defined on page 1 of the associated document, reproduces below all text the author has 
added to the standard form AIA document in order to complete it, as well as any text the author may have added to or deleted from 
the original AIA text. Added text is shown underlined, Deleted text is indicated with a horizontal line through the original AIA text. 

Note: This Additions and Deletions Report is provided for information purposes only and is not incorporated into or constitute any 
part of the associated AIA document. This Additions and Deletions Report and its associated document were generated 
simultaneously by AIA software at 12:15:28 on 11/22/2015. 


PAGE 1 

This Amendment is incorporated into the accompanying AIA Document A141™—2014, Standard Form of 
Agreement Between Owner and Design-Builder dated the twenty-third day of November in the year two 
thousand fifteen (the "Agreement") 


New Carolina Forest Middle School per Owner’s Request for Proposals No. 1415-91 and the Design-Builder’s 
proposal to the Owner pursuant to Owner’s Solicitation No. 1415-91 


Horry County Schools. South Carolina, a political subdivision of the State of South Carolina. 
335 Four Mile Rd. 

Conway, SC 29526 


FIRSTFLOOR ENERGY POSITIVE LLC, 
333 Fayetteville St., Suite 225 
Raleigh, NC 27601 


[ X_] Stipulated Sum, in accordance with Section A. 1.2 b elo w 

{- ]Co s t of t h e Work plus the D e sign Builder’s P ee , in ac c ordanc e with S e ction A.1.3 below 

f- ]Cost of th e Work plu s th e De s ign ' Build e r’ s -F e e with a Guaran tee d Maximum Pric e , in - accordance 

with S e ction A.1.1 below 

(Base d on th e s e l e ction ab ove , complete S e ction A.1.2, A-nTer-AT-H b e low r) 


PAGE 2 

§ A.1.2.1 The Stipulated Sum shall be($-T -forty-five million nine hundred thirty thousand two hundred 

twenty-seven dollars ($ 45,930,227,001, subject to authorized adjustments as provided in the Design-Build 
Documents. 

§ A.1.2.2 The Stipulated Sum is bas e d upon th e following alt er n ates, if any, wh i ch ar e d e serih e d - m - th e D e si - gn Build 
Docum e nt s - and -a re-he r e by acc e pted by the Own e r: 

(State the numbers or other ide n tification of aeeepted - al te rnat es ^ If the Cdvnep is-permittcd to accept other alternates 
subsequent to the execution of this Amendment, attach a schedule of such other alternates shewing the change in 
Stipulated Sum for each and the deadline by which the atierm te- must be aeee p tedr ) 
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Umte-and-Umita t i ons 


Item 
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§- A.1. 4 .3.5 Assumptions, if any, on which the Guarante e d Maximum Pric e-is ba sedf 


§ A.1.5.1.2 The period covered by each Application for Payment shall be one calendar month ending on the last day 

month. 

§ A.1.5,1.3 Prov i d e d t h a t a n Application for Payment is r e c eive d not l at e r i l n ; n th e- day of th e month, the Owne r 

s hii l I mak e payment of ih e v e ri i li e d amuun i to th e D esign-Bu ild e r nui inl e t li i ar. di e- day of th e- men - th - . - I -f- aa 

Application for Payment is receiv e d by th e Owner aft e r th e -appl i cation dat e fix e d abov e , paym e nt - shall be made by 

the Owner not later than -(- ) days aft e r th e Owner receives the Application for Paym e nt. 

{Federal, state - or lee a l Imva-may req u ire -- paymentmi - hm a certain period, of time ,) A n itemized payment request 
shall be submitted to the District bv the 25"' day of each month that payment is being requested and at 
completion of the project, using the form provided bv the District. The payment request shall not include al 
any work anticipated to be completed but not completed bv the end of each month being requested; bl any 
materials not incorporated into the work to be performed except those properly stored as stated in the 
Contract Agreement: cl any damaged, used, inferior or substituted materials not meeting the requirements 
and standards of the contract: nor dl any amounts the Contractor does not intend to pay to any subcontractor 
or supplier, where performance or material quality is in question or any other dispute is pending. If. upon 
r eview of the payment request and based upon the best determination of the District the amount requested 
does not accurately represent, in the District's opinion, the progress of the completed work to be performed 
in the Scope of Work the District shall have the right to adjust the payment request to more accurately reflect 
the percentage of completed work/services. The District shall approve and authorize payment to the 
Contractor no more often than once monthly. Payment by the District of undisputed amounts shall be 
made bv the 15"' day of the following month if request is received bv Contractor bv the 25"' of the month. If 
payment request is not received by the 25" 1 . the payment will be made within thirty f301 days from the date 
the District receives the payment request 

§- A.1.5.1. 4 With e a ch Ap ph ci ili o n for Paym e nt where th e- Gentract Sum is ba se d upon th e- €est of t h e Work, or th e 
C o st of th e Werk-witb a-Guarant e ed Maximum Pric e . il: e D es ign - Bu il d er .s hall snbniil payroll s . p e tty - ea sh- ac - c - ou B fe, - 
r e c e ipted Invoic es or invoic e s with check vouchers attached, and any -et h e r evidenc e r e quir e d by th e Ow neete 
d e mon s trat e that - eash disburs e ments alr e ady mad e-b y- t he D e sign Builder on account ofth e Cost ofth e Work equal 
er-ex eecd (1) progres s paym e nts alr e ady r e ceived by th e-Des ign Bui14 e r - ,d es s -f 2) that portion of those paym e nts . 
attributable to th e D e sign B u ilder’ s F ee ;-pl ns- (3) payrolls for th e period cov e r e d by th e pr ese nt Applicat i on for 
Paym e nt. 

§ A.1.5.1.5 With each Application for Payment where the Contract S um is bas e d upon a Stipulat e d Sum or Cost of 
the Work w i t h a Guarant ee d - M - a - ximum Price, th e : D esign-Bui 1 der shall submit the most recent schedule of values in 
accordance with the Design-Build Documents. The schedule of values shall allocate the entire Contract Sum among 
-thewarious-portions-oTtheAWir-k^Compensation-for-design-services,-iTany-,- shall-be-sho-TO-separnt e ly: Wh e re-th e— 
C ontrac t S um is based on the Cost ofth e Work with n - Guarante e d Maximum Price, the Design Builder’s Fee shall 
be shown separately. The schedule of values shall be prepared in such form and supported by such data to 
substantiate its accuracy as the Owner may require. This schedule of values, unless objected to by the Owner, shall 
be used as a basis for reviewing the Design-Builder’s Applications for Payment. 

PAGE 3 


. 1 Take that portion of the Contract Sum properly allocable to completed Work as determined by 

multiplying the percentage completion of each portion of the Work by the share of the Contract Sum 
allocated to that portion of the Work in the schedule of values, less retainage of three and one/half 
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percent ( 3.5 %) on the Work. Pending final determination of cost to the Owner of Changes in the 
Work, amounts not in dispute shall be included as provided in Section 6.3.9 of the Agreement; 

.2 Add that portion of the Contract Sum properly allocable to materials and equipment delivered and 
suitably stored at the site for subsequent incorporation in the completed construction (or, if approved 
in advance by the Owner, suitably stored off the site at a location agreed upon in writing), less 
retainage of three and one-half percent ( 3,5 %); 
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§ A.1.5.5,1 Final payment, constituting the entire unpaid balance of the Contract Sum, shall be made by the Owner to 
the Design-Builder not later than 30 days after the Design-Builder has fully performed the Contract and the 
requirements of Section 9.10 of the Agreement have been satisfied, except for the Design-Builder’s responsibility to 
correct non-conforming Work discovered after final payment or to satisfy other r e quir e ro e nt s -ifaft Y^ requirements 
which extend beyond final payment. 

§ A.1.5.5.2 If th e -Gontrnct Sum i s bas e d an th e Cost of the Work, th e Owner-’s - auditors will r e vi e w and r e port in 

wri t ing on th e D e sign Build e r’s final accounting within 30 days aft e r th e D esi gn Build er-d elivers the final 

accounting to th e Own e r. Ba s ed upon th e Cost of th e Work th e Own e r ’ s auditors report te b e - substantiat e d by the 
D esign Builder’s final accounting,- a nd provid e d th e other conditions of S e ction 9.1 0 of th e Agr e ement have b ee n 

m e t,- th e - Own e r will, within s e v e n days after r e c e ipt o f th e writt e n r e p o rt of th e Own e r’ s auditors, eith e r issue - a final 

C ertificat e for Paym e nt, or notify th e - D es ign Builder in writing of th e r e a s ons for withholding a certificat e as 
provided in Section 9.5.1 of th e Agr ee m ent 


§ A.2.2 Tire Design-Builder shall achieve Substantial Completion of the Work not lat e r than . —(- ) days from th e 

date.of thi s- Am e ndm e nt,-a r-as follows: 

(Insert number of cal e ndar da ys. A i i e rnaliveiy. a cal e ndar dat e mayb e-use d when coordinat e d with th e date of 
commencement If appropriate, ins e rt r e quirem e nts for e arli e r Substantial Compl e tion of c e rtain portions ofth e 
Werfe) 

May 1,2017. •• 
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Liquidated damages per A141-2014. 
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§ A.3.1 T!ie Contract Sum and Contract Time set forth in this Amendment are based on the foilowi n g f Owner's 
Design Requirements (including addenda to the RFP) and the Design-Builder’s proposal to the Owner pursuant to 
Owner’s Solicitation No. 1415-91.: 

§-tAt 3.1 .1 - The Supplementary and other Conditions of th e Goft t- r -ae fe 

Docum e nt Tifte Sate P ag e s 


§~At 3 .1.2 The Specification s/ 

{EUherdist -the specifications - he r e -ermefe r to an exhibit attached to this Amendme nt;) 


Sestet Title Sate Pages 

§- A.3.1.3 Th e Drawings: 

(Either- list t he drawings-here or refer to- an exhib it -attached to this Amendment) 


Number Title Sate 

§A:3 .t, 4 The SustainabifityPIan, if any: 

(If the Owner identified-a - Sustamahle - Obje et ive4n - 4h e- &wner’s Criteria, identify the document - er deewn e nts that 
comprise t h e Sustainability-Plan by title, date and number of pages, and include other identifying information. The 
Sustain a bility Plan identifies and describes the Sustainable Objective; the targ e t e d Sustainable Measures; 
implementation strategies seleeted - to achieve the Sustainable - Measures; the Chmer-s and Design Builder‘s roles 
and responsibilities associated with-achieving the Sustainable Measures; the specific details about design reviews, 
te - sting-er metrics to verify achievement of ea c h Sustainable Measure; and the Su sta m abdi t y- Bmi t mentatien 
required for the Project, as those term s a re defined, in Exhibit C to the Agreement . ) 

Title Sate Pages 


Other identifying information ; 


Owner Furniture Allowance _ $ 1 ,500.000 

Owner Hardware Allowance _ $ 350,000 

Owner Controls Allowance _ $ 650,000 

Owner Fire Alarm Allowance _ $ 750,000 

Owner Special Inspections All _ $ 150.000 

Owner Commissioning Allowance $ 125.000 

Owner Technology Allowance _ $ 1 ,865,000 

Owner Landscaping Allowance _ $200,000 
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Owner contingency is currently Not in Contract and amounts will be determined by Modification. 


Pursuant to the Proposal accepted by the Horry County Board of Education on November 2, 2015. The 
Design-Builder’s Proposal clarifies the Design-Builder’s assumptions and clarifications. The Horry County Board 
of Education accepts the Proposal as an acceptable interpretation of the Design Requirements. 

§ A,3,1.7 Deviations from the Owner' s Crit e ria as adjusted by a Modification -: 


§ A.3.1.8 To th e-ext-ea t -t-he - D esign Build e r shall be required to submit any additional Submittals to th e Owne r ir.r 
revi e w, -indicate any such submis s ions b e low: 


A —Supe rintend e nt Carolina Forest Middle School: 
Superintendent: Mark Branch 
— Project Ma - nag e rProiect Manager: Charlie Rollins 


.3 Oth e r s 

Assistant Superintendent: Gary Pipkin 


SfL+a Architects: Architect Raleigh NC 

MetconVTA Loving joint venture: General Contractor. Pembroke NC 


PAGE 5 

§ A. 5 :1 -C os t To B e Re i mburs e d a s- Pa rt of th e Contract 

§ A.5.1.1,1 Wag e s of construction work e r s directly employ e d by th e- D e sign Builder to p e rform the con str uction of 
t h e Work at th e site or, with th e Own e r’s prior approval, at off sit e werkshops. 


§ A.5.1.1.2 With -t h e Own e r’s pr i or approval, wag e s or salaries of th e D es ign Build e r’s supervi s ory and 
a dm i ni s trative p e rsonnel wh e n station e d at the s ite. 

(If it is intended that the wages or salaries of certain personnel stationed at the Design Builder’s principal or other 
offices shall be included in the Costofthe A f / ork, identify below the personnel to be included, whether for all or only 
part of their time, and the rates at-whkh their time will be charged to the Work.) 


Rate^$MQ) 


§~At 5 ,1.1.3 Wages and salari e s of the D es ign Builder’s supervi s ory or admini st rative per s onn e l e ngag e d-at factori e s, 
workshop s or on th e roach - in exp e d i t i ng th e - p r oduction or transportation of materials -^ er -e quipment r e quired - fei - the 
Work, but only for t hat portion of their tim e requir e d f o r the Work. - 
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§ A.5.4.2 Agreements between the Design-Builder and Contractors shall conform to the applicable payment 
provisions of the Design-Build Docum e n ts , and shall not b e awarded on - the b a sis- ef co o t plus a fe e without the prior 
e ons e nt - of the Owner. If an agreem e nt between the Design Build e r-arid a Contractor is awarded on a cost plus a f ee 
basis, th e Design Builder shall provid e in the agr e ement for the Own e r to r e ceive the same audit rights with regard 
to the Cost of the Work performed by th e Contractor as th e Own e r rec e iv e s with r e gard te - t he -D e sign Build e r - m 
Section A.5.5. b eleW rDocuroents. 


Joe Defeo. Chairman of the Board of Education 


Robert Ferris, Authorized Member 
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Certification of Document’s Authenticity 

AIA® Document D401 ™ - 2003 

I,_, hereby certify, to the best of my knowledge, information and 

belief, that I created the attached final document simultaneously with its associated Additions and Deletions Report 
and this certification at 12:15:28 on 11/22/2015 under Order No. 0239586208_1 from AIA Contract Documents 
software and that in preparing the attached final document I made no changes to the original text of AIA® Document 
A141™ - 2014 Exhibit A, Design-Build Amendment, as published by the AIA in its software, other than those 
additions and deletions shown in the associated Additions and Deletions Report. 


(Signed) 


(Title) 


(Dated) 
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Document A141" - 2014 


Standard Form of Agreement Between Owner and Design-Builder 


AGREEMENT made as of the twenty-third day of November in the year two thousand 
fifteen (2015). 

(In words, indicate day, month and year.) 

BETWEEN the Owner: 

(Name, legal status, address and other information) 

Horry County Schools, South Carolina, a political subdivision of the State of South 
Carolina. 

335 Four Mile Rd | PO Box 260005 

Conway, SC 29528 

District Office Phone 843.488.6700 

and the Design-Builder: 

(Name, legal status, address and other information) 

FIRSTFLOOR ENERGY POSITIVE LLC, 

333 Fayetteville St, Suite 225 
Raleigh, NC 27601 

for the following Project: 

(Name, location and detailed description) 

New Carolina Forest Middle School 

(per Owner’s Request for Proposals No, 1415-91) 

Note: references to Owner’s Request for Proposals No. 1415-91 include its addenda. 
The Owner and Design-Builder agree as follows. 


ADDITIONS AND DELETIONS: 

The author of this document has 
added information needed for its 
completion. The author may also 
have revised the text of the original 
AIA standard form. An Additions and 
Deletions Report that notes added 
information as well as revisions to 
the standard form text is available 
from the author and should be 
reviewed. A vertical line in the left 
margin of this document indicates 
where the author has added 
necessary information and where 
the author has added to or deleted 
from the original AIA text. 

This document has important legal 
consequences. Consultation with an 
attorney is encouraged with respect 
to its completion or modification. 

Consultation with an attorney is also 
encouraged with respect to 
professional licensing requirements 
in the jurisdiction where the Project 
is located. 
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TABLE OF ARTICLES 

1 GENERAL PROVISIONS 

2 COMPENSATION AND PROGRESS PAYMENTS 

3 GENERAL REQUIREMENTS OF THE WORK OF THE DESIGN-BUILD CONTRACT 

4 WORK PRIOR TO EXECUTION OF THE DESIGN-BUILD AMENDMENT 

5 WORK FOLLOWING EXECUTION OF THE DESIGN-BUILD AMENDMENT 

6 CHANGES IN THE WORK 

7 OWNER’S RESPONSIBILITIES 

8 TIME 

9 PAYMENT APPLICATIONS AND PROJECT COMPLETION 

10 PROTECTION OF PERSONS AND PROPERTY 

11 UNCOVERING AND CORRECTION OF WORK 

12 . COPYRIGHTS AND LICENSES 

13 TERMINATION OR SUSPENSION 

14 CLAIMS AND DISPUTE RESOLUTION 

15 MISCELLANEOUS PROVISIONS 

16 SCOPE OF THE AGREEMENT 
TABLE OF EXHIBITS 

A DESIGN-BUILD AMENDMENT 

B INSURANCE AND BONDS 


ARTICLE 1 GENERAL PROVISIONS 
§ 1.1 Owner's Criteria 

This Agreement is based on the Owner’s Criteria set forth in this Section 1.1. 

(Note the d isposition for the following items by inserting the requested information or a statement such as "not 
applicable " or "unknown at time of execution." if the Owner intends to provide a set of design documents, and the 
requested information is contained in the design documents, identify the design documents and insert "see Owner’s 
design documents", where appropriate.) 

§ 1.1.1 The Owner’s program for the Project: 

(Set forth the program, identify documentation in "which the program is set forth, or state the manner in which the 
program will be developed.) 

Per "Design Requirements" published for Solicitation No. 1415-91and . Design-Builder’s Proposal to Owner 
pursuant to Solicitation No. 1415-91 selected by the Horry County Board of Education on November 2, 2015. 
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§ 1.1.2 The Owner’s design requirements for the Project and related documentation: 

(Identify below, or in an attached exhibit, the documentation that contains the Owner’s design requirements, 
including any performance specifications for the Project.) 

Per "Design Requirements" published for Solicitation No. 1415-91 and Design-Builder’s Proposal to Owner 
pursuant to Solicitation No.1415-9 selected by the Horry County Board ofEducation on November 2, 2015. 1. 

§ 1.1.3 The Project’s physical characteristics: 

(Identify or describe, if appropriate, size, location, dimensions, or other pertinent information, such as geotechnical 
reports; site, boundary and topographic surveys; traffic and utility studies; availability ofpublic and private utilities 
and services; legal description of the site; etc.) 

Per "Design Requirements" published for Solicitation No. 1415-91 and Design-Builder’s Proposal to Owner 
pursuant to. Solicitation No. 1415-91 selected by the Horry County Board ofEducation on November 2, 2015.. 

§ 1.1.4 The Owner’s anticipated Sustainable Objective for the Project, if any: 

(Identify the Owner’s Sustainable Objective for the Project such as Sustainability Certification, benefit to the 
environment, enhancement to the health and well-being of building occupants, or improvement of energy efficiency. 
If the Owner identifies a Sustainable Objective, incorporate AIA Document A141™-2014, ExhibitC, Sustainable 
Projects, into this Agreement to define the terms, conditions and Work related to the Owner's Sustainable 
Objective.) 

Per "Design Requirements" published for Solicitation No. 1415-91 and Design-Builder’s Proposal to Owner 
pursuant to Solicitation No.1415-91 selected by the Horry County Board ofEducation on November 2, 2015.. 

§1.1.5 

Number not used, 

§ 1.1.6 The Owner’s budget for the Work to be provided by the Design-Builder is set forth below: 

(Provide total for Owner’s budget, and if known, a line item breakdown of costs.) 

Per "Design Requirements" published for Solicitation No. 1415-91 as amended through the Board of Education’s 
action November 2, 2015. 

§ 1.1.7 The Owner’s design and construction milestone dates: 

(Paragraphs deleted) 

Per "Design Requirements" published for Solicitation No. 1415-91 

§ 1.1.8 The Owner requires the Design-Builder to retain the following Architect, Consultants and Contractors at the 
Design-Builder’s cost: 

.1 Architect 

SFL+A Architects, P.A. 333 Fayetteville Street Suite 225, Raleigh, NC 27601, 


.2 Consultants 

Per Design-Builder’s Proposal to Owner pursuant to Solicitation No. 1415-91. 

.3 Contractors 

Per Design-Builder’s Proposal to Owner pursuant to Solicitation No. 1415-91. 

§ 1.1.9 Additional Owner’s Criteria upon which the Agreement is based: 

(Identify special characteristics or needs of the Project not identified elsewhere, such as historic preservation 
requirements.) 
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Per "Design Requirements" published for Solicitation No. 1415-91 (Summary of Services Required, Article 3) 
including all post-occupancy requirements published in the solicitation as amended by addenda. 

§ 1.1.10 The Design-Builder shall confirm that the information included in the Owner’s Criteria complies with 
applicable laws, statutes, ordinances, codes, rules and regulations, or lawful orders of public authorities. 

§ 1.1.10.1 Ifthe Owner’s Criteria conflicts with applicable laws, statutes, ordinances, codes, rules and regulations, 
or lawful orders of public authorities, the Design-Builder shall notify the Owner of the conflict, 

§ 1.1.11 If there is a change in the Owner’s Criteria, the Owner and the Design-Builder shall execute a Modification 
in accordance with Article 6. 

§ 1.1.12 If the Owner and Design-Builder intend to transmit Instruments of Sendee or any other information or 
documentation in digital form, they shall endeavor to establish necessary protocols governing such transmissions. 
Unless otherwise agreed, the parties will use AIA Document E203™-2013 to establish the protocols for the 
development, use, transmission, and exchange of digital data and building information modeling. 

§ 1.2 Project Team 

§ 1.2.1 The Owner identifies the following representative in accordance with Section 7.1.1: 

Executive Director ofFacilities (or a designee identified in writing by the owner.) 

Horry County Schools 

Facilities Department, 1160 E Highway 50 

Conway, SC 29526 

843,488.6965 

§ 1.2.2 Tire persons or entities, in addition to the Owner’s representative, who are required to review the 
Design-Builder’s Submittals are as follows: 

(List name, address and other information) 

Owner may utilize third party project management which will also receive submittals. 

§ 1.2.3 The Owner will retain the following consultants and separate contractors: 

(List discipline, scope of work, and, if known, identify by name and address.) 

To be determined by Owner. If retained, such consultants will be identified promptly.. 

§ 1.2.4 The Design-Builder identifies the following representative in accordance with Section 3.1.2: 

(List name, address and other information.) 

Robbie Ferris, S.C. AR.6106 
FIRSTFLOOR ENERGY POSITIVE LLC, 

333 Fayetteville St., Suite 225, Raleigh, NC 27601 
919-573-6350 

§ 1.2.5 Neither the Owner’s nor the Design-Builder’s representative shall be changed without ten clays’ written 
notice to the other party. 

§ 1.3 Binding Dispute Resolution 

For any Claim subject to, but not resolved by, mediation pursuant to Section 14.3, the method of binding dispute 
resolution shall be the following: 


[ X ] Litigation in a court of competent 
(Paragraphs deleted) 

jurisdiction, nonjury before a circuit judge in Horry County, SC. 
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§ 1.4 Definitions 

§ 1.4.1 Design-Build Documents. The Design-Build Documents consist of this Agreement between Owner and 
Design-Builder and its attached Exhibits (hereinafter, the "Agreement"); other documents listed in this Agreement; 
and Modifications issued after execution of this Agreement. A Modification is (1) a written amendment to the 
Contract signed by both parties, including the Design-Build Amendment, (2) a Change Order, or (3) a Change 
Directive. 

§ 1.4.2 The Contract. The Design-Build Documents form the Contract. The Contract represents the entire and 
integrated agreement between the parties and supersedes prior negotiations, representations or agreements, either 
written or oral. The Contract may be amended or modified only by a Modification. The Design-Build Documents 
shall not be construed to create a contractual relationship of any kind between any persons or entities other than the 
Owner and the Design-Builder. 

§ 1.4.3 The Work. The term "Work" means the design, construction and related services required to fulfill the 
Design-Builder’s obligations under the Design-Build Documents, whether completed or partially completed, and 
includes all labor, materials, equipment and services provided or to be provided by the Design-Builder. The Work 
may constitute the whole or a part of the Project. 

§ 1.4.4 The Project. The Project is the total design and construction of which the Work performed under the 
Design-Build Documents may be the whole or a part, and may include design and construction by the Owner and by 
separate contractors. 

§ 1.4.5 Instruments of Service. Instruments of Service are representations, in any medium of expression now 
known or later developed, of the tangible and intangible creative work performed by the Design-Builder, 
Contractor(s), Architect, and Consultant(s) under their respective agreements. Instruments of Service may include, 
without limitation, studies, surveys, models, sketches, drawings, specifications, digital models and other similar 
materials. 

§ 1.4.6 Submittal. A Submittal is any submission to the Owner for review and approval demonstrating how the 
Design-Builder proposes to conform to the Design-Build Documents for those portions of the Work for which the 
Design-Build Documents require Submittals. Submittals include, but are not limited to, shop drawings, product data, 
and samples. Submittals are not Design-Build Documents unless incorporated into a Modification. 

§ 1.4.7 Owner. The Owner is the entity identified as such in the Agreement and is referred to throughout the 
Design-Build Documents as if singular in number. The term "Owner" means the Owner or the Owner’s authorized 
representative. The Owner may have employees that are design professionals or otherwise skilled in construction 
or construction management, and such empl oyees may, from time to time, perform various tasks or duties for or on 
behalf of the Owner under this Agreement. However, it is specifically understood that the Owner (including these 
agents and employees) has no obligation or duty to apply specialty or professional knowledge and skill, and shall not 
be held to have undertaken to provide or perform any aspect of the Owner’s performance of this Agreement as a 
design professional or specially skilled and knowledgeable construction industry member or construction manager, 
and this principle applies regardless of the Owner’s position titles or office division titles as may be applicable to 
such employees. 


§ 1,4.8 Design-Builder. The Design-Builder is the person or entity identified as such in the Agreement and is 
referred to throughout the Design-Build Documents as if singular in number. The term "Design-Builder" means the 
Design-Builder or the Design-Builder’s authorized representative. 

§ 1.4.9 Consultant, A Consultant is a person or entity providing professional services for the Design-Builder for all 
or a portion of the Work, and is referred to throughout the Design-Build Documents as if singular in number. To the 
extent required by the relevant jurisdiction, the Consultant shall be lawfully licensed to provide the required 
professional services. 
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§ 1.4.10 Architect. The Architect is a person or entity providing design services for the Design-Builder for all or a 
portion of the Work, and is lawfully licensed to practice architecture in the applicable jurisdiction. The Architect is 
referred to throughout the Design-Build Documents as if singular in number. 

§ 1.4.11 Contractor. A Contractor is a person or entity performing all or a portion of the construction, required in 
connection with the Work, for the Design-Builder. The Contractor shall be lawfully licensed, if required in the 
jurisdiction where the Project is located. The Contractor is referred to throughout the Design-Build Documents as if 
singular in number and means a Contractor or an authorized representative of the Contractor. 

§ 1.4.12 Confidential Information. Confidential Information is information containing confidential or business 
proprietary information that is clearly marked as "confidential." 

§ 1.4.13 Contract Time. Unless otherwise provided, Contract Time is the period of time, including authorized 
adjustments, as set forth in the Design-Build Amendment for Substantial Completion of the Work. 

§ 1.4.14 Day.-The term "day" as used in the Design-Build Documents shall mean calendar day unless otherwise 
specifically defined. 

§ 1.4.15 Contract Sum. The Contract Sum is the amount to be paid to the Design-Builder for performance of the 
Work after execution of the Design-Build Amendment, as identified in Article A.l of the Design-Build Amendment. 

ARTICLE 2 COMPENSATION AND PROGRESS PAYMENTS 
§ 2,1 Compensation for Work Performed Prior To Execution of Design-Build Amendment 
§ 2.1.1 Unless otherwise agreed, payments for Work performed prior to Execution of the Design-Build Amendment 
shall be made monthly. For the Design-Builder’s performance of Work prior to the execution of the Design-Build 
Amendment, the Owner shall compensate the Design-Builder as follows: 

(Insert amount of, or basis for, compensation, including compensation for any Sustainability Services, or indicate 
the exhibit in which the information is provided. If there will be a limit on the total amount of compensation for 
Work performed prior to the execution of the Design-Build Amendment, state the amount of the limit.) 

The Design-Builder may invoice the owner for $1,118,043. for its design work performed prior to the execution 
of the Design-Build Amendment. This amount is within and part of the price agreed in the Design-Build 
Amendment. . 

(Paragraphs deleted) 

§2.1 number not used| 

(Paragraphs deleted) 

(Table deleted) 

§ 2.1.4 Payments to the Design-Builder Prior To Execution of Design-Build Amendment 
§ 2.1.4.1 Payments are due and payable upon presentation ofthe Design-Builder’s invoice. 

(Paragraphs deleted) 

The Owner will not pay interest on unpaid sums. This is a specific waiver of requirements of S.C. Code Ann. §§ 

29-6-30 and 29-6-50. 

(Paragraph deleted) 

§ 2.2 Contract Sum and Payment for Work Performed After Execution of Design-Build Amendment 
For the Design-Builder’s performance ofthe Work after execution ofthe Design-Build Amendment, the Owner 
shall pay to the Design-Builder the Contract Sum in current funds as agreed in the Design-Build Amendment. 

ARTICLE 3 GENERAL REQUIREMENTS OF THE WORK OF THE DESIGN-BUILD CONTRACT 
§ 3.1 General 

§ 3.1.1 The Design-Builder shall comply with any applicable licensing requirements in the jurisdiction where the 
Project is located. 

Building Permit and Other Permits and Fees: No general building permit is required in accordance with § 

6-9-110 ofthe South Carolina Code of Laws; however, the Contractor shall be required to provide mechanical, 
electrical, plumbing and other such permits which may be required for purposes of inspection at no additional 
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cost to the District Except for permits and fees which are the responsibility of the Contractor in the Contract 
Documents, the District shall secure and pay for necessary approvals, easements, assessments, utility impact 
fees, permits, and such charges required for the successful completion of the work. For each day (not counting 
Saturdays and Sundays, and not counting the day the Design-Builder submits its completed application to the 
authority) beyond five (5) days that a jurisdictional authority takes to respond to a permit application or similar 
permit request that is on the project’s critical path, the Design Builder may claim one (1) additional day for the 
achievement of Substantial Completion. 

§ 3.1.2 The Design-Builder shall designate in writing a representative who is authorized to act on the 
Design-Builder’s behalf with respect to the Project. 

§ 3.1.3 The Design-Builder shall perform the Work in accordance with the Design-Build Documents. The 
Design-Builder shall not be relieved of the obligation to perform the Work in accordance with the Design-Build 
Documents by the activities, tests, inspections or approvals of the Owner. 

§ 3.1.3.1 The Design-Builder shall perform the Work in compliance with applicable laws, statutes, ordinances, 
codes, rules and regulations, or lawful orders of public authorities. If the Design-Builder performs Work contrary to 
applicable laws, statutes, ordinances, codes, rules and regulations, and lawful orders of public authorities, the 
Design-Builder shall assume responsibility for such Work and shall bear the costs attributable to correction. 

§ 3.1.3.2 Neither the Design-Builder nor any Contractor, Consultant, or Architect shall be obligated to perform any 
act which they believe will violate any applicable laws, statutes, ordinances, codes, rules and regulations, or lawful 
orders of public authorities, Ifthe Design-Builder determines that implementation of any instruction received from 
the Owner, including those in the Owner’s Criteria, would cause avioiation ofany applicable laws, statutes, 
ordinances, codes, rules and regulations, or lawful orders of public authorities,the Design-Builder shall notify the 
Owner in writing. Upon verification by the Owner that a change to the Owner’s Criteria is required to remedy the 
violation, the Owner and the Design-Builder shall execute a Modification in accordance with Article 6. 

§ 3.1.4 The Design-Builder shall be responsible to the Owner for acts, errors, and omissions of the Design-Builder’s 
employees. Architect, Consultants, Contractors, and their agents and employees, and other persons or entities 
performing portions of the Work. 

§ 3.1.5 General Consultation. The Design-Builder shall schedule and conduct periodic meetings with the Owner to 
review matters such as procedures, progress, coordination, and scheduling of the Work. 

§ 3.1.6 When the Owner’s Design Requirements or applicable law requires that services be performed by licensed 
professionals, the Design-Builder shall provide those services through qualified, licensed professionals. The Owner 
understands and agrees that the services of the Design-Builder’s Architect and the Design-Builder’s other 
Consultants are performed in the sole interest of, and for the exclusive benefit of, the Design-Builder. 

§ 3.1.7 The Design-Builder, with the assistance of the Owner, shall prepare and file documents required to obtain 
necessary approvals of governmental authorities having jurisdiction over the Project. 

The Office of School Facilities (OSF) in conjunction with the State Fire Marshal shall determine the enforcement 
and interpretation of all the applicable codes and referenced . standards on state buildings, including the 
District’s school facilities. 


§ 3.1.8 Progress Reports 

§ 3.1.8.1 The Design-Builder shall keep the Owner informed of the progress and quality of the Work. As stated in 
the Design Requirements, the Design-Builder shall submit written progress reports, photographs of Work in 
progress, and other data to the Owner electronically, or through the Owner’s option, project management software, 
showing estimated percentages of completion and other information identified below: 

.1 Work completed for the period; 

.2 Project schedule status; 

.3 Submittal schedule and status report, including a summary of outstanding Submittals; 

,4 Responses to requests for information to be provided by the Owner; 

.5 Approved Change Orders and Change Directives; 
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.6 Pending Change Order and Change Directive status reports; 

.7 Tests and inspection reports; 

.8 Status report of Work rejected by the Owner; 

.9 Status of Claims previously submitted in accordance with Article 14; 

.10 Cumulative total of the Cost of the Work to date including the Design-Builder’s compensation and 
Reimbursable Expenses, if any; 

.11 Current Project cash-flow and forecast reports; and 

.12 Additional information as designated by the Owner through its project management software data 
requirements. 

§ 3.1.8.2 In 

(Paragraphs deleted) 

addition to the requirements of § 3.1.8.1, the Design-Builder shall provide similar information through in-person 
progress report presentations to the Horry County Board of Education each month during one of the Board’s public 
meetings. 


§ 3.1.9 Design-Builder’s Schedules 

§ 3.1.9.1 The Design-Builder, promptly after execution of this Agreement, shall prepare and submit for the Owner’s 
information a schedule for the Work. The schedule, including the time required for design and construction, shall 
not exceed time Limits current under the Design-Build Documents, shall be revised at appropriate intervals as 
required by the conditions of the Work and Project, shall be related to the entire Project to the extent required by the 
Design-Build Documents, shall provide for expeditious and practicable execution of the Work, and shall Include 
allowances for periods of time required for the Owner’s review and for approval of submissions by authorities 
having jurisdiction over the Project. 


§ 3.1.9.2 The Design-Builder shall perform the Work in general accordance with the most recent schedules 
submitted to the Owner, 


§ 3.1.10 Certifications. Design-Builder shall include in each Application for Payment a certification from each of 
the Architect, Consultants, and Contractors, and furnish to the Owner, these certifications with respect to the 
documents and services provided by the Architect, Consultants, and Contractors (a) that, to the best of their 
knowledge, information and belief, the documents or services to which the certifications relate (i) are consistent with 
the Design-Build Documents, except to the extent specifically identified in the certificate, and (ii) comply with 
applicable laws, statutes, ordinances, codes, rules and regulations, or lawful orders of public authorities governing 
the design of the Project; and (b) that the Owner and its consultants shall be entitled to rely upon the accuracy of the 
representations and statements contained in the certifications. The Design-Builder’s Architect, Consultants, and 
Contractors shall not be required to execute certificates or consents that would require knowledge, services or 
responsibilities beyond the scope of their services. 

§ 3.1.11 Design-Builder’s Submittals 

§ 3.1.11.1 Prior to submission of any Submittals, the Design-Builder shall prepare a Submittal schedule, and shall 
submit the schedule for the Owner’s approval. The Owner’s approval shall not unreasonably be delayed or withheld. 

The Submittal schedule shall (1) be coordinated with the Design-Builder’s schedule provided in Section 3.1.9.1, 

(2) allow the Owner reasonable time to review Submittals, and (3) be periodically updated to reflect the progress of 
the Work. If the Design-Builder fails to submit a Submittal schedule, the Design-Builder shall not be entitled to any 
increase in Contract Sum or extension of Contract Time based on the time required for review of Submittals. 

§ 3.1.11.2 By providing Submittals the Design-Builder represents to the Owner that it has (1) reviewed and 
approved them, (2) determined and verified materials, field measurements and field construction criteria related 
thereto, or will do so and (3) checked and coordinated the information contained within such Submittals with the 
requirements of the Work and of the Design-Build Documents. 

§ 3.1.11.3 The Design-Builder shall perform no portion of the Work for which the Design-Build Documents require 
Submittals until the Owner or its designee has approved the respective Submittal. 

§ 3,1.11.4 The Work shall be in accordance with approved Submittals except that the Design-Builder shall not be 
relieved of its responsibility to perform the Work consistent with the requirements of the Design-Build Documents. 

The Work may deviate from the Design-Build Documents only if the Design-Builder has notified the Owner in 
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writing of a deviation from the Design-Build Documents at the time of the Submittal and a Modification is executed 
authorizing the identified deviation. The Design-Builder shall not be relieved of responsibility for errors or 
omissions in Submittals by the Owner’s approval of the Submittals. 

§3.1.11.5 All professional design services or certifications to be provided by the Design-Builder, including all 
drawings, calculations, specifications, certifications, shop drawings and other Submittals, shall contain the signature 
and seal of the licensed design professional preparing them. Submittals related to the Work designed or certified by 
the licensed design professionals, if prepared by others, shall bear the licensed design professional’s written 
approval. The Owner and its consultants shall be entitled to rely upon the adequacy, accuracy and completeness of 
the services, certifications or approvals performed by'such design professionals. 

§ 3.1.12 Warranty. The Design-Builder warrants to the Owner that materials and equipment furnished under the 
Contract will.be of good quality and new unless the Design-Build Documents require or permit otherwise. The 
Design-Builder further warrants that the Work will conform to the requirements of the Design-Build Documents and 
will be free from defects, except for those inherent in the quality of the Work or otherwise expressly permitted by 
the Design-Build Documents. Work, materials, or equipment not conforming to these requirements may be 
considered defective. The Design-Builder’s warranty excludes remedy for damage or defect caused by abuse, 
alterations to the Work not executed by the Design-Builder, improper or insufficient maintenance, improper 
operation, or normal wear and tear and normal usage. If required by the Owner, the Design-Builder shall furnish 
satisfactory evidence as to the kind and quality of materials and equipment. 

§ 3.1.13 Royalties, Patents and Copyrights 

§ 3.1.13.1 The Design-Builder shall pay all royalties and license fees. 

§ 3.1.13.2 The Design-Builder shall defend suits or claims for infringement of copyrights and patent rights and shall 
hold the Owner and its separate contractors and consultants harmless from loss on account thereof, but shall not be 
responsible for such defense or loss when a particular design, process or product of a particular manufacturer or 
manufacturers is required by the Owner, or where the copyright violations are required in the Owner’s Criteria. 
However, if the Design-Builder has reason to believe that the design, process or product required in the Owner’s 
Criteria is an infringement of a copyright or a patent, the Design-Builder shall be responsible for such loss unless 
such information is promptly furnished to the Owner. If the Owner receives notice from a patent or copyright owner 
of an alleged violation of a patent or copyright, attributable to the Design-Builder, the Owner shall give prompt 
written notice to the Design-Builder. 

§ 3.1.14 Indemnification 

§ 3,1.14.1 To the fullest extent permitted by law, the Design-Builder shall indemnify and hold harmless the Owner, 
including the Owner’s agents and employees, from and against claims, damages, losses and expenses, including but 
not limited to attorneys’ fees, arising out of or resulting from performance of the Work, but only to the extent caused 
by the negligent acts or omissions of the Design-Builder, Architect, a Consultant, a Contractor, or anyone directly or 
indirectly employed by them or anyone for whose acts they may be liable. Such obligation shall not be construed to 
negate, abridge, or reduce other rights or obligations of indemnity that would otherwise exist as to a party or person 
described in this Section 3.1.14. 

§ 3.1.14.2 The indemnification obligation under this Section 3.1.14 shall not be limited by a limitation on amount or 
type of damages, compensation, or benefits payable by or for Design-Builder, Architect, a Consultant, a Contractor, 
or anyone d irectl y or indirectly employed by them, under workers’ compensation acts, disability benefit acts or other 
employee benefit acts. 

§ 3.1.15 Contingent Assignment of Agreements 

§ 3.1.15.1 Each agreement for a portion of the Work is assigned by the Design-Builder to the Owner, provided that 
.1 assignment is effective only after termination of the Contract by the Owner for cause, pursuant to 
Sections 13.1.4 or 13.2.2, and only for those agreements that the Owner accepts by written 
notification to the Design-Builder and the Architect, Consultants, and Contractors whose agreements 
are accepted for assignment; and 

.2 assignment is subject to the prior rights of the surety, if any, obligated under bond relating to the 
Contract. 
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When the Owner accepts the assignment of an agreement, the Owner assumes the Design-Builder’s rights and 
obligations under the agreement. 

§ 3.1.15.2 Upon such assignment, if the Work has been suspended for more than 30 days, the compensation under 
the assigned agreement shall be equitably adjusted for increases in cost resulting from the suspension. 

§ 3.1.15.3 Upon such assignment to the Owner under this Section 3.1.15, the Owner may further assign the 
agreement to a successor design-builder or other entity. If the Owner assigns the agreement to a successor . 
design-builder or other entity, the Owner shall nevertheless remain legally responsible for all ofthe successor 
design-builder’s or other entity’s obligations under the agreement. 

§ 3.1.16 Design-Builder’s Insurance and Bonds. The Design-Builder shall purchase and maintain insurance and 
provide bonds as set forth in Exhibit B. 

ARTICLE 4 WORK PRIOR TO EXECUTION OF THE DESIGN-BUILD AMENDMENT 
§ 4.1 General 

§ 4.1.1 Any information submitted by the Design-Builder, and any interim decisions made by the Owner, shall be 
for the purpose of facilitating the design process and shall not modify the Owner’s Criteria unless the Owner and 
Design-Builder execute a Modification. 

[Numbers §4,2 & §4.3 intentionally not used] 

(Paragraphs deleted) 

§ 4.4 Design-Builder’s Construction Proposal 

§ 4.4.1 The Design-Builder’s Construction Proposal shall include the following: 

.1 A list of the documents and other information, including the Design-Builder’s original Proposal 

Development Documents as proposed in the Owner’s procurement leading to this Agreement, upon 
which the Design-Builder’s Proposal is based; 

.2 The proposed Contract Sum, including the compensation method; 

.3 The proposed date the Design-Builder shall achieve Substantial Completion ; 

.4 An enumeration of any qualifications and exclusions, if applicable; 

.5 A list ofthe Design-Builder’s key personnel, Contractors and suppliers; and 
.6 The date on which the Design-Builder’s Construction Proposal expires. 

§ 4.4.2 Submission of the Design-Builder’s Construction Proposal shall constitute a representation by the 
Design-Builder that it has visited the site and become familiar with local conditions under which the Work is to be 
completed. 

§ 4.4.3 If the Owner and Design-Builder agree on a proposal, the Owner and Design-Builder shall execute the 
Design-Build Amendment setting forth the terms of their agreement. 

ARTICLE 5 WORK FOLLOWING EXECUTION OF THE DESIGN-BUILD AMENDMENT 
§ 5.1 Construction Documents 

§ 5.1.1 Upon the execution of the Design-Build Amendment, the Design-Builder shall prepare Construction 
Documents. The Construction Documents shall establish the quality levels of materials and systems required. The 
Construction Doc uments shall be con sistent w ith tire D esign-Build Documents. _ 

§ 5.1.2 The Design-Builder shall provide the Construction Documents to the Owner for the Owner’s information. If 
the Owner discovers any deviations between the Construction Documents and the Design-Build Documents, the 
Owner shall promptly, notify the Design-Builder of such deviations in writing. The Construction Documents shall 
not modify the Design-Build Documents unless the Owner and Design-Builder execute a Modification. The failure 
of the Owner to discover any such deviations shall not relieve the Design-Builder of the obligation to perform the 
Work in accordance with the Design-Build Documents. 

§ 5.1.2.1 The Design-Builder shall submit three copies of all Construction Documents prepared and submitted to 
Regulatory Agencies as a portion of the permitting and approval process for this work. 


A1A Document A141 ™ - 2014, Copyright © 2004 and 2014 by The American Institute of Architects. Ait rights reserved. YA/ARN1NG: This AIA'^ Document is 
protected by U,S. Copyright Law and international Treaties, Unauthorized reproduction or distribution of this AiA''’ Document, or any portion of it, 
may result in severe civil and criminal penalties, and will be prosecuted to the maximum extent possible under the law. This document was produced by 
AtA software at 12:02:17 on 11/22/2015 under Order No.0239586208_1 which expires on 07/14/2016, and is notfor resale. 

User Notes: (1970631282) 


PAPR - 001172 





§ 5.2 Construction 

§ 5.2,1 Commencement. Except as permitted in Section 5.2.2, construction shall not commence prior to execution 
of the Design-Build Amendment. 

§ 5.2.2 If the Owner and Design-Builder agree in writing, construction may proceed prior to the execution of the 
Design-Build Amendment. However, such authorization shall not waive the Owner’s right to reject the 
Design-Builder’s Proposal. 

§ 5.2.3 The Design-Builder shall supervise and direct the Work, using the Design-Builder’s best skill and attention. 
The Design-Builder shall be solely responsible for, and have control over, construction means, methods, techniques, 
sequences and procedures, and for coordinating all portions of the Work under the Contract, unless the Design-Build 
Documents give other specific instructions concerning these matters. 

§5.2.4 Tire Design-Builder shall be responsible for inspection of portions of Work already performed to determine 
that such portions are in proper condition to receive subsequent Work. 

Maintenance of Record Drawings: The Contractor shall maintain at the worksite one (1) record copy of the 
Contract Documents including approved changes in good order and marked currently to record changes and 
selections made during performance of the work. A copy of submittals accepted by the District shall also be 
maintained at the worksite. These items shall be available to the Architect and District when present at the 
worksite. When required by the Contract Documents, the Contractor shall provide record drawings on all 
increments of the work such as, byway of illustration and not limitation, plumbing, electrical, mechanical, and 
all systems, such as fire and security systems, incorporated into the work. The Contractor shall furnish an 
electronic and paper copy of record drawings of "as-built" detail to the Architect at final completion of all 
work, excluding punch list items as required by the Contract Documents. 

Professional Certifications: When professional certification of performance criteria for materials, systems, or 
equipment is required by the Contract Documents, the District shall be entitled to rely upon the accuracy and 
completeness of such calculations and certifications. 

Contractor’s Quality Control Program: The Contractor shall institute and maintain throughout the contract 
term a quality control program, designed to ensure the work performed is in accordance with the Contract 
Documents, including any changes, at all times and in all respects. The program shall include providing daily 
supervision and conducting frequent inspections by the Worksite Superintendent(s). 


1. Compliance with Employment Laws: By entering into a Contract Agreement, the Contractor agrees to abide 
by all applicable laws pertaining to employment including, by way of illustration and not limitation, the 

following: 

A. Title VII of the Civil Rights Act of 1964, as may be amended. 

B. Age Discrimination in Employment Act of 1964, as may be amended. 

C. Title 1 of the Americans Disabilities Act of 1990, as may be amended. 

D. Equal Pay Act of 1963, as may be amended. 

E. Fair Labor Standards Act, as may be amended. 

F. South Carolina Wages Act, Code 37-10-10 et seq., as may be amended. 

G. South—Carolina—Worker-s—Compensation Aci. Code 42-1-10 cl scq.. as -may be amended. — 

The Contractor shall not discriminate against any employee or applicant for employment because of race, 
religion, color, sex, age, handicap, or national origin except when such condition is a bona fide 
occupational qualification reasonably necessary for normal operations of the Contractor. The Contractor, in 
all solicitations or advertisements for employees, shall state the Contractor is an "Equal Opportunity 
Employer." The Contractor agrees to post in conspicuous places, visible to employees and applicants for 
employment, notices setting forth the provisions of this nondiscrimination clause and shall include the 
provision of this paragraph in every subcontract or purchase agreement of more than 
$ 10 , 000 . 
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Employment Taxes and Benefits: Unless under order from the Internal Revenue Service or South Carolina state 
government, the District does not withhold from the contract payments any Federal or State income taxes, or any 
employment-related taxes normally withheld on the District’s employees. Further, the District shall not provide any 
employment related insurances or other benefits such as worker’s compensation for the benefit of any Contractor, 
subcontractor or supplier employees. 

Project Key Staff - Project Manager: The Contractor shall assign a skilled, experienced, and dedicated Project 
Manager to the project and identified in Exhibit A. The Project Manager shall secure the materials of proper 
quality and quantity to meet the Contract Documents and manage the appropriate timing of all materials, 
subcontracted work, and Contractor provided labor to ensure the continual progress of the work to meet the 
substantial completion date. The Contractor shall not change the Project Manager or the duties and status of the 
Project Manager duringthe course ofthe project without approval ofthe District. 

Project Key Staff — Worksite Superintendent(s): The Contractor shall employ at least one (1) frill-time, 
competent Worksite Superintendent and, if required by the Contract Documents, an additional part-time or 
full-time, competent secondary Worksite Superintendent if expedient for the size and scope of the project. Exhibit 
A identifies the Worksite Superintendents), No less than one (1) Worksite Superintendent shall be in attendance 
at the worksite at all times during performance of any work by the Contractor’s own forces or subcontractors and 
during delivery of any materials. The Worksite Superintendent shall not perform the work of any trade or other 
duties; however, the secondary Worksite Superintendent may perform part-time work of a trade or the duties of 
OSHA Compliance Officer or fireguard, if approved by the District. The Contractor shall not change any Worksite 
Superintendent or the duties or status of same during the course of the project without approval of the District. 

The Worksite Superintendents) shall enforce strict discipline and good order among the Contractor’s 
representatives, agents, employees, subcontractors and suppliers. 

Worksite Communications: The Project Manager and Worksite Superintendent(s) are representatives of the 
Design Builder and communications given to them, either orally or in writing, shall be as binding as if given to the 
Principal of the Design Builder. 

§ 5.3 Labor and Materials 

§ 5.3.1 Unless otherwise provided in the Design-Build Documents, the Design-Builder shall provide and pay for 
labor, materials, equipment, tools, construction equipment and machinery, water, heat, utilities, transportation, and 
other facilities and services, necessary for proper execution and completion ofthe Work, whether temporary or 
permanent, and whether or not incorporated or to be incorporated in the Work, 

§ 5.3.2 When a material or system is specified in the Design-Build Documents, the Design-Builder may make 
substitutions only in accordance with Article 6. 

§ 5.3.3 The Design-Builder shall enforce strict discipline and good order among the Design-Builder’s employees 
and other persons carrying out the Work. The Design-Builder shall not permit employment of unfit persons or 
persons not properly skilled in tasks assigned to them. 

§ 5.4 Taxes 

The DesigmBuilder shall pay sales, consumer, use and similar taxes, for the.Work provided by the Design-Builder, 
that are legally enacted when the Design-Build Amendment is executed, whether or not yet effective or merely 
scheduled to go into effect. . " 

§ 5.5 Permits, Fees, Notices and Compliance with Laws 

§ 5.5.1 Unless otherwise provided in the Design-Build Documents, the Design-Builder shall secure and pay for the 
permits, fees, licenses, and inspections by government agencies, necessary for proper execution ofthe Work and 
Substantial Completion ofthe Project. 

§ 5.5.2 The Design-Builder shall comply with and give notices required by applicable laws, statutes, ordinances, 
codes, rules and regulations, and lawful orders of public authorities, applicable to performance ofthe Work. 

§ 5.5.3 Concealed or Unknown Conditions. If the Design-Builder encounters conditions at the site that are 
(1) subsurface or otherwise concealed physical conditions that differ materially from those indicated in the 

AIA Document A141 ™ - 2014, Copyright © 2004 and 2014 by The American Institute of Architects. All rights reserved. WARNING; This A! A' 1 Document is 
protected by U.-S. Copyright Law and International Treaties. Unauthorized reproduction or distribution of this AIA* 5 Document, or any portion of it, 
may result in severe civil and criminal penalties, and will be prosecuted to the maximum extent possible under the law, This document was produced by 
AIA software at 12:02:17 on 11/22/2015 under Order No.0239586208_1 which expires on 07/14/2016, and is not for resale. 

User Notes: (1970631282) 


12 


PAPR - 001174 







Design-Build Documents or (2) unknown physical conditions of an unusual nature that differ materially from those 
ordinarily found to exist and generally recognized as inherent in construction activities of the character provided for 
in the Design-Build Documents, the Design-Builder shall promptly provide notice to the Owner before conditions 
are disturbed and in no event later than 21 days after first observance of the conditions. The Owner shall promptly 
investigate such conditions and, if the Owner determines that they differ materially and cause an increase or 
decrease in the Design-Builder’s cost of, or time required for, performance of any part of the Work, shall 
recommend an equitable adjustment in the Contract Sum or Contract Time, or both. If the Owner determines that the 
conditions at the site are not materially different from those indicated in the Design-Build Documents and that no 
change in the terms of the Contract is justified, the Owner shall promptly notify the Design-Builder in writing, 
stating the reasons. If the Design-Builder disputes the Owner’s determination or recommendation, the 
Design-Builder may proceed as provided in Article 14. 

§ 5.5.4 If, in the course of the Work, the Design-Builder encounters human remains, or recognizes the existence of 
burial markers, archaeological sites, or wetlands, not indicated in the Design-Build Documents, the Design-Builder 
shall immediately suspend any operations that would affect them and shall notify the Owner. Upon receipt of such 
notice, the Owner shall promptly take any action necessary to obtain governmental authorization required to resume 
the operations. The Design-Builder shall continue to suspend such operations until otherwise instructed by the 
Owner but shall continue with all other operations that do not affect those remains or features. Requests for 
adjustments in the Contract Sum and Contract Time arising from the existence of such remains or features may be 
made as provided in Article 14. 

§ 5.6 Allowances 

§ 5.6.1 The Design-Builder shall include in the Contract Sum all allowances stated in the Design-Build Documents. 
Items covered by allowances shall be supplied for such amounts, and by such persons or entities as the Owner may 
direct, but the Design-Builder shall not be required to employ persons or entities to whom the Design-Builder has 
reasonable objection. 

§ 5.6.2 Unless otherwise provided in the Design-Build Documents, 

.1 allowances shall cover the cost to the Design-Builder of materials and equipment delivered at the site 
and all required taxes, less applicable trade discounts; 

.2 the Design-Builder’s costs for unloading and handling at the site, labor, installation costs, overhead, 
profit, and other expenses contemplated for stated allowance amounts, shall be included in the 
Contract Sum but not in the allowances; and 

.3 wh enever costs are more than or less than allowances, the Contract Sum shall be adjusted accordingly 
by Change Order. The amount of the Change Order shall reflect (1) the difference between actual 
costs and the allowances under Section 5.6.2.1 and (2) changes in Design-Builder’s costs under 
Section 5.6.2.2. 

§ 5.6.3 The Owner shall make selections of materials and equipment with reasonable promptness for allowances 
requiring Owner selection. 

§ 5.7 Key Personnel, Contractors and Suppliers 

§ 5.7.1 The Design-Builder shall not employ personnel, or contract with Contractors or suppliers to whom the 
Owner has made reasonable and timely objection. The Design-Builder shall not be required to contract with anyone 
to whom the Design-Builder has made reasonable and timely objection. 


§ 5.7.2 If the Design-Builder desires to change any of the personnel. Contractors or suppliers identified in the 
Design-Build Amendment, including but not limited to any contractor or design professional identified by the 
Design-Builder in its Request for Qualifications response, the Design-Builder shall notify the Owner and provide the 
name and qualifications of the proposed new personnel, design professional, Contractor or supplier. The Owner may 
reply within 14 days to the Design-Builder in writing, stating (1) whether the Owner has reasonable objection to the 
proposed new personnel, design professional, Contractor or supplier or (2) that the Owner requires additional time to 
review, Failure of the Owner to reply within the 14-day period shall constitute notice of no reasonable objection. 

§ 5.7.3 Except for those persons or entities already identified or required in the Design-Build Amendment, the 
Design-Builder, as soon as practicable after execution of the Design-Build Amendment, shall furnish in writingto 
the Owner the names of persons or entities (including those who are to furnish materials or equipment fabricated to a 
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special design) proposed for each principal portion of the Work. The Owner may reply within 14 days to the 
Design-Builder in writing stating (1) whether the Owner has reasonable objection to any such proposed person or 
entity or (2) that the Owner requires additional time for review. Failure of the Owner to reply within the 14-day 
period shall constitute notice of no reasonable objection. 

§ 5.7.3.1 If.the Owner has reasonable objection to a person or entity proposed by the Design-Builder, the 
Design-Builder shall propose another to whom the Owner has no reasonable objection. 

§ 5.8 Documents and Submittals at the Site 

In addition to any Owner requirements to keep electronic project data up to date, the Design-Builder shall maintain 
at the site.for the Owner one copy of the Design-Build Documents and a current set of the Construction Documents, 
in good order and marked currently to indicate field changes and selections made during construction, and one copy 
of approved Submittals. The Design-Builder shall deliver these items to the Owner in accordance with Section 
9.10.2 as a record of the Work as constructed. 

§ 5.9 Use of Site 

Tire Design-Builder shall confine operations at the site to areas permitted by applicable laws, statutes, ordinances, 
codes, rules and regulations, lawful orders of public authorities, and the Design-Build Documents, and shall not 
unreasonably encumber the site with materials or equipment. 

§ 5.50 Cutting and Patching 

Tire Design-Builder shall not cut, patch or otherwise alter fully or partially completed construction by the Owner or 
a separate contractor except with written consent of the Owner and of such separate contractor; such consent shall 
not be unreasonably withheld. The Design-Builder shall not unreasonably withhold from the Owner or a separate 
contractor the Design-Builder’s consent to cutting or otherwise altering the Work. 

§ 5.11 Cleaning Up 

§ 5.11.1 The Design-Builder shall keep the premises and surrounding area free from accumulation of waste 
materials or rubbish caused by operations undo- the Contract. At completion of the Work, the Design-Builder shall 
remove waste materials, rubbish, the Design-Builder’s tools, construction equipment, machinery and surplus 
materials from and about the Project. 

§ 5.11.2 If the Design-Builder fails to clean up as provided in the Design-Build Documents, the Owner may do so 
and Owner shall be entitled to reimbursement from the Design-Builder. 

§ 5.12 Access to Work 

The Design-Builder shall provide the Owner and its separate contractors and consultants access to the Work in 
preparation and progress wherever located. The Design-Builder shall notify the Owner regarding Project safety 
criteria and programs, which the Owner, and its contractors and consultants, shall comply with while at the site. 

§ 5.13 Construction by Owner or by Separate Contractors 

§ 5.13.1 Owner’s Right to Perform Construction and to Award Separate Contracts 
§ 5.13.1.1 The Owner reserves the right to perform construction or operations related to the Project with the 
Owner’s own forces; and to award separate contracts in connection with other portions of the Project, or other 
construction or operations on the site, under terms and conditions identical or substantially similar to this Contract, 
mcluding thoseterms and conditions related to insurance and waiver of subrogation. The Owner shall notify the 
Design-Builder promptly after execution of any separate contract. If the Design-Builder claims that delay or 
additional cost is involved because of such action by the Owner, the Design-Builder shall make a Claim as provided 
in Article 14. 

§ 5.13.1.2 When separate contracts are awarded for different portions of the Project or other construction or 
operations on the site, the term "Design-Builder" in the Design-Build Documents in each case shall mean the 
individual or entity that executes each separate agreement with the Owner. 

§ 5.13.1.3 The Owner shall provide for coordination of the activities of the Owner’s own forces, and of each 
separate contractor, with the Work of the Design-Builder, who shall cooperate with them. The Design-Builder shall 
participate with other separate contractors and the Owner in reviewing their construction schedules. The 
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Design-Builder shall make any revisions to the construction schedule deemed necessary after a joint review and 
mutual agreement. The construction schedules shall then constitute the schedules to be used by the Design-Builder, 
separate contractors and the Owner until subsequently revised. 

§ 5.13.1.4 Unless otherwise provided in the Design-Build Documents, when the Owner performs construction or 
operations related to the Project with the Owner’s own forces or separate contractors, the Owner shall be deemed to 
be subject to the same obligations, and to have the same rights, that apply to the Design-Builder under the Contract. 

§ 5.14 Mutual Responsibility 

§ 5.14.1 The Design-Builder shall afford the Owner and separate contractors reasonable opportunity for introduction 
and storage of their materials and equipment and performance of their activities, and shall connect and coordinate 
the Design-Builder’s construction and operations with theirs as required by the Design-Build Documents. 

§ 5.14.2 If part of the Design-Builder’s Work depends upon construction or operations by the Owner or a separate 
contractor, the Design-Builder shall, prior to proceeding with that portion of the Work, prepare a written report to 
the Owner, identifying apparent discrepancies or defects in the construction or operations by the Owner or separate 
contractor that would render it unsuitable for proper execution and results of the Design-Builder’s Work. Failure of 
the Design-Builder to report shall constitute an acknowledgment that the Owner’s or separate contractor’s 
completed or partially completed construction is fit and proper to receive the Design-Builder’s Work, except as to 
defects not then reasonably discoverable. 

§ 5.14.3 The Design-Builder shall reimburse the Owner and other contractor(s) for costs the Owner and other 
contractor(s), respectively, incur because of the Design-Builder’s delays, improperly timed activities or defective 
construction, 

§ 5.14.4 The Design-Builder shall promptly remedy damage the Design-Builder wrongfully causes to completed or 
partially completed construction or to property of the Owner or separate contractors as provided in Section 10.2.5. 

§ 5.14.5 The Owner and each separate contractor shall have the same responsibilities for cutting and patching the 
Work as the Design-Builder has with respect to the construction of the Owner or separate contractors in 
Section 5.10. 

§ 5.15 Owner’s Right to Clean Up 

If a dispute arises amongthe Design-Builder, separate contractors and the Owner as to the responsibility under their 
respective contracts for maintaining the premises and surrounding area free from waste materials and rubbish, the 
Owner may clean up and will allocate the cost among those responsible. 

ARTICLE 6 . CHANGES IN THE WORK 
§6.1 General 

§ 6.1.1 Changes in the Work may be accomplished after execution of the Contract, and without invalidating the 
Contract, by Change Order or Change Directive, subject to the limitations stated in this Article 6 and elsewhere in 
the Design-Build Documents. 

§ 6.1,2 A Change Order shall be based upon agreement between the Owner and Design-Builder. The Owner may 
issue a Change Directive without agreement by the Design-Builder. 


§ 6.1.3 Changes in the Work shall be performed under applicable provisions of the Design-Build Documents, and 
the Design-Builder shall proceed promptly, unless otherwise provided in the Change Order or Change Directive. 

§ 6.2 Change Orders 

A Change Order is a written instrument signed by the Owner and Design-Builder stating their agreement upon all of 
the following: 

.1 The change in the Work; 

.2 The amount of the adjustment, if any, in the Contract Sum or, if prior to execution of the 
Design-Build Amendment, the adjustment in the Design-Builder’s compensation; and 
.3 The extent of the adjustment, if any, in the Contract Time. 
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§ 6.3 Change Directives 

§ 6.3.1 A Change Directive is a written order signed by the Owner directing a change in the Work prior to 
agreement on adjustment, if any, in the Contract Sum or, if prior to execution of the Design-Build Amendment, the 
adjustment in the Design-Builder’s compensation, or Contract Time. The Owner may by Change Directive, without 
invalidating the Contract, order changes in the Work within the general scope of the Contract consisting of 
additions, deletions or other revisions, the Contract Sum or, if prior to execution of the Design-Build Amendment, 
the adjustment in the Design-Builder’s compensation, and Contract Time being adjusted accordingly, 

§ 6.3.2 A Change Directive shall be used in the absence of total agreement on the terms of a Change Order. 

§ 6.3.3 If the Change Directive provides for an adjustment to the Contract Sum or, if prior to execution of the 
Design-Build Amendment, an adjustment in the Design-Builder’s compensation, the adjustment shall be based on 
one of the following methods; 

.1 Mutual acceptance of a lump sum properly itemized and supported by sufficient substantiating data to 
permit evaluation; 

.2 Unit prices stated in the Design-Build Documents or subsequently agreed upon; 

.3 Cost to be determined in a manner agreed upon by the parties and a mutually acceptable fixed or 
percentage fee; or 
.4 As provided in Section 6.3.7. 

§ 6.3.4 If unit prices are stated in the Design-Build Documents or subsequently agreed upon, and if quantities 
originally contemplated are materially changed in a proposed Change Order or Change Directive so that application 
of such unit prices to quantities of Work proposed will cause substantial inequity to the Owner or Design-Builder, 
the applicable unit prices shall be equitably adjusted. 

§ 6.3.5 Upon receipt of a Change Directive, the Design-Builder shall promptly proceed with the change in the Work 
involved and advise the Owner of the Desigp-Builder’s agreement or disagreement with the method, if any, 
provided in the Change Directive for determining the proposed adjustment in the Contract Sum or, if prior to 
execution of the,Design-Build Amendment, the adjustment in the Design-Builder’s compensation, or Contract Time. 

§ 6.3.6 A Change Directive signed by the Design-Builder indicates the Design-Builder’s agreement therewith, 
including adjustment in Contract Sum or, if prior to execution ofthe Design-Build Amendment, the adjustment in 
the Design-Builder’s compensation, and Contract Time or the method for determining them. Such agreement shall 
be effective immediately and shall be recorded as a Change Order. 

§ 6.3.7 If the Design-Builder does not respond promptly or disagrees with the method for adjustment in tire Contract 
Sum or, if prior to execution of the Design-Build Amendment, the method for adjustment in the Design-Builder’s 
compensation, the Owner shall determine the method and the adjustment on the basis of reasonable expenditures and 
savings of those performing the Work attributable to the change, including, in case of an increase, an amount for 
overhead and profit as set forth in the Agreement, or if no such amount is set forth in the Agreement, a reasonable 
amount In such case, and also under Section 6.3.3.3, the Design-Builder shall keep and present, in such form as the 
Owner may prescribe, an itemized accounting together with appropriate supporting data. Unless otherwise provided 
in the Design-Build Documents, costs for the purposes of this Section 6.3.7 shall be limited to the following: 

.Change Order Allowable Pricing; For any change in contract price, the Contractor shall provide, itemize, 
and justify with appropriate supporting data, direct costs attributable to the change. Direct costs 
attributable to the change in work shall be limited to the following: 

A. Costs of materials, equipment and processes to be incorporated into the work including costs of 

shipping, handling, fabricating, sales tax (8% required in Horry County and 9% within certain 
incorporated parts ofthe City of Myrtle Beach as of August 1, 2009), or other such costs inherent in 
the provision and delivery of such materials, equipment and processes by the supplier or 
manufacturer. 

B. Costs of direct labor based on actual hourly labor rates multiplied by the actual work hours required to 

accomplish the change in work when such change in work results in additional contract time or labor. 

No Contractor or subcontractor shall ask for direct labor costs, when work required can be 
accomplished with the existing work force, in conjunction with other concurrent work, and during the 
current approved contract time. The hourly labor rate for any additional contract time or laborers shall 
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be actual hourly rates not to exceed thirty dollars ($30) per hour unless documented proof of payment 
of a higher hourly rate for a specific skilled laborer is approved by the District prior to Change Order 
execution. 

C. Costs of fringe benefits for additional direct labor, including social security, unemployment or other 

taxes, health and workers’ compensation insurances, or other benefits required by agreement, custom 
or applicable laws. Such fringe benefit rate shall not exceed twenty-eight percent (28%) and the 
District has the right to request itemized documentation proving the fringe benefit rate used. 

D. Costs of machinery or equipment rented or leased in the short term specifically for completion of the 

additional work to be performed. Such equipment rented/leased shall not customarily be owned by 
the Contractor or any subcontractor affected by the change but shall be necessary to the 
accomplishment of the work required. Copies of invoices for such rental shall be provided to 
document the cost of rental or lease of machinery or equipment. The District shall not pay for use of 
Contractor- or subcontractor-owned equipment or machinery, which costs are included in the 
overhead computation. 

E. Costs of permits or inspection fees directly attributable to the change in work and not included as part of 

the Contractor’s requirements nor attributable to the Contractor’s nonperformance or 
non-conformance to the Contract Agreement. 

F. Other such direct costs directly attributable to the work and approved by the District. 

G. Any additional cost resulting from an amendment to performance and payment bonds but in no event 

more than one percent (1%) after application of overhead and profit provided for elsewhere. The 
Contractor shall be responsible for notifying the Surety of any changes in the contract price, if 
required by the Surety. 

Costs itemized shall not exceed the unit costs as listed in the most current issue of Means Construction Cost 
Data or actual costs justified to the satisfaction of the District. 

Unallowable Costs: Any costs which may be perceived by the Contractor to be indirectly attributable to a 
change in work shall not be included in direct costs but shall be considered part of the overhead and 
profit rate applied to direct costs. Such costs not to be included in direct costs shall be, by way of 
illustration and not limitation: 

A. Labor hours and fringe benefit costs of the worksite superintendent(s) when such costs were included, or 

should have been included, in the original bid submitted or result from the Contractor’s inability to 
meet the approved schedule or required completion date. The Contractor must prove, to the 
satisfaction of the District, such additional costs are directly attributable to any extension of time 
beyond the last approved completion date. An increase in contract price for additional site supervision 
shall be at the Districts’ sole discretion. 

B. Perceived additional costs attributable to the Project Manager or supervision and coordination of 

subcontractors, suppliers or Contractor employees. 

C. Costs related to use, rental, purchase or replacement of equipment generally or customarily necessary to 

accomplish the work but not to be incorporated into the work such as, by way of illustration and not 
limitation, hand tools, generators, cleaning equipment, scaffolding, signage, fencing, vehicles, fuel, 
and so forth. 

D. Transportation or travel costs related to the transporting of hired or contracted supervisors, workers or 

subcontractors to and from the worksite or between worksites or to pick-up and deliver materials, 
equipment and processes to the worksite by the Contractor’s or subcontractor’s own forces including 
parking, tolls, !:iu>. meals, per diem, hotel, living expenses, or other such costs. 

E. Costs attributable to expediting delivery of materials, equipment or processes including telephone calls, 

facsimile transmissions, copying, employee labor and benefits, and so forth. 

F. Costs attributable to maintaining a local office, home office or corporate office as well as office staffing, 

equipment and consumables, and so forth. 

G. Costs for maintaining on-site facilities, including work trailers, telephones, computers, licenses, 

temporal’/ utilities, and so forth. 

H. Contracted services such as accountants, payroll service providers, attorneys, catering and so forth. 

I. Catering or vending services, portable toilets, dumpsters, and so forth. 

J. Other such indirect costs of doing business or costs normally considered inclusive in overhead. 

Allowable Overhead and Profit Charges: Additional overhead and profit attributable to the change in contract 
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pricing shall not exceed the following: 

A. For work performed by the Contractor’s own forces, a maximum of ten percent (10%) of the allowable direct 
costs or the unit pricing negotiated at the time of award. 

B. For work performed by a subcontractor’s own forces, a maximum of ten percent (10%) of the allowable direct 
costs. 

C. For work performed by a subcontractor, overhead and profit of a maximum of five percent (5%) is 
allowable by the Contractor for administration of the sub-contract. 

Retainage: The District requires a retainage of three and one-half percent (3.5%) of the total contract price, as may 
be amended by any approved Change Order, to be withheld from the Contractor’s payments throughout the term of 
the Agreement and payable at the time of final payment after a) full completion of all work to be performed and all 
requirements established in the Agreement and acceptance by the District, b) submittal of all closeout documents, 
and c) submittal of an affidavit of payment of debts/claims, if requested by the District, for every subcontractor who 
performed work on the project evidencing they have received final payment of undisputed work and retainage 
withheld. As a condition of the contract, no more than three and one-half percent (3.5%) shall be retained from the 
progress payments of any subcontractor by the Contractor until final completion of that portion of the work. 

Prompt payment of retainage to all subcontractors at final completion of their acceptable work regardless of timing 
during the contract is mandatory. The Contractor shall, at final completion, ensure no amount of the Contractor’s 
retained funds is allocable to the completed and accepted work of any subcontractor nor to materials or equipment 
purchased from any supplier unless such amounts are in dispute and the Contractor has not requested payment for 
such disputed amounts to date. Such amounts in dispute shall be identified on the Contractor’s affidavit of payment 
of debts/claims submitted with final documents. 

§ 6.3.8 The amount of credit to be allowed by the Design-Builder to the Owner for a deletion or change that results 
in a net decrease in the Contract Sum or, if prior to execution of the Design-Build Amendment, in the 
Design-Builder’s compensation, shall be actual net cost. When both additions and credits covering related Work or 
substitutions are involved in a change, the allowance for overhead and profit shall be figured on the basis of net 
increase, if any, with respect to that change. 

§ 6,3.9 Pending final determination of the total cost of a Change Directive to the Owner, the Design-Builder may 
request payment for Work completed under the Change Directive in Applications for Payment. The Owner will 
make an interim determination for purposes of certification for payment for those costs deemed to be reasonably 
justified. The Owner’s interim determination of cost shall adjust the Contract Sum or, if prior to execution of the 
Design-Build Amendment, the Design-Builder’s compensation, on the same basis as a Change Order, subject to the 
right of Design-Builder to disagree and assert a Claim in accordance with Article 14. 

§ 6.3.10 When the Owner and Design-Builder agree with a determination concerning the adjustments in the Contract 
Sum or, if prior to execution of the Design-Build Amendment, the adjustment in the Design-Builder’s compensation 
and Contract Time, or otherwise reach agreement upon the adjustments, such agreement shall be effective 
immediately and the Owner and Design-Builder shall execute a Change Order. Change Orders may be issued for all 
or any part of a Change Directive. 

ARTICLE 7 OWNER’S RESPONSIBILITIES 
§ 7.1 General 

§ 7.1.1 The Owner shall designate in writing a representative who shall have express authority to bind the Owner 
with respect to all Project matters requiring the Owner’s approval or authorization. 

§ 7.1.2 The Owner shall render decisions in a timely manner and in accordance with the Design-Builder’s schedule 
agreed to by the Owner. The Owner shall furnish to the Design-Builder, within 15 days after receipt of a written 
request, information necessary and.relevant for the Design-Builder to give notices of project commencement and 
take other action to protect the integrity and exclusivity ofithe project payment bond(s). 

§ 7.2 Information and Services Required of the Owner 

§ 7.2.1 The Owner shall furnish information or services required of the Owner by the Design-Build Documents with 
reasonable promptness. 
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§ 7.2.2 The Owner shall provide, to the extent under the Owner’s control and if not required by the Design-Build 
Documents to be provided by the Design-Builder, the results and reports of prior tests, inspections or investigations 
conducted for the Project involving structural or mechanical systems; chemical, air and water pollution; hazardous 
materials; or environmental and subsurface conditions and information regarding the presence of pollutants at the 
Project site. Upon receipt of a written request from the Design-Builder, the Owner shall also provide surveys 
describing physical characteristics, legal limitations and utility locations for the site of the Project, and a legal 
description of the site under the Owner’s control. 

§ 7.2.3 The Owner shall promptly obtain easements, zoning variances, and legal authorizations or entitlements 
regarding site utilization where essential to the execution of the Project. 

§ 7.2,4 The Owner shall cooperate with the Design-Builder in securing land development, zoning, and other permits, 
licenses and inspections. 

§ 7.2.5 The services, information, surveys and reports required to be provided by the Owner under this Agreement, 
shall be furnished at the Owner’s expense, and except as otherwise specifically provided in this Agreement or 
elsewhere in the Design-Build Documents or to the extent the Owner advises the Design-Builder to the contrary in 
writing, the Design-Builder shall be entitled to rely upon the accuracy and completeness thereof. In no event shall 
the Design-Builder be relieved of its responsibility to exercise proper precautions relating to the safe performance of 
the Work. 

§ 7.2.6 If the Owner observes or otherwise becomes aware of a fault or defect in the Work or non-conformity with 
the Design-Build Documents, the Owner shall give prompt written notice thereof to the Design-Builder. 

§ 7,2.7 Prior to the execution of the Design-Build Amendment, the Design-Builder may request in writing that, the 
Owner provide reasonable evidence that the Owner has made financial arrangements to fulfill the Owner’s 
obligations under the Design-Build Documents and the Design-Builder’s Proposal.. 

§ 7,2.8 Except as otherwise provided in the Design-Build Documents or when direct communications have been 
specially authorized, the Owner shall communicate through the Design-Builder with persons or entities employed or 
retained by the Design-Builder. 

§ 7.2.9 Unless required by the Design-Build Documents to be provided by the Design-Builder, the Owner shall, 
upon request from the Design-Builder, furnish the services of geotechnical engineers or other consultants for 
investigation of subsurface, air and water conditions when such services are reasonably necessary to properly carry 
out the design services furnished by the Design-Builder. In such event, the Design-Builder shall specify the services 
required. Such services may include, but are not limited to, test borings, test pits, determinations of soil bearing 
values, percolation tests, evaluations of hazardous materials, ground corrosion and resistivity tests, and necessary 
operations for anticipating subsoil conditions. The services of geotechnical engineer(s) or other consultants shall 
include preparation and submission of all appropriate reports and professional recommendations. 

§ 7.2.10 The Owner shall purchase and maintain insurance as set forth in Exhibit B. 

§ 7.3 Submittals 

§ 7.3.1 The Owner shall review and approve or take other appropriate action on Submittals. Review of Submittals is 
not conducted for the purpose of determin ing the accurac y and completeness of other details, such as di mensions 
and quantities; or for substantiating instructions for installation or performance of equipment or systems; or for 
determining that the Submittals are in conformance with the Design-Build Documents, all of which remain the 
responsibility of the Design-Builder as required by the Design-Build Documents. The Owner’s action will be taken 
in accordance with the submittal schedule approved by the Owner or, in the absence of an approved submittal 
schedule, with reasonable promptness while allowing sufficient time in the Owner’s judgment to permit adequate 
review. The Owner’s review of Submittals shall not relieve the Design-Builder ofthe obligations under 
Sections 3.1.11, 3.1.12, and 5.2.3. The Owner’s review shall not constitute approval of safety precautions or, unless 
otherwise specifi cally stated by the Owner, of any construction means, methods, techniques, sequences or 
procedures. The Owner’s approval of a specific item shall not indicate approval of an assembly of which the item is 
a component. 
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§ 7.3.2 Upon review of the Submittals required by the Design-Build Documents, the Owner or its designee shall 
notify the Design-Builder of any non-conformance with the Design-Build Documents the Owner discovers. 

§ 7.4 Visits to the site by the Owner shall not be construed to create an obligation on the part of the Owner to make 
on-site inspections to check the quality or quantity of the Work. The Owner shall neither have control over or charge 
of, nor be responsible for, the construction means, methods, techniques, sequences or procedures, or for the safety 
precautions and programs in connection with the Work, because these are solely the Design-Builder’s rights and 
responsibilities under the Design-Build Documents. 

§ 7.5 The Owner shall not be responsible for the Design-Builder’s failure to perform the Work in accordance with 
the requirements of the Design-Build Documents. The Owner shall not have control over or charge of, and will not 
be responsible for acts or omissions of the Design-Builder, Architect, Consultants, Contractors, or their agents or 
employees, or any. other persons or entities performing portions of the Work for the Design-Builder. 

§ 7.6 The Owner has the authority to reject Work that does not conform to the Design-Bull d Documents. The Owner 
shall have authority to require inspection or testing of the Work in accordance with Section 15.5.2, whether or not 
such Work is fabricated, installed or completed, However, neither this authority of the Owner nor a decision made in 
good faith either to exercise or not to exercise such authority shall give rise to a duty or responsibility of the Owner 
to the Design-Builder, the Architect, Consultants, Contractors, material and equipment suppliers, their agents or 
employees, or other persons or entities performing portions of the Work. 

§ 7.7 The Owner shall determine the date or dates of Substantial Completion in accordance with Section 9.8 and the 
date of final completion in accordance with Section 9.10. 

§ 7.8 Owner’s Right to Stop Work 

If the Design-Builder fails to correct Work which is not in accordance with the requirements of the Design-Build 
Documents as required by Section 11.2 or persistently fails to carry out Work in accordance with the Design-Build 
Documents, the Owner may issue a written order to the Design-Builder to stop the Work, or any portion thereof, 
until the cause for such order has been eliminated; however, the right of the Owner to stop foe Work shall not give 
rise to a duty on the part of the Owner to exercise this right for foe benefit of the Design-Builder or any other person 
or entity, except to the extent required by Section 5.13.1.3. . 

§ 7.9 Owner’s Right to Carry Out the Work 

If the Design-Builder defaults or neglects to carry out the Work in accordance with the Design-Build Documents 
and fails within a ten-day period after receipt of written notice from the Owner to commence and continue 
correction of such default or neglect with diligence and promptness, the Owner may, without prejudice to other 
remedies the Owner may have, correct such deficiencies. In such case, an appropriate Change Order shall be issued 
deducting from payments then or thereafter due the Design-Builder the reasonable cost of correcting such 
deficiencies. If payments then or thereafter due the Design-Builder are not sufficient to cover such amounts, the 
Design-Builder shall pay the difference to the Owner. For Work on the critical path to beneficial occupancy of the 
Project (or defined component thereof) the ten-day period referenced herein is reduced to five (5) days during the 
60 days prior to substantial completion as shown on the last schedule properly submitted under § 3.1.9. 

ARTICLE 8 TIME. 

§ 8.1 Progress and Completion 

_§ 8.1. 1 Time lim its stated in the Design-Build Docume n ts are ofth e essence of the Contr ac t. By e xecuting foe_ 

Design-Build Amendment the Design-Builder confirms that the Contract Time is a reasonable period for performing 
the Work. 

§ 8.1.2 The Design-Builder shall not, except by agreement of the Owner in writing, commence the Work prior to the 
effective date of insurance, other than property insurance, required by this Contract. The Contract Time shall not be 
adjusted as a result ofthe Design-Builder’s failure to obtain insurance required under this Contract. 

§ 8.1.3 The Design-Builder shall proceed expeditiously with adequate forces and shall achieve Substantia] 

Completion within the Contract Time. 

§ 8.1.4 LIQUIDATED DAMAGES FOR LATE SUBSTANTIAL AND FINAL COMPLETION OF THE WORK. 
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The. Owner and the Contractor agree that time is of the essence and that the Owner will suffer significant damage, 
hardship, and loss if the Work is not substantially completed within the Contract Time. Damages the Owner will 
incur as ,a result of breach of contract by failure to achieve substantial completion are: use of relocatable classrooms; 
use of alternate sites for the educational program; disruption of class locations; disruption of athletic program; 
disruption of public service activities planned for the project; loss of rental of the project; security risks due to 
comingling of project workers with additional persons on and near the site; additional safety risks of equipment, 
vehicles, and unfinished work on the campus during the academic term; general disruption of the teaching and 
learning process due to project activities during the academic term; moving equipment during the academic term 
when students and full staff are present; harm to the Owner’s reputation and established goodwill among the 
community, parents, students, and staff due to late delivery of the project; loss of student morale and academic 
performance due to the ongoing Work during the academic term; harm to the Owner’s public relations; disruption 
and inefficiency of the management of all the Owner’s facilities and other current construction projects. The 
measurement of such damages is difficult. Accordingly, such damages are converted to Liquidated Damages as 
follows: for each day the Work is not Substantially Complete beyond the Contract Time allowed for Substantial 
Completion, liquidated damages of $ 1000 will be due from the Design-Buil der to the Owner; for each day the 
Work is not Finally Complete beyond the Contract Time allowed for Final Completion, liquidated damages of $500 
will be due from the Design-Builder to the Owner. 

§ 8.2 Delays and Extensions of Time 

§ 8.2.1 If the Design-Builder is delayed at any time in the commencement or progress of the Work by an act or 
neglect of the Owner or of a consultant or separate contractor employed by the Owner; or by changes ordered in the 
Work by the Owner; or by labor disputes, fire, unusual delay in deliveries, unavoidable casualties or other causes 
beyond the Design-Builder’s control; or delay in purchase of any project property or owner provided surveying and 
testing of such property); or by an act of god, tornado, fire, hurricane, blizzard, earthquake, typhoon, or flood that 
damages completed work, stored material, or impedes progress of the work; by delay authorized by the Owner 
pen ding mediation and binding dispute resolution or by other causes that the Owner determines may justify delay, 
then the Contract Time shall be extended by Change Order for such reasonable time as the Owner may determine. 

§ 8.2.2 Claims relating to time shall be made in accordance with applicable provisions of Article 14. 

(Paragraph deleted) 

§ 8.2.3 Weather Delays: When adverse weather conditions are the basis for a request for additional time, such 
request shall be documented by data substantiating the weather conditions, . Such time extension request shall be in 
writing and submitted to the District with its Application for Payment. The approved extension of time shall be 
incorporated in the next Change Order. 

§ 8.2,4 Anticipated Weather Delays: A total of two (2) days per calendar month (non-cumulative) shall be 
anticipated by the Contractor as "adverse weather," and such time shall not be considered justification for an 
extension of time. If adverse weather days beyond the two (2) days anticipated are substantiated by written 
(NOAA) data indicating precipitation greater than .10" occurred that day an extension of time will be allowed to the 
extent of one (1) full day of extended time for each full working day of adverse weather conditions .. If the 
precipitation over .10" is so great that it causes subsequent work days to be lost those days may also be requested as 
a time extension and will be granted day for day basis for days lost in construction operations . A request for 
adverse weather extension shall not be allowed after the date established for substantial completion. 


ARTICLE 9 PAYMENT APPLICATIONS AND PROJECT COMPLETION 
§9.1 Contract Sum 

Tire Contract Sum is stated in the Design-Build Amendment. 

§ 9.2 Schedule of Values 

Where the Contract Sum is based on a stipulated sum or Guaranteed Maximum Price, the Design-Builder, prior to 
the first Application for Payment after execution of the Design-Build Amendment shall submit to the Owner a 
schedule of values allocating the entire Contract Sum to the various portions of the Work and prepared in such form 
and supported by such data to substantiate its accuracy as the Owner may require. This schedule, unless objected to 
by the Owner, shall be used as a basis for reviewing the Design-Builder’s Applications for Payment. 
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§ 9.3 Applications for Payment 

§ 9.3.1 At least TWENTY ONE days before the date established for each progress payment, the Design-Builder 
shall submit to the Owner an itemized Application for Payment for completed portions of the Work. The application 
shall be notarized, if required, and supported by data substantiating the Design-Builder’s right to payment as the 
Owner may require, such as copies of requisitions from the Architect, Consultants, Contractors, and material 
suppliers, and shall reflect retainage if provided for in'the Design-Build Documents. 

§ 9.3.1.1 As provided in Section 6.3.9, Applications for Payment may include requests for payment on account of 
changes in the Work that have been properly authorized by Change Directives, or by interim determinations of the 
Owner, but not yet included in Change Orders. 

§ 9.3.1.2 Applications for Payment shall not include requests for payment for portions of the Work for which the 
Design-Builder does not intend to pay the Architect, Consultant, Contractor, material supplier, or other persons or 
entities providing services or work for the Design-Builder, unless such Work has been performed by others whom 
the Design-Builder intends to pay. 

§ 9.3.2 Unless otherwise provided in the Design-Build Documents, payments shall be made for services provided as 
well as materials and equipment delivered and suitably stored at the site for subsequent incorporation in the Work. If 
approved in advance by the Owner, payment may similarly be made for materials and equipment suitably stored off 
the site at a location agreed upon in writing. Payment for materials and equipment stored on or off the site shall be 
conditioned upon compliance by the Design-Builder with procedures satisfactory to the Owner to establish the 
Owner’s title to such materials and equipment or otherwise protect the Owner’s interest, and shall include the costs 
of applicable insurance, storage and transportation to the site for such materials and equipment stored off the site. 

§ 9.3.3 The Design-Builder warrants that title to all Work, other than Instruments of Service, covered by an 
Application for Payment will pass to the Owner no later than the time of payment. The Design-Builder further 
warrants that, upon submittal of an Application for Payment, all Work for which Certificates for Payment have been 
previously issued and payments received from the Owner shall, to the best ofthe Design-Builder’s knowledge, 
information and belief, be free and clear ofliens, claims, security interests or encumbrances in favor ofthe 
Design-Builder, Architect, Consultants, Contractors, material suppliers, or other persons or entities entitled to make 
a claim by reason of having provided labor, materials and equipment relating to the Work. 

§ 9,4 Certificates for Payment 

SEE § A. 1.5,1.3 FOR SCHEDULE. In accordance with the schedule set forth in § A. 1.5.1.3, the Owner issue to the 
Design-Builder a Certificate for Payment indicating the amount the Owner determines is properly due, and notify 
the Design-Builder in writing of the Owner’s reasons for withholding certification in whole or in part as provided in 
Section 9.5.1. 

§ 9.S Decisions to Withhold Certification 

§ 9.S.1 The Owner may withhold a Certificate for Payment in whole or in part to the extent reasonably necessary to 
protect the Owner due to the Owner’s determination that the Work has not progressed to the point indicated in the 
Design-Builder’s Application for Payment, or the quality of the Work is not in accordance with the Design-Build 
Docunients. If the Owner is unable to certify payment in the amount of the Application, the Owner will notify the 
Design-Builder as provided in Section 9.4. If the Design-Builder and Owner cannot agree on a revised amount, the 
Owner willpromptly issue a Certificate for Payment for the amount that the Owner deems to be due and owing. The 
Owner may also withhold a Certificat e for P ayment or, because of subsequently discovered evidence, may nullify 
the whole or a part of a Certificate for Payment previously issued to such extent as may be necessary to protect the 
Owner from loss for which the Design-Builder is responsible because of 

.1 defective Work, including design and construction, not remedied; 

.2 third party claims filed or reasonable evidence indicating probable filing of such claims unless 
security acceptable to the Owner is provided by the Design-Builder; 

.3 failure of the Design-Builder to make payments properly to the Architect, Consultants, Contractors or 
others, for services, labor, materials or equipment; 

.4 reasonable evidence that the Work cannot be completed for the unpaid balance ofthe Contract Sum;, 
.5 damage to the Owner or a separate contractor; 
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.6 reasonable evidence that the Work will not be completed within the Contract Time, and that the 

unpaid balance would not be adequate to cover actual or liquidated damages for the anticipated delay; 
or 

.7 repeated or substantial failure to carry out the Work in accordance with the Design-Build Documents. 

§ 9.5.2 When the above reasons for withholding certification are removed, certification will be made for amounts 
previously withheld. 

§ 9.5.3 If the Owner withholds certification for payment under Section 9.5.1.3, the Owner may, at its sole option, 
issue joint checks to the Design-Builder and to the Architect or any Consultants, Contractor, material or equipment 
suppliers, or other persons or entities providing services or work for the Design-Builder to whom the Design-Builder 
failed to make payment for Work properly performed or material or equipment suitably delivered. 

§ 9.6 Progress Payments 

§ 9.6.1 After the Owner has issued a Certificate for Payment, the Owner shall make payment in the manner and 
within the time provided in the Design-Build Documents. 

§ 9.6.2 The Design-Builder shall pay each Architect, Consultant, Contractor, and other person or entity providing 
services or work for the Design-Builder no later than the time period required by applicable law, but in no event 
more than seven days after receipt of payment from the Owner the amount to which the Architect, Consultant, 
Contractor, and other person or entity providing services or work for the Design-Builder is entitled, reflecting 
percentages actually retained from payments to the Design-Builder on account of the portion of the Work performed 
by the Architect, Consultant, Contractor, or other person or entity. The Design-Builder shall, by appropriate 
agreement with each Architect, Consultant, Contractor, and other person or entity providing services or work for the 
Design-Builder, require each Architect, Consultant, Contractor, and other person or entity providing services or 
work for the Design-Builder to make payments to subconsultants and subcontractors in a similar manner. 

§ 9.6.3 The Owner will, on request and if practicable, furnish to the Architect, a Consultant, Contractor, or other 
person or entity providing services or work for the Design-Builder, information regarding percentages of completion 
or amounts applied for by the Design-Builder and action taken thereon by the Owner on account of portions of the 
Work done by such Architect, Consultant, Contractor or other person or entity providing services or work for the 
Design-Builder. 

§ 9.6.4 The Owner has the right to request written evidence from the Design-Builder that the Design-Builder has 
properly paid the Architect, Consultants, Contractors, or other person or entity providing services or work for the 
Design-Builder, amounts paid by the Owner to the Design-Builder for the Work. Owner shall have the right to 
contact the Architect, Consultants, and Contractors to ascertain whether they have been properly paid. The Owner 
shall have no obligation to pay or to see to the payment of money to a Consultant or Contractor. 

§ 9.6.5 Design-Builder payments to material and equipment suppliers shall be treated in a manner similar to that 
provided in Sections 9,6.2, 9.6.3 and 9.6.4. 

§ 9.6.6 A Certificate for Payment, a progress payment, or partial or entire use or occupancy of the Project by the 
Owner shall not constitute acceptance of Work not in accordance with the Design-Build Documents. 


j (Paragraph deleted) 

§ 9.7 Failure of Payment 

If the Owner does not issue a Certificate for Payment, through no fault of the Design-Builder, within the time 
required by the Design-Build Documents, then the Design-Builder may, upon seven additional days’ written notice 
to the Owner, stop the Work until payment of the amount owing has been received. The Contract Time shall be 
extended appropriately and the Contract Sum shall be increased by the amount of the Design-Builder’s reasonable 
costs of shut-down, delay and start-up, plus interest as provided for in the Design-Build Documents. 

§ 9.8 Substantial Completion 

§ 9.8.1 Substantial Completion is the stage in the progress of the Work when the Work or designated portion thereof 
is sufficiently complete in accordance with the Design-Build Documents so that the Owner can occupy or utilize the 
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Work for its intended use. The date of Substantial Completion is the date certified by the Owner in accordance with 
this Section 9.8. 

§ 9.8.2 When the Design-Builder considers that the Work, or a portion thereof which the Owner agrees to accept 
separately, is substantially complete, the Design-Builder shall submit to the Owner an occupancy permit issued by 
the South Carolina Office of School Facilities and a comprehensive list of items to be completed or corrected prior 
to final payment. Failure to include an item on such list does not alter the responsibility of the Design-Builder to 
complete all Work in accordance with the Design-Build Documents. 

§ 9.8.3 Upon receipt of the Design-Builder’s list, the Owner shall review the Work.. If the Owner’s review discloses 
any item, whether or not included on the Design-Builder’s list, which is not sufficiently complete in accordance with 
the Design-Build Documents so that the Owner can occupy or utilize the Work or designated portion thereof for its 
intended use, the Design-Builder shall, before issuance of the Certificate of Substantial Completion, complete or 
correct such item upon notification by the Owner. In such case, the Design-Builder shall then submit a request for 
another review of the Work by the Owner. 

§ 9.8.4 Prior to issuance of the Certificate of Substantial Completion under Section 9.8.5, the Owner and 
Design-Builder shall discuss and then determine the parties’ obligations to obtain and maintain property insurance 
following issuance of the Certificate of Substantial Completion. 

§ 9.8.5 When the Work or designated portion thereof is substantially complete, the Design-Builder will obtain for 
the Owner an occupancy permit issued by the South Carolina Office of School Facilities and a Certificate of 
Substantial Completion that shall, upon the Owner’s signature, establish the date of Substantial Completion; 
establish responsibilities of the Owner and Design-Builder for security, maintenance, heat, utilities, damage to the 
Work and insurance; and fix the time within which the Design-Builder shall finish all items on the list 
accompanying, the Certificate. Warranties required by the Design-Build Documents shall commence on the date of 
Substantial Completion of the Work or designated portion thereof unless otherwise provided in the Certificate of 
Substantial Completion. 

§ 9.8.6 The Certificate of Substantial Completion shall be submitted by the Design-Builder to the Owner for written 
acceptance of responsibilities assigned to it in the Certificate. Upon the Owner’s acceptance, and consent of surety, 
if any, the Owner shall make payment of retainage applying to the Work or designated portion thereof. Payment 
shall be adjusted for Work that is incomplete or not in accordance with the requirements of the Design-Build 
Documents. 

§ 9.9 Partial Occupancy or Use 

§ 9.9.1 The Owner may occupy or use any completed or partially completed portion of the Work at any stage when 
such portion is designated by separate agreement with the Design-Builder, provided such occupancy or use is 
consented to, by endorsement or otherwise, by the insurer providing property insurance and authorized by public 
authorities having jurisdiction over the Project. Such partial occupancy or use may commence whether or not the 
portion is substantially complete, provided the Owner and Design-Builder have accepted in writingthe 
responsibilities assigned to each of them for payments, retainage, if any, security, maintenance, heat, utilities, 
damage to the Work and insurance, and have agreed in writing concerning the period for correction of the Work and 
commencement of warranties required by the Design-Build Documents. When the Design-Builder considers a 
portion substantially complete, the Design-Builder shall prepare and submit a list to the Owner as provided under 
Section 9.8,2. Consent of the Desig n -Builder to partial occupancy or use shall not be unreasonably withheld. The 
stage of the progress of the Work shall be determined by written agreement between the Owner and Design-Builder. 

§ 9.9.2 Immediately prior to such partial occupancy or use, the Owner and Design-Builder shall jointly review the 
area to be occupied or portion of the Work to be used in order to determine and record the condition of the Work. 

§ 9.9-3 Unless otherwise agreed upon, partial occupancy or use of a portion or portions of the Work shall not 
constitute acceptance of Work not complying with the requirements of the Design-Build Documents. 

§ 9.10 Final Completion and Final Payment 

§ 9.10.1 Upon receipt of the Design-Builder’s written notice that the Work is ready for final inspection and 
acceptance and upon receipt of a final Application for Payment, the Owner will promptly make such inspection. 
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When the Owner finds the Work acceptable under the Design-Build Documents and the Contract fully performed, 
the Owner will, subject to Section 9.10.2, promptly issue a final Certificate for Payment. 

§ 9.10.2 Neither final payment nor any remaining retained percentage shall become due until the Design-Builder 
submits to the Owner (1) an affidavit that payrolls, bills for materials and equipment, and other indebtedness 
connected with the Work, for which the Owner or the Owner’s property might be responsible or encumbered, (less 
amounts withheld by Owner) have been paid or otherwise satisfied, (2) a certificate evidencing that insurance 
required by the Design-Build Documents to remain in force after final payment is currently in effect, (3) a written 
statement that the Design-Builder knows of no substantia) reason that the insurance will not be renewable to cover 
the period required by the Design-Build Documents, (4) consent of surety, if any, to final payment, (5) 
as-constructed record copy of the Construction Documents marked to indicate field changes and selections made 
during construction, (6) manufacturer’s warranties, product data, and maintenance and operations manuals, and (7) 
if required by the Owner, other data establishing payment or satisfaction of obligations, such as receipts, or releases 
and waivers of liens, claims, security interests, or encumbrances, arising out of the Contract, to the extent and in 
such form as may be designated by the Owner. If an Architect, a Consultant, or a Contractor, or other person or 
entity providing services or work for the Design-Builder, refuses to furnish a release or waiver required by the 
Owner, the Design-Builder may furnish a bond satisfactory to the Owner to indemnify the Owner against such liens, 
claims, security interests, or encumbrances. If such liens, claims, security interests, or encumbrances remains 
unsatisfied after payments are made, the Design-Builder shall refund to the Owner all money that the Owner may be 
compelled to pay in discharging such liens, claims, security interests, or encumbrances, including all costs and 
reasonable attorneys’ fees. 

§ 9.10.3 If, after Substantial Completion of the Work, final completion thereof is materially delayed through no fault 
of the Design-Builder or by issuance of Change Orders affecting final completion, the Owner shall, upon application 
by the Design-Builder, and without terminating the Contract, make payment of the balance due for that portion of 
the Work fully completed and accepted. If the remaining balance for Work not fully completed or corrected is less 
than retainage stipulated in the Design-Build Documents, and if bonds have been furnished, the written consent of 
surety to payment of the balance due for that portion of the Work fully completed and accepted shall be submitted 
by the Design-Builder to the Owner prior to issuance of payment. Such payment shall be made under terms and 
conditions governing final payment, except that it shall not constitute a waiver of claims. 

§ 9.10.4 The making of final payment shall constitute a waiver of Claims by the Owner except those arising from 
.1 liens, Claims, security interests or encumbrances arising out of the Contract and unsettled; 

.2 failure ofthe Work to comply with the requirements of the Design-Build Documents; 

.3 terms of special warranties required by the Design-Build Documents; 

.4 post-occupancy services to be provided by or through the Design-Bufider. 

§ 9.10.5 Acceptance of final payment by the Design-Builder shall constitute a waiver of claims by the 
Design-Builder except those previously made in writing and identified by the DesigmBuilder as unsettled at the time 
of final Application for Payment. 

ARTICLE 10 PROTECTION OF PERSONS AND PROPERTY 
§ 10.1 Safety Precautions and Programs 

The Design-Builder shall be responsible for initiating, maintaining and supervising all safety precautions and 
programs in connection with the performance ofthe Contract. 

§ 10,2 Safety of Persons and Property 

§ 10,2.1 The Design-Builder shall be responsible for precautions for the safety of, and reasonable protection to 
prevent damage, injury or loss to 

.1 employees on the Work and other persons who may be affected thereby; 

.2 the Work and materials and equipment to be incorporated therein, whether in storage on or off the 
site, under care, custody or control of the Design-Builder or the Architect, Consultants, or 
Contractors, or other person or entity providing services or. work for the Design-Builder; and 
.3 . other property at the site or adjacent thereto, such as trees, shrubs, lawns, walks, pavements, 

roadways, or structures and utilities not designated for removal, relocation or replacement in the 
course of construction. 
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§ 10.2.2 The Design-Builder shall comply with, and give notices required by, applicable laws, statutes, ordinances, 
codes, rules and regulations, and lawful orders of public authorities, bearing on safety of persons or property, or 
their protection from damage, injury or loss. 

§ 10.2.3 The Design-Builder shall implement, erect, and maintain, as required by existing conditions and 
performance of the Contract, reasonable safeguards for safety and protection, including posting danger signs and 
other warnings against hazards, promulgating safety regulations, and notify owners and users of adjacent sites and 
utilities of the safeguards and protections. 

§ 10.2.4 When use or storage of explosives or other hazardous materials or equipment, or unusual methods, are 
necessary for execution of the Work, the Design-Builder shall exercise utmost care, and carry on such activities 
under supervision of properly qualified personnel, 

§ 10.2.5 The Design-Builder shall promptly remedy damage and loss (other than damage or loss insured under 
property insurance required by the Design-Build Documents) to property referred to in Sections 10.2.1.2 and 
10.2.1.3, caused in whole or in part by the Design-Builder, the Architect, a Consultant, a Contractor, or anyone 
directly or indirectly employed by any of them, or by anyone for whose acts they may be liable and for which the 
Design-Builder is responsible under Sections 10.2.1.2 and 10.2.1.3; except damage or loss attributable to acts or 
omissions of the Owner, or anyone directly or indirectly employed by the Owner, or by anyone for whose acts the 
Owner may be liable, and not attributable to the fault or negligence of the Design-Builder. The foregoing obligations 
of the Design-Builder are in addition to the Design-Builder’s obligations under Section 3.1.14. 

§ 10.2.6 Die Design-Builder shall designate a responsible member ofthe Design-Builder’s organization, at the site, 
whose duty shall be the prevention of accidents. This person shall be the Design-Builder’s superintendent unless 
otherwise designated by the Design-Builder in writing to the Owner. 

§ 10.2.7 The Design-Builder shall not permit any part ofthe construction or site to be loaded so as to cause damage 
or create an unsafe condition. 

§ 10.2.8 Injury or Damage to Person or Property. If the Owner or Design-Builder suffers injury or damage to 
person or property because of an act or omission ofthe other, or of others for whose acts such party is legally 
responsible, written notice ofthe injury or damage, whether or not insured, shall be given to the other party within a 
reasonable time not exceeding 21 days after discovery. The notice shall provide sufficient detail to enable the other 
party to.investigate the matter. 

§ 10.3 Hazardous Materials 

§ 10.3.1 The Design-Builder is responsible for compliance with any requirements included in the Design-Build 
Documents regarding hazardous materials. If the Design-Builder encounters a hazardous material or substance not 
addressed in the Design-Build Documents and if reasonable precautions will be inadequate to prevent foreseeable 
bodily injury or death to persons resulting from a material or substance, including but not limited to asbestos or 
polychlorinated biphenyl (PCB), encountered on the site by the Design-Builder, the Design-Builder shall, upon 
recognizing.the condition, immediately stop Work in the affected area and report the condition to the Owner in 
writing. 

§ 10.3.2 Upon receipt ofthe Design-Builder’s written notice, the Owner shall obtain the services of a licensed 
-laboratory to verify the presence or absence of the material or substance reported by the Design-Builder and, in the 
event such material or substance is found to be present, to cause it to be rendered harmless. Unless otherwise 
required by the Design-Build Documents, the Owner shall furnish in writing to the Design-Builder the names and 
qualifications of persons or entities who are to perform tests verifying the presence or absence of such material or 
substance or who are to perform the task of removal or safe containment of such material or substance. The 
Design-Builder will promptly reply to the Owner in writing stating whether or not the Design-Builder has 
reasonable objection to the persons or entities proposed by the Owner. If the Design-Builder has an objection to a 
person or entity proposed by the Owner, the Owner shall propose another to whom the Design-Builder has no 
reasonable objection. When the material or substance has been rendered harmless, Work in the affected area shall 
resume upon written agreement ofthe Owner and Design-Builder. By Change Order, the Contract Time shall be 
extended appropriately and the Contract Sum shall be increased in the amount of the Design-Builder’s reasonable 
additional costs of shut-down, delay and start-up. 
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§ 10.3.3 To the fullest extent permitted by law, the Owner shall indemnity and hold harmless the Design-Builder, 
the Architect, Consultants, and Contractors, and employees of any of them, from and against claims, damages, 
losses and expenses, including but not limited to attorneys’ fees, arising out of or resulting from performance of the 
Work in the affected area, if in fact the material or substance presents the risk of bodily injury or death as described 
in Section 10.3,1 and has not been rendered harmless, provided that such claim, damage, loss or expense is 
attributable to bodily injury, sickness, disease or death, or to injury to, or destruction of, tangible property (other 
than the Work itself), except to the extent that such damage, loss or expense is due to the fault or negligence of the 
party seeking indemnity. 

§ 10.3.4 The Owner shall not be responsible under this Section 10.3 for materials or substances the Design-Builder 
brings to the site unless such materials or substances are required by the Owner’s Criteria. The Owner shall be 
responsible for materials or substances required by the Owner’s Criteria, except to the extent of the Design-Builder’s 
fault or negligence in the use and handling of such materials or substances. 

§ 10.3.5 The Design-Builder shall indemnify the Owner for the cost and expense the Owner incurs (1) for 
remediation of a material or substance the Design-Builder brings to the site and negligently handles, or (2) where the 
Design-Builder fails to perform its obligations under Section 10.3.1, except to the extent that the cost and expense 
are due to the Owner’s fault or negligence. 

§ 10.3.6 If, without negligence on the part of the Design-Builder, the Design-Builder is held liable by a government 
agency for the cost of remediation of a hazardous material or substance solely by reason of performing Work as 
required by the Design-Build Documents, the Owner shall indemnify the Design-Builder for all cost and expense 
thereby incurred. 

§ 10.4 Emergencies 

In an emergency affecting safety of persons or property, the Design-Builder shall act, at the Design-Builder’s 
discretion, to prevent threatened damage, injury or loss. 

ARTICLE 11 UNCOVERING AND CORRECTION OF WORK 
§ 11.1 Uncovering of Work 

Tire Owner may request to examine a portion of the Work that the Design-Builder has covered to determine if the 
Work has been performed in accordance with the Design-Build Documents. If such Work is in accordance with the 
Design-Build Documents, the Owner and Design-Builder shall execute a Change Order to adjust the Contract Time 
and Contract Sum, as appropriate. If such Work is not in accordance with the Design-Build Documents, the costs of 
uncovering and correcting the Work shall be at the Design-Builder’s expense and the Design-Builder shall not be 
entitled to a change in the Contract Time unless the condition was caused by the Owner or a separate contractor in 
which event the Owner shall be responsible for payment of such costs and the Contract Time will be adjusted as 
appropriate. 

§ 11.2 Correction of Work 

§ 11.2.1 Before or After Substantial Completion. The Design-Builder shall promptly correct Work either rejected 
by the Owner or failing to conform to the requirements of the Design-Build Documents, whether discovered before 
or after Substantial Completion and whether or not fabricated, installed or completed. Costs of correcting such 
rejected or nonconforming Work, including additional testing and inspections, the cost of uncovering and 
replacement. and compensaiion lor any design consultant employed by the Owner whose expenses and 
compensation were made necessary thereby, shall be at the Design-Builder’s expense. 

§ 11.2.2 After Substantial Completion 

§ 11.2.2.1 In addition to the Design-Builder’s obligations under Section 3.1.12, if, within the three-year duration of 
the Design-Builder’s post-occupancy obligations,, any ofthe Work is found not to be in accordance with the 
requirements of the Design-Build Documents, the Design-Builder shall correct it promptly after receipt of written 
notice from the Owner to do so unless the Owner has previously given the Design-Builder a written acceptance of 
such condition. The Owner shall give such notice promptly after discovery of the condition. During this period for 
correction of the Work, if the Owner fails to notify the Design-Builder and give the Design-Builder an opportunity 
to make the correction, the Owner waives the rights to require correction by the Design-Builder and to make a claim 
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for breach of warranty. If the Design-Builder fails to correct nonconforming Work within a reasonable time during 
that period after receipt of notice from the Owner, the Owner may correct it in accordance with Section 7.9. 

§ 11.2.2.2 This year period for correction of Work shall be extended with respect to portions of Work first 
performed after Substantial Completion by the period of time between Substantial Completion and the actual 
completion of that portion of the Work. 

§ 11.2.2.3 This.period for correction of Work shall not be extended by corrective Work performed by the 
Design-Builder pursuant to this Section 11.2. 

§ 11.2.3 The Design-Builder shall remove from the site portions of the Work that are not in accordance with the 
requirements of the Design-Build Documents and are neither corrected by the Design-Builder nor accepted by the 
Owner. 

§ 11.2.4 The Design-Builder shall bear the cost of correcting destroyed or damaged construction of the Owner or 
separate contractors, whether completed or partially completed, caused by' the Design-Builder’s correction or 
removal of Work that is not in accordance with the requirements of the Design-Build Documents. 

§ 11.2.5 Nothing contained in this Section 11.2 shall be construed to establish a period of limitation with respect to 
other obligations the Design-Builder has under the Design-Build Documents. Establishment of the two-year period 
for correction of Work as described in Section 11.2.2 relates only to the specific obligation of the Design-Builder to 
correct the Work, and has no relationship to the time within which the obligation to comply with the Design-Build 
Documents may be sought to be enforced, nor to the time within which proceedings may be commenced to establish 
the Design-Builder’s liability with respect to the Design-Builder’s obligations other than specifically to correct the 
Work. 

§ 11.3 Acceptance of Nonconforming Work 

If the Owner prefers to accept Work that is not in accordance with the requirements of the Design-Build Documents, 
the Owner may do so instead of requiring its removal and correction, in which case the Contract Sum will be 
reduced as appropriate and equitable. Such adjustment shall be effected whether or not final payment has been 
made. Acceptance ofNonconforming Work may only be evidenced by written agreement specifying the 
nonconformity and the Owner’s informed consent to accept it. Nonconforming Work shall not become accepted 
Work by inaction or implication. 

ARTICLE 12 COPYRIGHTS AND LICENSES 

§ 12.1 Drawings, specifications, and other documents furnished by the Design-Builder, including those in electronic 
form, are Instruments of Service. The Design-Builder, and the Architect, Consultants, Contractors, and any other 
person or entity providing services or work for any of them, shall be deemed the authors and owners of their 
respective Instruments of Service, including the Drawings and Specifications, and shall retain all common law, 
statutory and other reserved rights, including copyrights. Submission or distribution of Instruments of Service to 
meet official-regulatory requirements, or for similar purposes in connection with the Project, is not to be construed 
as publication in derogation of the reserved rights of the Design-Builder and the Architect, Consultants, and 
Contractors, and any other person or entity providing services or work for any of them. 

§ 12.2 The Design-Builder and the Owner warrant that in transmitting Instruments of Service, or any other 

information, the transmitting party is the copyright owner of such information or has permission from the copyright. 

owner to transmit such information for its use on the Project. 

§ 12.3 Upon execution of the Agreement, the Design-Builder grants to the Owner a limited, irrevocable and 
non-exclusive license to.use the Instruments of Service for purposes of constructing, using, maintaining, altering and 
adding to the Project. . The license granted under this section permits the Owner to authorize its consultants and 
separate contractors to reproduce applicable portions of the Instruments of Service for use in performing services or 
construction for the Project. 

1.2.3.1 PROTOTYPE. The Owner shall have the right to use .the Instruments of Service as a 
"prototype" design under South Carolina Board of Architectural Examiners regulations and policies. Any 
architect receiving the original plans from the Owner must first acknowledge and accept full responsibility 
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for the adequacy of the design for its new project, as well as absolve the original Architect of any 
responsibility of any kind as relates to the original design. Should the Owner provide the Documents 
and/or Specifications to the Architect(s) for other Projects, then the original Architect, if not retained for 
the other project(s), shall be relieved of any liabilities arising out ofthe other Project(s) and the Owner will 
indemnify and hold harmless the original Architect from any Claims arising out of such other Project(s). 

§ 12.3.1 The Design-Builder shall obtain non-exclusive licenses from the Architect, Consultants, and Contractors, 
that will allow the Design-Builder to satisfy its obligations to the Owner under this Article 12. The Design-Builder’s 
licenses from the Architect and its Consultants and Contractors shall also allow the Owner, in the event this 
Agreement is terminated for any reason to obtain a limited, irrevocable and non-exclusive license for purposes of 
constructing, using, maintaining, altering and adding to the Project, subject to South Carolina regulations and 
policies concerning successor design professionals... 

§ 12.3.2 In the event the Owner alters the Instruments of Service without the author’s written authorization or uses 
the Instruments of Service without retaining the authors of the Instruments of Service, the Owner releases the 
Design-Builder,; Architect, Consultants, Contractors and any other person or entity providing services or work for 
any of them, from all claims and causes of action arising from or related to such uses. The terms of this Section 
12.3.2 shall not apply ifthe Owner rightfully terminates this Agreement for cause under Sections 13.1.4 or 13,2.2. 

ARTICLE 13 TERMINATION OR SUSPENSION 

§ 13.1 Termination or Suspension Prior to Execution of the Design-Build Amendment 

§ 13.1.1 Ifthe Owner fails to make payments to the Design-Builder for Work prior to execution ofthe Design-Build 
Amendment in accordance with this Agreement, such failure shall be considered substantial nonperformance and 
cause for termination or, at the Design-Builder’s option, cause for suspension of performance of services under this 
Agreement. Ifthe Design-Builder elects to suspend the Work, the Design-Builder shall give seven days’ written 
notice to the Owner before suspending the Work, In the event of a suspension of the Work, the Design-Builder shall 
have no liability to the Owner for delay or damage caused by the suspension ofthe Work, Before resuming the 
Work, the Design-Builder shall be paid all sums due prior to suspension and any expenses incurred in the 
interruption and resumption ofthe Design-Builder’s Work. The Design-Builder’s compensation for, and time to 
complete, the remaining Work shall be equitably adjusted. 

§ 13.1.2 Ifthe Owner suspends the Project, the Design-Builder shall be compensated for the Work performed prior 
to notice of such suspension. When Ihe Project is resumed, the Design-Builder shall be compensated for expenses 
incurred in the interruption and resumption ofthe Design-Builder’s Work. The Design-Builder’s compensation for, 
and time to complete, the remaining Work shall be equitably adjusted. 

§ 13.1.3 Ifthe Owner suspends the Project for more than 90 cumulative days for reasons other than the fault ofthe 
Design-Builder, the Design-Builder may terminate this Agreement by giving not less than seven days’ written 
notice. 

§ 13.1.4 Either party may terminate this Agreement upon not less than seven days’ written notice should the other 
party fail substantially to perform in accordance with the terms of this Agreement through no fault ofthe party 
initiating the termination. 

§ 13.1.5 The Owner may terminate this Agreement upon not less than seven days’ written notice to the 
Design-Builder for the Owner’s convenience and without cause. 

§ 13.1.6 In the event of termination not the fault of the Design-Builder, the Design-Builder shall be compensated for 
Work performed prior to termination and any other expenses directly attributable to termination for which the 
Design-Builder is not otherwise compensated. In no event shall the Design-Builder’s compensation under this 
Section 13.1.6 be greater than the compensation set forth in Section 2.1. 

§ 13.2 Termination or Suspension Following Execution of the Design-Build Amendment 
§ 13.2.1 Termination by the Design-Builder 

§ 13.2.1.1 The Design-Builder may terminate the Contract if the Work is stopped for a period of 30 consecutive 
days through no act or fault ofthe Design-Builder, the Architect, a Consultant, or a Contractor, or their agents or 
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employees, or any other persons or entities performing portions of the Work under direct or indirect contract with 
the Design-Builder, for any of the following reasons; 

.1 Issuance of an order ofa court or other public authority having jurisdiction that requires all Work to 
be stopped; 

.2 An act of government, such as a declaration of national emergency that requires all. Work to be 
stopped; 

.3 Because the Owner has not issued a Certificate for Payment and has not notified the Design-Builder 
of the reason for withholding certification as provided in Section 9.5.1, or because the Owner has not 
made payment on a Certificate for Payment within the time stated in the Design-Build Documents; or 

.4 The Owner has failed to furnish to the Design-Builder promptly, upon the Design-Builder’s request, 
reasonable evidence as required by Section 7.2.7. 

§ 13.2.1.2 The Design-Builder may terminate the Contract if, through no act or fault of the Design-Builder, the 
Architect, a Consultant, a Contractor, or their agents or employees or any other persons or entities performing 
portions of the Work under direct or indirect contract with the Design-Builder, repeated suspensions, delays or 
interruptions of the entire Work by the Owner as described in Section 13.2.3 constitute in the aggregate more than 
100 percent of the total number of days scheduled for completion, or 120 days in any 365-day period, whichever is 
less. 

§ 13.2.1.3 If one of the reasons described in Section 13.2.1.1 or 13.2.1.2 exists, the Design-Builder may, upon seven 
days’ written notice to the Owner, terminate the Contract and recover from the Owner payment for Work executed, 
including reasonable overhead and profit on that executed Work, and costs incurred by reason of such termination. 

§ 13.2.1.4 If the Work is stopped for a period of 60 consecutive days through no act or fault of the Design-Builder or 
any other persons or entities performing portions of the Work under contract with the Design-Builder because the 
Owner has repeatedly failed to fulfill the Owner’s obligations under the Design-Build Documents with respect to 
matters important to the progress of the Work, the Design-Builds' may, upon seven additional days’ written notice 
to the Owner, terminate the Contract and recover from the Owner as provided in Section 13.2,1.3. 

§ 13.2.2 Termination by the Owner For Cause 
§ 13.2.2.1 The Owner may terminate the Contract if the Design-Builder 

.1 fails to submit the Proposal by the date required by this Agreement, or if no date is indicated, within a 
reasonable time consistent with the date of Substantial Completion; 

.2 repeatedly refuses or fails to supply an Architect, or enough properly skilled Consultants, 

Contractors, or workers or proper materials; 

.3 fails to make payment to the Architect, Consultants, or Contractors for services, materials or labor in 
accordance with their respective agreements with the Design-Builder; 

.4 repeatedly disregards applicable laws, statutes, ordinances, codes, rules and regulations, or lawful 
orders of a public authority; or 

.5 is otherwise guilty of substantial breach of a provision of the Design-Build Documents. 

§ 13.2.2.2 When any of the above reasons exist, the Owner may without prejudice to any other rights or remedies of 
the Owner and after giving the Design-Builder and the Design-Builder’s surety, if any, seven days’ written notice, 
terminate employment of the Design-Builder and may, subject to any prior rights of the surety: 

.1 Exclude the Design-Builder from the site and take possession of all materials, equipment, tools, and 
construction equipment and machinery thereon owned by the Design-Builder; 

.2 Accept assignment of the Architect, Consultant and Contractor agreements pursuant to 
Section 3.1.15; and 

,3 Finish the Work by whatever reasonable method the Owner may deem expedient. Upon written 

request of the Design-Builder, the Owner shall furnish to the Design-Builder a detailed accounting of 
the costs incurred by the Owner in finishing the Work. 

§ 13.2.2.3 When the Owner terminates the Contract for one of the reasons stated in Section 13.2.2.1, the 
Design-Builder shall not be entitled to receive further payment until the Work is finished. 

§ 13.2.2.4 If the unpaid balance of the Contract Sum exceeds costs of finishing the Work and other damages 
incurred by the Owner and not expressly waived, such excess shall be paid to the Design-Builder. If such costs and 
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damages exceed the unpaid balance, the Design-Builder shall pay the difference to the Owner. The obligation for 
such payments shall survive termination of the Contract and are expressly included in the performance of the Work 
covered by the Design-Builder’s performance bond. 

§ 13.2.3 Suspension by the Owner for Convenience 

§ 13.2.3.1 The Owner may, without cause, order the Design-Builder in writing to suspend, delay or interrupt the 
Work in whole or in part for such period of time as the Owner may determine. 

§ 13,2.3:2 The Contract Sum and Contract Time shall be adjusted for increases in the cost and time caused by 
suspension, delay or interruption as described in Section 13.2,3.1. Adjustment of the Contract Sum shall include 
profit. No adjustment shall be made to the extent 

.1 that performance is, was or would have been so suspended, delayed or interrupted by another cause 
for which the Design-Builder is responsible; or 
.2 that an equitable adjustment is made or denied under another provision of the Contract. 

§ 13.2.4 Termination by the Owner for Convenience 

§ 13.2.4.1 The Owner may, at any time, terminate the Contract for the Owner’s convenience and without cause. 

§ 13.2.4.2 Upon receipt of written notice from the Owner of such termination for the Owner’s convenience, the 
Design-Builder shall 

.1 cease operations as directed by the Owner in the notice; 

.2 take actions necessary, or that the Owner may direct, for the protection and preservation of the Work; 
and, 

.3 except for Work directed to be performed prior to the effective date of termination stated in the 
notice, terminate all existing Project agreements, including agreements with the Architect, 

Consultants, Contractors, and purchase orders, and enter into no further Project agreements and 
purchase orders. 

§ 13.2.4.3 In case of such termination for the Owner's convenience, the Design-Builder shall be entitled to receive 
payment for Work executed, and costs incurred by reason of such termination. 

ARTICLE 14 CLAIMS AND DISPUTE RESOLUTION 

§ 14.1 Claims 

§ 14.1.1 Definition. A Claim is a demand or assertion by one of the parties seeking, as a matter of right, payment of 
money, or other relief with respect to the terms of the Contract, The tarn "Claim" also includes other disputes and 
matters in question between the Owner and Design-Builder arising out of or relating to the Contract. The 
responsibility to substantiate Claims shall rest with the party making the Claim. 

§ 14.1.2 Time Limits on Claims. The Owner and Design-Builder shall commence all claims and causes of action, 
whether in contract, tort, breach of warranty or otherwise, against the other, arising out of or related to the Contract 
in accordance with the requirements of the binding dispute resolution method selected in Section 1.3, within the time 
period specified by law. 

§ 14.1.3 Notice of Claims 

§ 14.1.3.1 Prior To Final Payment. Prior to Final Payment, Claims by either the Owner or Design-Builder must be 
initiated by written notice to the other party within 21 days after occurrence of the event giving rise to such Claim or 
within 21 days after the claimant first recognizes the condition giving rise to the Claim, whichever is later. 

§ 14.1.3.2 Claims Arising After Final Payment. After Final Payment, Claims by either the Owner or 
Design-Builder that have not otherwise been waived pursuant to Sections 9.10.4 or 9.10.5, must be initiated by 
prompt written notice to the other party. The notice requirement in Section 14.1.3.1 and the Initial Decision 
requirement as a condition precedent to mediation in Section 14.2.1 shall not apply, 

§ 14.1.4 Continuing Contract Performance. Pending final resolution of a Claim, except as otherwise agreed in 
writing or as provided in Section 9.7 and Article 13, the Design-Builder shall proceed diligently with performance of 
the Contract and the Owner shall continue to make payments in accordance with the Design-Build Documents. 
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§ 14.1.5 Claims for Additional Cost. If the Design-Builder intends to make a Claim for an increase in the Contract 
Sum, written notice as provided herein shall be given before proceeding to execute the portion of the Work that 
relates to the Claim. Prior notice is not required for Claims relating to an emergency endangering life or property 
arising under Section 10.4. 

§ 14.1.6 Claims for Additional Time 

§ 14.1.6.1 If the Design-Builder intends to make a Claim for an increase in the Contract Time, written notice as 
provided herein shall be given. The Design-Builder’s Claim shall include an estimate of cost and of probable effect 
of delay on progress of the Work. In the case of a, continuing delay, only one Claim is necessary. 

(Paragraph deleted) 

§ 14.1.7 Claims for Consequential Damages 

The Design-Builder and Owner waive Claims against each other for consequential damages arising out of or relating 
to this Contract. This mutual waiver includes 

,1 damages incurred by the Owner for rental expenses, for losses ofuse, income, profit, financing, 

business and reputation, and for loss of management or employee productivity or of the services of 
such persons; and 

.2 damages incurred by the Design-Builder for principal office expenses including the compensation of 
personnel stationed there, for losses of financing, business and reputation, and for loss of profit 
except anticipated profit arising directly from the Work and otherwise available under this 
Agreement. 

This mutual waiver is applicable, without limitation, to all consequential damages due to either party’s termination 
in accordance with Article 13. Nothing contained in this Section 14.1.7 shall be deemed to preclude an award of 
liquidated damages, when applicable, in accordance with the requirements .of the Design-Build Documents. 

§ 14.2 Initial Decision 

§ 14.2.1 An initial decision shall be required as a condition precedent to mediation of all Claims between the Owner 
and Design-Builder initiated prior to the date final payment is due, excluding those arising under Sections 10.3 and 
10.4 of the Agreement and Sections B.3.2.9 and B.3.2.10 of Exhibit B to this Agreement, unless 30 days have 
passed after the Claim has been initiated with no decision having been rendered. Unless otherwise mutually agreed 
in writing, the Owner shall render the initial decision on Claims. 

§ 14.2.2 Procedure 

§ 14.2.2.1 Claims Initiated by the Owner. If the Owner initiates a Claim, the Design-Builder shall provide a 
written response to Owner within ten days after receipt of the notice required under Section 14.1.3.1. Thereafter, the 
Owner shall render an initial decision within ten days of receiving the Design-Builder’s response: (1) withdrawing 
the Claim in whole or in part, (2) approving the Claim in whole or in part, or (3) suggesting a compromise. 

§ 14.2.2.2 Claims Initiated by the Design-Builder. If the Design-Builder initiates a Claim, the Owner will take one 
or more of the following actions within ten days after receipt of the notice required under Section 14.1.3.1: 

(1) request additional supporting data, (2) render an initial decision rejecting the Claim in whole or in part, 

(3) render an initial decision approving the Claim, (4) suggest a compromise or (5) indicate that it is unable to render 
an initial decision because the Owner lacks sufficient information to evaluate the merits of the Claim. 

§ 14.2.3 In evaluating Claims, the Owner may, but shall not be obligated to, consult with or seek information from 
persons with special knowledge or expertise who may assist the Owner in rendering a decision. The retention of 
such persons shall be at the Owner’s expense, 

§ 14.2.4 If the Owner requests the Design-Builder to provide a response to a Claim or to furnish additional 
supporting data, the Design-Builder shall respond, within ten days after receipt of such request, and shall either (1) 
provide a response on the requested supporting data, (2) advise the Owner when the response or supporting data will 
be furnished or (3) advise the Owner that no supporting data will be furnished. Upon receipt of the response or 
supporting data, if any, the Owner will either reject or approve the Claim in whole or in part. 

§ 14.2.5 The Owner’s initial decision shall (1) be in writing; (2) state the reasons therefor; and (3) identify any 
change in the Contract Sum or Contract Time or both. The initial decision shall be final and binding on the parties 
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but subject to mediation and, if the parties fail to resolve their dispute through mediation, to binding dispute 
resolution. 

§ 14.2.6 Either party may file for mediation of an initial decision at any time, subject to the terms of 
Section 14.2.6.1. 

§ 14.2.6.1 Either partymay, within 30 days from the date of an initial decision, demand in writing that the other 
party file for mediation within 60 days of the initial decision. If such a demand is made and the party receiving the 
demand fails to file for mediation within the time required, then both parties waive their rights to mediate or pursue 
binding dispute resolution proceedings with respect to the initial decision, 

§ 14.2.7 In the event of a Claim against the Design-Builder, the Owner may, but is not obligated to, notify the 
surety, if any, of the nature and amount of the Claim. If the Claim relates to a possibility of a Design-Builder’s 
default, the Owner may, but is not obligated to, notify the surety and request the surety’s assistance in resolving the 
controversy, . 

(Paragraph deleted) 

§ 14.3 Mediation 

§ 14.3.1 Claims, disputes, or other matters in controversy arising out of or related to the Contract, except those 
waived as provided for in Sections 9.10.4, 9.10.5, and 14.1.7, shall be subject to mediation as a condition precedent 
to binding dispute resolution. 

§ 14.3.2 The parties shall endeavor to resolve their Claims by mediation. The mediation shall proceed in advance 
of binding dispute resolution proceedings, which shall be stayed pending mediation for a period of 60 days from the 
date of filing, unless stayed for a longer period by agreement of the parties or court order. 

§ 14.3.3 The parties shall share the mediator’s fee and any filing fees equally. The mediation shall be held in the 
place where the Project is located, unless another location is mutually agreed upon. Agreements reached in 
mediation shall be enforceable as settlement agreements in any court having jurisdiction. 


(Paragraphs deleted) 

ARTICLE 15 . MISCELLANEOUS PROVISIONS 
§ 15.1 Governing Law 

The Contract shall be governed by the law of the place where the Project is located. 

§ 15.2 Successors and Assigns 

§ 15.2.1 The Owner and Design-Builder, respectively, bind themselves, their partners, successors, assigns and legal 
representatives to the covenants, agreements and obligations contained in the Design-Build Documents. Except as 
proyided in Section 15.2.2, neither party to the Contract shall assign the Contract as a whole without written consent 
of the other. If either party attempts to make such an assignment without such consent, that party shall nevertheless 
remain legally responsible for all obligations under the Contract. 

§ 15.2.2 The Owner may, without consent of the Design-Builder, assign the Contract to a lender providing 
construction financing for the Project, ifthe lender assumes the Owner’s rights and obligations under the 
Design-Build Documents. The Design-Builder shall execute all consents reasonably required to facilitate such 
assignment. 

§ 15.2.3 Ifthe Owner requests the Design-Builder, Architect, Consultants, or Contractors to execute certificates, 
other than those required by Section 3.1.10, the Owner shall submit the proposed language of such certificates for 
review at least 14 days prior to the requested dates of execution. Ifthe Owner requests the Desigi-Builder, 

Architect, Consultants, or Contractors to execute consents reasonably required to facilitate assignment to a lender, 
the Design-Builder, Architect, Consultants, or Contractors shall execute all such consents that are consistent with 
this Agreement, provided the proposed consent is submitted to them for review at least 14 days prior to execution. 

The Design-Builder, Architect, Consultants, and Contractors shall not be required to execute certificates or consents 
that would require knowledge, services or responsibilities beyond the scope of their services. 
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§ 15.3 Written Notice 

Written notice shall be deemed to have been duly served if delivered in person to the individual, to a member of the 
firm or entity', or to an officer of the corporation for which it was intended; or if delivered at, or sent by registered or 
certified mail or by courier service providing proof of delivery to, the last business address known to the party' 
giving notice. Written notice may also be established by acknowledgements and responses exchanged via 
electronic communications such as electronic mail or any internal messaging functionality of BIM and/or project 
management software used by the parties for the project. 

§ 15.4 Rights and Remedies 

§ 15.4.1 Duties and obligations imposed by the Design-Build Documents, and rights and remedies available 
thereunder, shall be in addition to and not a limitation of duties, obligations, rights and remedies otherwise imposed 
or available by law. 

§ 15.4.2 No action or failure to act by the Owner or Design-Builder shall constitute a waiver of a right or duty' 
afforded them under the Contract, nor shall such action or failure to act constitute approval of or acquiescence in a 
breach thereunder, except as may be specifically agreed in writing. 

§ 15.5 Tests and Inspections 

§ 15.5.1 T ests, inspections and approvals of portions of the Work shall be made as required by the Design-Build 
Documents and by applicable laws, statutes, ordinances, codes, rules and regulations or lawful orders of public 
authorities. Unless otherwise provided, the Design-Builder shall make arrangements for such tests, inspections and 
approvals with an independent testing laboratory or entity acceptable to the Owner, or with the appropriate public 
authority, and shall bear all related costs of tests, inspections and approvals. The Design-Builder shall give the 
Owner timely notice of when and where tests and inspections are to be made so that the Owner may be present for 
such procedures, The Owner shall bear costs of (1) tests, inspections or approvals that do not become requirements 
until after bids are received or negotiations concluded, and (2) tests, inspections or approvals where building codes 
or applicable laws, or regulations prohibit the Owner from delegating their cost to the Design-Builder. 

§ 15.5.2 If the Owner determines that portions of the Work require additional testing, inspection or approval not 
included under Section 15.5.1, the Owner will instruct the Design-Builder to make arrangements for such additional 
testing, inspection.or approval by an entity acceptable to the Owner, and the Design-Builder shall give timely notice 
to the Owner of when and where tests and inspections are to be made so that the Owner may be present for such 
procedures. Such costs, except as provided in Section 15.5.3, shall be at the Owner’s expense. 

§ 15.5.3 If such procedures for testing, inspection or approval under Sections 15.5.1 and 15.5.2 reveal failure of the 
portions of the Work to comply with requirements established by the Design-Build Documents, all costs made 
necessary by such failure shall be at the Design-Builder’s expense. 

§ 15.5.4 Required certificates of testing, inspection or approval shall, unless otherwise required by the Design-Build 
Documents, be secured by the Design-Builder and promptly delivered to the Owner. 

§ 15.5.5 If the Owner is to observe tests, inspections or approvals required by the Design-Build Documents, the 
Owner will do so promptly and, where practicable, at the normal place of testing. 

§ J5.5.6 Tests oijnspectipns conducted pursuant to the Design-Build Documents shall be. made, promptly to avoid 
unreasonable delay in the Work, 

§ 15.6 Confidential Information 

If the Owner or.Design-Builder transmits Confidential Information, the transmission of such Confidential 
Information constitutes a warranty to the party receiving such Confidential Information that the transmitting party is 
authorized to transmit the Confidential Information. If a party receives Confidential Infprmation, the receiving party 
shall keep the Confidential Information strictly confidential and shall not disclose it to any other person or entity' 
except as set forth in Section 15.6.1. 

§ 15.6.1 A party receiving Confidential Information may disclose the Confidential Information as required by law or 
court order, including a subpoena or other form of compulsory legal process issued by a court or governmental 
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entity. A party receiving Confidential Information may also disclose the Confidential Information to its employees, 
consultants or contractors in order to perform services or work solely and exclusively for the Project, provided those 
employees, consultants and contractors are subject to the restrictions on the disclosure and use of Confidential 
Information as set forth in tills Contract. 

§ 15.7 Capitalization 

Terms capitalized in the Contract include those that are (1) specifically defined, (2) the titles of numbered articles or 
(3) the titles of other documents published by the American Institute of Architects, 

§ 15.8 Interpretation 

§ 15.8.1 In the interest of brevity the Design-Build Documents frequently omit modifying words such as "all" and 
"any" and articles such as "the" and "an," but the fact that a modifier or an article is absent from one statement and 
appears in another is not intended to affect the interpretation of either statement. 

§ 15.8.2 Unless otherwise stated in the Design-Build Documents, words which have well-known technical or 
construction industry meanings are used in the Design-Build Documents in accordance with such recognized 
meanings. V 

Conduct of the Design-Builder’s Principals, Employees, Agents and Representatives 

The safety and security of District staff, students and the general public are of utmost priority to the 
District. To that end, the Design Builder shall be responsible for ensuring compliance by the Design Builder and 
any employees, agents or representatives, or subcontractors of the Design-Builder, including all Design 
Consultants, to the following: 

A. No drugs, alcohol, knives, firearms or other weapons on District property, whether or not there is an 
existing occupied building. 

B. No fraternizing with, threats to, or use of abusive or profane language in the presence of students, parents, 
visitors, or District representatives, agents, or employees. 

C. No improper attire, actions or gestures while on any District property. 

No smoking on District property in conformance to Horry County Board of Education policy. Violations 
of such policy shall result in a civil penalty of up to $1,000 per occurrence to the individual responsible 
and/or the Architect for whom the individual is a Principal, employee, agent, or representative. 

D. Secure SLED (State Law Enforcement Division) criminal background checks on all the 
Design-Builder’s Principals, employees, agents, and representatives, and subcontractors, performing work on 
District property and contractually require the same of all Design Consultants, their employees, agents, and 
representatives. No employees, agents or representatives, or subcontractors, of the and Design Builder having 
committed violent crimes, crimes against children, or crimes of moral turpitude are allowed access to the 
District’s premises. Such SLED criminal background checks shall be maintained on file in the offices of the 
Design Builder and made available to appropriate District personnel or the District’s legal counsel 
immediately upon request. 


Promotional Materials 

The Design Builder shall have the right to include photographic or artistic representations of the design of 
the Project among the Design Builder'.-, promotional and professional materials. The Design 
Builder shall be given reasonable access to the completed Project to make such representations. The District 
shall provide professional credit for the Architect and Design Builder in the District’s promotional 
materials for the Project. The Architect shall not make any representations in promotional and professional 
materials other than the identification of the District without the District’s approval of the written copy prior to 
submission, printing and distribution. This condition shall survive termination or completion ofthis Agreement. 


Drug-Free Workplace 

The Architect and the Architect’s Design Consultants shall be responsible for initiating, maintaining and 
supervising all drug-free programs in connection with the performance of this Agreement. The drug-free programs 
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shall conform to Title 44, Chapter 107, § 44-107-10 through § 44-107-90 of the South Carolina Code of Laws as 
may be amended. 


Right to Audit Project 

The District shall have the right to audit the books and records of the Architect to the extent that the books and 
records relate to the performance of this Agreement and shall include all pricing and Change Order data. Such 
books and records related to the work covered under this Agreement shall be maintained by the Architect 
for a period of not less than three (3) years from the date of final payment to the Architect under this Agreement 
This requirement shall also apply to any Design Consultants performing services under the Architect’s direction. 


The Office of General Services of the State of South Carolina, or any auditor under contract with the District has 
the. right to audit the Architect’s records related to any Project incorporated under this Agreement during the time 
frame-stated in the previous paragraph. The Architect shall ensure that all records pertaining to any Project are 
available for inspection at the location specified by the District within seventy-two (72) hours of notification at 
no additional cost to the District. This requirement shall survive termination or completion of the Agreement. 

Traffic Control On-Site and Off-Site: The Design-Builder shall conduct its operations in a manner to not 
interrupt pedestrian or vehicle traffic except as approved by the District and the South Carolina Department of 
Transportation. The worksite shall be confined to the smallest area possible allowing maximum use of streets, 
sidewalks, parking areas or other pedestrian areas and reduce to a minimum any hazard to traffic or pedestrians. 

The Design-Builder shall use worker and traffic control signs and devices necessary to comply with Section VI of 
U.S. Department of Labor, Federal Highway Administration, Manual on Uniform Traffic Control Devices for 
Streets and Highways (Washington, DC: GPO) as may be amended, to facilitate traffic control on public roads, 
streets, or highways when work performed obstructs public traffic. When such traffic areas are obstructed to any 
extent by work in progress, workers equipped with flags shall direct vehicle and pedestrian traffic. The workers so 
designated shall not be assigned any other duties while engaged in directing traffic. 

Safety Designee: The Design-Builder shall designate a competent individual at the worksite whose duty shall 
be the prevention of accidents and the implementation and monitoring of all OSHA construction safety standards 
and requirements. The competent individual shall serve as spotter where there is exposure ofpedestrians, students, 
parents, or visitors to falling debris and, in addition, shall ensure on a daily basis that all fencing or other safety 
barriers are in an upright position to prevent ingress and egress to "lay down" areas or work areas by unauthorized 
individuals. 

Licenses and Permits: During the term of the contract, the Contractor shall be responsible for obtaining 
and maintaining in good standing, all licenses (including professional licenses, if any), permits, 
inspections and related fees for each or any such licenses, permits and/or inspections required by state, county, 
city or other government entity or unit to accomplish the work specified in this solicitation and the contract. 

Iran Divestment Act: The Iran Divestment Act List is a list published by the [State] Board pursuant to 
Section 11- 57-310 that identifies persons engaged in investment activities in Iran. Currently, the list is available at 
the following URL: http://procui ement.sc.gov/PS/PS-irandivestment.phtm(.) Consistent with Section 11-57-310(B), 
the Coritfacfor shall not contract wiTFTanypefsonTo'perform"a part of the Work, if, at the time you enter into "a 
subcontract, that person is on the then-current version ofthe Iran Divestment Act List 

Immigrant Workers: The "South Carolina Illegal Immigration and Reform Act" requires all employers to verify the 
legal status of new employees and prohibits employment of any worker who is not legally in this country and 
authorized to work. Effective January 1, 2012, all South Carolina employers are required to enroll in the U.S. 

Department of Homeland Security’s E-Verify program and verity the status of new employees within three business 
days, using E-Verify. Failure to use E-Verify to verify new hires will result in probation for the employer or 
suspension/revocation ofthe employer’s business licenses. 

SC IMMIGRATION LAW. S,C, Code § 8-14-40 Compliance: Design-Builder certifies that the Design-Builder 
will comply with the requirements of S.C. Code § 8-14-10 etseq. and agrees to provide to the Owner any 
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documentation required to establish either: (a) the applicability of that chapter to the contractor, subcontractor, and 
sub-subcontractor; or (b) the compliance with this that chapter by the contractor and any subcontractor or 
sub-subcontractor. 

Business license, insurance, and bonds must be obtained prior to issuance of a Notice to Proceed. Failure to obtain 
these within thirty (30) days of execution of the agreement makes this Agreement voidable at the option of the 
Owner. 

ARTICLE 16 ' SCOPE OF THE AGREEMENT 

§ 16.1 This Agreement is comprised of the following documents listed below: 

.1 ALA Document A141™-2014, Standard Form of Agreement Between Owner and Design-Builder 
.2 ALA Document A141™-2014, Exhibit A, Design-Build Amendment, if executed 

.3 AIA Document A141™—2014, Exhibit B, Insurance and Bonds 

.4 Owner’s Request for Proposals No. 1415-91 (with addenda) and Design-Builder’s Proposal to the 
same as accepted by the Horry County Board of Education. 

(Paragraphs deleted) 

.5 ’ Post-Occupancy Requirements stated in Owner’s Request for Proposals No. 1415-91. 

This Agreement entered into as of the day and year first written above. 


OWNER (Signature) DESIGN-BUILDER (Signature) 

Joe Defeo, Chair of the Board of Education _ Robert Ferris, Authorized Member 

(Printed name and title) (Printed name and title) 
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